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STATE  HIGHWAY  COMMISSION 
CONSTRUCTION  DEPARTMENT 


MONTHLY  CONSTRUCTION  REPORT 


Montana  State  Library 


3 0864  1006  8625  5 


Project  and 

Contractor  and 

Contract 

Date 

Work 

Men 

9/ 

/o 

Location 

Mileage  Bid  Price 

Type 

Awarded 

Completion 

Began 

Progress 

Emp. 

Comp. 

DISTRICT  ONE  - MISSOULA 

Division  110  - Missoula 

I 90-1  (6)  43  U-1 

6. 686 

Zook  Bros. 

Gr.  jAgg.Surf.  ,P,M. 

1/21/60 

330  Cal. 

3/29/60 

Shutdown 

74 

Superior-East  & West 

$1,096,572.11 

S.  ,Dr.  & 17.25'  Sep 

• 

Days 

11/16/60 

I 90-1  (6)  43  U-3 

6. 686 

Parker  & Knez 

Fencing  & Cattle  Gd 

.1/21/60 

100  Cal. 

5/25/60 

Shutdown 

15 

Superior-East  & West 

$67,742.37 

Days 

12/7/60 

I 90-3  (5)  157  U-1 

4.991 

Highway  Prot.  Corp. 

Signing  & 

10/28/59 

50  Cal. 

9/13/60 

Shutdown 

26 

I 90-1  (7)  60  U-1 

$42,658.16 

Delineation 

Days 

12/2/60 

62 

Tarkio-Missoula 

I 90-3  (8)  180  U-1  & 

8.603 

Holland  Const, 

Gr. , Agg.  Surf. , 

5/25/60 

300  Cal. 

6/13/60 

Shutdown 

52 

F 184  (14) 

1.131 

$1,565,955.46 

P. M. Bit. Surf , & Dr. 

Days 

11/23/60 

Deer  Lodge-No.  & So. 

& 

Bearmouth-Deer  Lodge 

I 90-3  (8)  180  U-2 

Mont.Engr.  C Const. 

6 Prestress  Cone. 

5/25/60 

8/31/60 

7/13/60 

Good 

13 

44 

Deer  Lodge-No,  C So, 

$353, 363. 43 

fcr  2 Reinf,  Cone.  Brs. 

I 90-3  (8)  180  U-3 

8.603 

Colo.  Fuel  & Iron 

Fencing  & Cattle 

5/25/60 

100  Cal. 

6/21/60 

Shutdown 

75 

Deer  Lodge-No.  & So. 

$54,373.04 

Guard 

Days 

10/26/60 

S 221  (1) 

4.961 

Bud  King  Const. 

Gr. , Agg.  Surf, 

11/22/60 

150  Cal. 

12/6/ 60 

Good 

18 

28 

Thompson  Falls-West 

$295,297.38 

Days 

F 237  (16)  & F 267 

29.812 

Stanley  Arkwright 

Raise  Grades,  %g. 

7/1/60 

180  Cal. 

7/28/60 

Shutdown 

23 

(11),  Bonner-Ovando 

$984,257.75 

Surf,  & P.M.  S. 

Days 

1 1/15/60 

F 259  (9)  U-1 

14.498 

Nilson-Smith 

P.M.  Bit,  Surf. 

10/26/60 

120  Cal. 

11/28/60 

Shutdown 

4 

Hamilton -Florence 

$248,655.26 

Days 

12/20/60 

S 291  (4) 

6,  346 

F & S Contracting 

Gr, , Agg. Surf , & 

4/20/60 

160  Cal, 

5/18/60 

Shutdown 

90 

Avon  -Helrnville 

$362,896.40 

P.M.S. 

Days 

10/11/60 

SMP  4599,  Sanders  Lak 

e,  --- 

Chas,  J,  Shannon 

Crushing  & 

8/ 23/ 60 

150  Cal, 

9/19/(i0 

Good 

8 

82 

Mi ssoul a, Min er al , Granite 

$128,702.50 

Stockpil ing 

Days 

Division  120  - Kalispell 

U 58  (23),  U 257  (14) 

2.241 

United  Paving  Co. 

Gr. , Agg.  Surf. , 

10/28/59 

150  Cal. 

12/14/59 

Shutdown 

96 

Ul,  F 270  (7)  Ul,  Manicke- 

$363,855.17 

P.M.  Surf,  9 Qr. 

Days 

10/6/60 

Ka 1 i spell -Wes t-Whitefish 

S 65  (4)  U-1 

4,858 

Zook  Bros, 

Gr. , Agg.  Surf, , 

11/22/60 

180  Cal. 

11/19/60 

Fair 

22 

6 

Clearwater-Big  Fork 

$512,338.14 

Bit,  Surf.  6 Dr. 

Days 

ROW  S 65  (4) 

Bohleen  & Duke 

Fencing 

11/22/60 

60  Cal. 

Not  Started 

Clearwater -Big  Fork 

$1,620. 75 

Days 

Sl'ilP  1599,  Flathead, 

Wm.  W,  Strever 

Crushing  & 

3/16/60 

150  Cal. 

6/ 21/60 

Fair 

9 

88 

Lake  C Lincoln 

$124,470.00 

Stockpiling 

Days 

MONTHLY ,, INSTRUCTION 

REPORT 

Month  Fnainq  January 

31.  1961 

DISTRICT  TWO  - BUTTE 

Division  210  - Butte 

S 9 (9)  U-1 

8o498 

Albert  Lalonde 

Agg.Surf.  G P.M. 

10/26/60 

90  Cal. 

Not  Started 

Cardwell -Boulder 

$177,992.36 

Surf. 

Days 

I 15-2  (7)  127 

Peter  Kiewit 

168.0'  Dual  Struc. 8/24/60 

6/ 30/ 60 

9/19/60  Poor 

-- 

21 

Butte-Urban 

$98,891.58 

I-ING  15-2  (8)  118 

4.245 

Peter  Kiewit 

Gr. , Agg,  Struc, , 

4/22/59 

330  Cal. 

6/16/59  Shutdown 

64 

Dillon -Butte 

$1,360,740.95 

P.M.Bit.Surf.  ,Dr. 

Days 

11/2/60 

3 Cone,  OPs 

I 15-2  (iO)  118 

4.245 

C.B.Lauch  Const, 

Signing  G 

11/1/60 

90  Cal. 

Not  Started 

Dillon-Butte 

$13,009.27 

Delineation 

Days 

S 35  (10) 

15.894 

S. Birch,  Inc,  6 

Agg,  Surf.  G 

8/24/60 

160  Cal. 

Not  Started 

Jackson -Dillon 

S. Birch  G Sons 

P.M. Bit.  Surf, 

Days 

$271,297.21 

F 43  (14)  U-2 

1.895 

Naranche  G Konda 

Gr, , Agg,  Surf, , 

2/17/60 

100  Cal. 

6/14/60  Shutdown 

99 

Wisdom-Divide 

$137,266.67 

B.S.T.  G Dr, 

Days 

10/5/60 

F 43  (15)  U-1 

31,359 

Nil son-Smith 

P.M. Bit,  Surf. 

10/26/60 

150  Cal. 

Not  Started 

Wisdom -Divide 

$381,402.49 

Days 

F 68  (9) 

6.089 

Naranche  G Konda 

Gr. , Agg.  Surf. , 

7/1/60 

50  Cal. 

8/2/60  Shutdown 

54 

Anaconda-East 

$800,519.87 

P.M.S.  G Dr. 

Days 

11/28/60 

S 160  (1) 

Schye  G Sullivan 

244.5’  Prestress, 

9/28/60 

6/30/61 

10/24/60  Good 

8 

27 

Silver  Star-Waterloo 

$106,856.78 

Cone,  Br. 

ROW  S 304  (2) 

4.0 

Skinner  Enterprises 

Fencing 

1/25/61 

90  Cal. 

Not  Started 

Anaconda-Galen 

$3,543.96 

Days 

S 304  (5) 

6,694 

Hoi] and  Const, 

Gr.  , Dr.  G Agg, 

11/22/60 

150  Cal, 

Not  Started 

Anaconda-Galen 

$144,873.50 

Surf. 

Days 

SMP  1299,  Beaverhead, 

— 

Naranche  G Konda 

Crushing  G 

9/28/60 

130  Cal. 

12/5/60  Fair 

15 

21 

Jefferson,  Madison  G 

S.  Bow 

$68,650,00 

Stockpiling 

Days 

Division  220  - Bozeman 

ROW  FHP  60 -A 

9,0 

Peter  Kiewit 

Fencing 

8/24/60 

150  Cal. 

9/29/60  Shutdown 

5 

Reynolds  Pass-Ennis 

$49,840.95 

Days 

11/14/60 

I 90-7  (4)  330 

— 

W,  R,  Cahoon  Co. 

Dual  7320.42’ 

11/18/59 

9/30/61 

12/16/59  Shutdown 

80 

Livingston-Eo  G W. 

$642,857.48 

S.  G C,  Structures 

11/18/60 

I_IG  90-7  (9)  327  U1 

] 2.087 

Bud  King  Const. 

Gr. , Agg,  Surf., 

12/21/60 

350  Cal. 

1/25/61 

-- 

0 

G F 185  (6)  U1 

McLaughlin,  Inc. 

P.M.Bit.Surf,  ,Dr, 

Days 

Livingston-S,GE.  G W, 

$3,134,965.16 

G Irr.  Facil. 

I-IG  90-7  (9)  327  U2 

Schultz  G Lindsay 

1,486.5’  Cone, 

12/21/60 

6/30/62 

Not  Started 

Livingston-S.GE, 

$505,374.87 

G Steel  OP 

I-IG  90-7  (9)  327  U3 

12.087 

Lahren  Const.  Co. 

Fencing 

12/21/60 

150  Cal. 

Not  Started 

G F 185  (6)  U3 

$66,821.50 

Days 

Livingston-S,^,  & W. 
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MONTHLY  INSTRUCTION  REPORT  ^ 

Month  Ending  January  31,  196]  ' 


Division  220  (Continued) 
I-IG  90-7  (9)  327  U4  4.21 
& F 13  (6)  U-1 

Livingston -South 

F 217  (12)  Ul,  F 217  24,815 
(3)  U1,S  273  (3)  U1 
Gardiner-Living ston 

Pray  Siding-Mil]  Creek 

S 370  (12)  5.760 

Bozeman -Wilsall 

S, Birch,  Inc.  G 

S. Birch  G Sons 
$292,065.41 

Bud  King  G 
McLaughlin,  Inc, 
$612,096.80 

Albert  Lalonde 
$470,572.42 

Gr, , Agg, Surf . , 9/28/60 

P, M, Bit. Surf . G Dr. 

Gr, , Agg.  Surf,,  1/25/61 
P.M.Bit,  Surf.  G 

Dr. 

Gr, , Agg, Surf . , 8/24/60 

^jar. 

120  Cal. 
Days 

180  Cal, 
Days 

200  Cal. 
Days 

10/24/60  Shutdown 
11/10/60 

Not  Started 

10/25/60  Shutdown 
12/3/60 

13 

32 

DISTRICT  THREE  - GREAT 
Division  310  - Great 

FALLS 

Falls 

S 2 (7) 

He] ena-Flesher-Lincoln 

7.262 

Dillsworth  Const, 
Maronick  Const, 
$355,006.30 

Gr, ,Agg,  Surf., 
P.M.S,  G Dr. 

8/11/59 

180  Cal. 
Days 

8/12/59 

Shutdown 

9/11/60 

96 

I-IG-ING  15-4  (4)  182 
U2  G F 214  (3)  U2 
Helena-South 

2,770 

Hilde  Const, 
$1,129,813,43 

Gr. , Agg. Surf. , 
Bit. Surf. jDr. , 
Dual  260,5'  St, UP 

9/28/60 

300  Cal. 
Days 

10/12/60 

Shutdown 

12/1/60 

19 

I-IG-ING  15-4  (4)  182 
U3,  Helena-South 

2,770 

Ken  Larson  Excav, 
$43,314.43 

Fencing  G Cattle 
Guards 

9/28/60 

100  Cal. 
Days 

10/12/60 

Shutdown 

11/25/60 

27 

I-IG-ING  15-4  (4)  184 
UljG.No  GN.P,, Helena 

Sletten  Const, 
$569,389.84 

Dual  Steel  & Cone 
OP 

.6/19/59 

11/30/60 

7/20/59 

Shutdown 

11/21/60 

88 

I 15-5  (9)  275  U1 

Sun  River-Great  Falls 

8,337 

Interstate  Contrs, 
$2,629,104.83 

Gr, , Agg,  Surf, , 

G Dr. 

7/22/59 

400  Cal. 
Days 

8/5/59 

Shutdown 

10/31/60 

95 

I 15-5  (9)  275  U3 

Sun  River-Great  Falls 

8,337 

Fred  Strandberg 
$30,093.40 

Fencing 

7/22/59 

100  Cal, 
Days 

3/28/60 

Shutdown 

11/11/60 

90 

I 15-5  (12)  275  & 

I 15-8  (7)  351 

8.337 

5.623 

Natl.  Adv,  Co, 
$89,338.92 

Signing 

7/20/60 

60  Cal, 
Days 

9/6/60 

Comp,  1/3/61 
" 1/13/61 

Great  Falls-Vaughn  & 

Shelby-West  G No. 

S 121  (2) 

Utica-Hobson 

5.665 

Walling  Const, 
$154,115,86 

Gr,  jAgg.Surf.  ,Dr. 
65.0’  Cone.  Br. 

,7/20/60 

120  Cal. 
Days 

8/19/60 

Shutdown 

12/21/60 

93 

U-F-FG  395  (4) 

Great  Falls  Sts. 

Robertson  G Cave 
Sletten  Const. 
$1,139,281,67 

1,125.75*  S,  G C. 

2/17/60 

10/30/61 

3/15/60 

Fair 

39 

SIVIP  0899  

Cascade,  Chouteau  G Teton 

SMP  301-0020-01-42 

Great  Falls  Shop  G Office 

Hilde  Const, 
$141,720.00 

Palmer  Const, 
$189,158,00 

Crushing  G 
Stockpiling 

Shop  G Office 

7/20/60 

6/17/59 

90  Cal. 
Days 

12/31/59 

8/3/60 

6/25/59 

76 

Division  320  - Havre 

I-IG  15-8  (6)  379  U1 

G S 366  (5) 

Sunburst-No, 

4.783 

Baltrusch  Const, 
$760,829.24 

Gr, , Agg. Surf. , 
P.M.S.  , Dr.  G 1 
313.0'  O.P. 

10/28/59 

240  Cal. 
Days 

4/5/60 

Shutdown 

10/26/60 

68 

1-168,0’  Interchange 


MONTHLY  Instruction  report  ^ 

Month  Ending  January  31,  1961  


Division  320  - Havre 


I-IG  15-8  (6)  379  U2 

4,235 

Fred  Strandberg 

Fencing  G Cattle 

10/28/59 

100  Cal, 

5/16/60 

Shutdown 

92 

Sunburst-No, 

$38,746.00 

Guard 

Days 

11/3/60 

I 15-8  (10)  379 

4,235 

Fred  Strandberg 

Signing  G 

10/26/60 

90  Cal. 

12/5/60 

Shutdown 

0 

Pondera  Co« -Can, Line  Road 

$12,315.80 

Delineation 

Days 

12/7/60 

F 208  (3) 

0. 866 

Billings  Const, 

Gr. , Agg.Surf . , 

7/1/60 

50  Cal. 

7/11/60 

Shutdown 

48 

Babb-Piegan 

$136,577.00 

RMD  G 121.5'  Cone,  Br. 

Days  after 

11/30/60 

11/30/60 

S 219  (4) 

7,994 

Gibson  Const.  Co. 

Gr, , Agg.  Surf., 

10/28/59 

140  Cal. 

7/1/60 

Shutdown 

64 

Big  Sandy-Rudyard 

$253,960.78 

P.M.S.  G Dr. 

Days 

12/16/60 

F 220  (7) 

0.492 

Mountain  Const, 

8r,  .Agg.Surf. , 

8/24/60 

100  Cal. 

9/22/60 

Shutdown 

63 

Cutbank-East  L West 

$68,063.35 

R, M.Bit.Surf . G Dr. 

Days 

12/13/60 

S 242  (1) 

4.367 

O'Neil  Const, 

8r,  .Agg.Surf.  , 

6/20/ 60 

150  Cal. 

8/9/60 

Shutdown 

61 

Box  Elder-West 

$193,898.31 

P.M.S.  ,Dr.  G 75' 

TT  Br. 

Days 

10/28/60 

S 266  (1) 

9,789 

Billings  Const. 

Gr.  .Agg.Surf,  , 

6/2/60 

220  Cal. 

6/ 20/ 60 

Shutdown 

72 

Browning-Babb 

$584,286.07 

G Dr. 

Days 

11/20/60 

S 303  (4) 

5.269 

O'Neil  Const. 

Gr, ,Agg. Surf. , 

2/17/60 

140  Cal. 

4/7/60 

Shutdown 

92 

Chester-South 

$214,688.37 

P.M.  S.  G Dr, 

Days 

10/18/60 

SMP  1803-04-42 

— 

MacRae  Enter. 

Sectionhouse 

10/26/60 

7/31/61 

11/3/60 

Fair 

3 47 

Junction  Hiqhway  ^89 

$19,404.00 

DISTRICT  FOUR  - GLENDIVE 

Division  410  - Glendive 

I 94-6  (2)  216 

4.184 

General  Ins.  Co. 

Gr, .Agg.Surf, , 

4/22/59 

270  Cal. 

5/25/59 

Shutdown 

97 

Glendive-East 

$762,435.42 

P.M.S.  ,Dr.  G 17. 

25'  Sep. 

Days 

9/13/60 

S 258  (3) 

6.723 

O'Neil  Const, 

Gr,  .Agg.Surf.  G 

1/25/61 

200  Cal. 

Not  Started 

Rock  Springs-Van  Norman 

$180,511.91 

Dr. 

Days 

S 361  (10)  U1 

5,489 

Albert  Lalonde 

Gr.  , Agg.  Surf. , 

12/21/60 

180  Cal. 

Not  Started 

Presserville-Girard-Fairview 

$325,783.80 

P, M. Bit, Surf , G 

Dr. 

Days 

F 391  (13)  G S 31  (5) 

9.716 

Albert  Lalonde 

Gr.  .Agg.Surf.  , 

7/1/60 

100  Cal. 

Not  Started 

Circle-Sidnev-Northwest 

$351,184.75 

P.M.S,  G Dr. 

Days 

Division  420  - Wolf 

Point 

R-AD  5 (2) 

3,023 

Larson  G Anderson 

Gr.  G Agg^Surf. 

12/21/60 

100  Cal. 

Not  Started 

Whitetail  Access  Road 

$19,070.50 

Days 

S 8 (10)  U1 

8,976 

Baltrusch  Const. 

Gr. .Agg.Surf, , 

11/22/60 

180  Cal. 

Not  Started 

Scobey-Opheim 

$334,565.02 

P.M, Surf.  G Or. 

Days 

F 84  (27),  F 84  (28) 

14.596 

Albert  Lalonde 

Gr.  .Agg.Surf. , 

2/17/60 

180  Cal. 

5/4/60 

Shutdown 

91 

& F-FG  273  (11), W, 

$758,200.96 

P,  M,  S,  G Dr, 

Days 

10/1/60 

Point-No. Dak, Line  & Sidney -Culbertson 

F 84  (29)U1.  F 144(4) 

27.561 

Richardson  Const. 

P.M.  Bit. Surf. 

8/24/60 

130  Cal. 

9/23/60 

Shutdown 

47 

Ul,  F 189  (5)  U1  G F 

$376,573,84 

Days 

10/31/60 

232(4)U1 ,W, Point -No,  Dak. 

F 189  (4)U1  G F 232(3) 

8,184 

Richardson  Const. 

Gr. .Agg.Surf, , 

4/20/60 

200  Cal. 

5/16/60 

Shutdown 

80 

Nashua-W. Point 

$411,081.48 

P.M.S.  G Dr, 

Days 

11/3/60 

S 257  (4) 

3.788 

G.  E.  Marshall 

Gr. , Agg, Surf. G D 

r. 1/21/60 

160  Cal. 

6/13/60 

Shutdown 

86 

Tampico-Glasgow 

$319,270.75 

Days 

11/7/60 
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MONTHLY  -^STRUCT  ION  REPORT 

Month  Ending  January  31,  1961  

Division  430  - Lewistown 


S 68  (4)  U-1 

10,502 

Nil son -Smith 

P, M. Bit. Surf. 

11/22/60 

150  Cal. 

Not  Started 

Hilger-Winifred-Big  Sandy 

$267,414.00 

Days 

F 333  (23)  U-1 

11.832 

Wilbur  Christensen 

Gr. , Agg. Surf.  & Dr 

.2/17/60 

200  Cal. 

3/28/60 

Shutdown 

92 

Grass  Ranqe-Malta 

$366,519.69 

Days 

12/28/60 

DISTRICT  FIVE  - BILLINGS 

Division  510  - Billings 

I 90-8  (7)  394 

— 

W.  R,  Cahoon  Co. 

558.0’  St.  Br. 

9/28/60 

12/31/60 

10/28/60 

Good 

13 

20 

Reed  Point-Columbus 

$280,204.39 

I 90-8  (8)  438  U-1 

6.423 

Long  Const.  Co. 

Gr. , Agg. Surf . , 

11/17/59 

300  Cal. 

11/23/59 

Shutdown 

83 

Mo ssmain -Billings 

$1,556,610.26 

P.M.S.  ,Dr.  & 153.0 

’ OP 

Days 

11/2/60 

G Frontage  Road 

I 90-8  (8)  438  U-2 

6.423 

McRae’s  S.O.S. 

Fencing 

11/17/59 

100  Cal. 

4/5/60 

Poor 

— 

2 

Mo  ssmain -Billings 

$33,140.22 

Days 

I 90-8  (10)  451 

W.  R.  Cahoon  Co. 

937.75’  St.  Br. 

6/8/ 60 

6/30/62 

6/22/60 

Good 

22 

23 

Yellowstone  River  Br. 

$808,983.80 

S 132  (3) 

8.235 

R.  J,  Sundling 

Agg. Surf.  G P.M.S. 

5/25/60 

100  Cal. 

7/6/60 

Shutdown 

93 

Billings-South 

$208,941.85 

Days 

9/15/60 

S 322  (5)  U-2 

5. 109 

Myrl  Clark 

Gr. , Agg. Surf, , 

4/20/60 

200  Cal. 

6/20/60 

Shutdown 

94 

Hardin-Sarpv 

$317,203.50 

P.M.S.  G Dr. 

Days 

10/ 6/ 60 

Division  520  - Miles 

City 

I 94-4  (3)  134 

— 

Sornsin  G Tri-St. 

268.0’  SGC  OP 

2/19/60 

7/31/61 

3/31/60 

Fair 

12 

91 

Miles  City-E,  & W. 

$324,466.92 

290.0’  SGC  Br.  G 153.0’  OP 

I 94-4  (5)  127  U-1  & 

8. 550 

Peter  Kiewit 

Gr. , Agg. Surf. , 

2/16/60 

400  Cal. 

4/1/60 

Shutdown 

57 

F 135  (17),  Miles  Gity 

$2,657,498.45 

P. M. S.  , Dr.  G 

Days 

12/3/60 

West,  Forsyth-Miles  City 

214.5’  C.  Interchange 

I 94-4  (5)  127  U-2 

8.550 

R.  J.  Sundling 

Fencing 

2/16/60 

150  Cal. 

5/ 23/ 60 

Shutdown 

86 

Miles  City-West 

$35,986.25 

Days 

11/8/60 

S 184  (3) 

15.363 

Husman  Bros. 

Gr. , Agg. Surf .G  Dr. 

5/25/60 

210  Cal. 

6/21/60 

Shutdown 

77 

Hammond -Ridgeway 

$307,075.16 

Days 

12/15/60 

F 262  (12) 

11.000 

Myrl  Clark 

Stabilization  of 

5/25/60 

100  Cal. 

7/25/60 

Shutdown 

92 

Broadus-v'JyOo  Ling 

$265,926.22 

Agg, Surf. ,P,M,  S, 

Days 

9/9/60 

S 388  (1) 

8.615 

Gus  M.  Albert 

Gr, , Agg. Surf. , 

7/20/60 

150  Cal. 

8/12/60 

Shutdown 

60 

Miles  Citv-Rinsev 

$495,857.73 

P.M.  .Dr.  G 198.0’  i 

Cone.  Br. 

Days 

12/3/60 
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STATE  COMMISSION 

CONSTRUCTION  DEPARTMENT 


IVIONTHLY  CONSTRUCTION  REPORT 

Month  Ending  February  28,  1961  OCU^ 


Project  and 

Contractor  and 

Contract 

Date 

Work 

Men 

% ■ 

Location  Mileaqe  Bid  Price 

Type 

Awarded 

Completion 

Began 

Progress 

Emp, 

Comp. 

DISTRICT  ONE  - MlSSOUUi 

Division  110  - Missoula 

I 90-1  (6)  43  U-1  6.686 

Zook  Bros. 

Gr, , Agg.Surf,,  P.M. 

1/21/60 

330  Cal. 

3/29/60 

Shutdown 

74 

Superior-East  C west 

$1,096,572.11 

S,  , Dr,  G 1 7. 25’  Sep. 

Days 

11/16/60 

I 90-1  (61  43  U-3  6.686 

Parker  & Knez 

Fencing  G Cattle  Gd, 

1/21/60 

100  Cal. 

5/25/60 

Fair 

4 

15 

Superior-East  C west 

$67,742.37 

Days 

I 90-3  (5)  157  U-1  4.991 

Highway  Prot, 

Signing  G Delineation 

10/28/59 

50  Cal. 

9/13/60 

Shutdown 

26 

I 90-1  (7)  60  U-1 

Corp. 

Days 

12/2/60 

62 

Tarkio-Missoula 

$42,658.16 

I 90-3  (8)  180  U-1  8.603 

Holland  Const. 

Gr.  , Agg.  Surf.,  P.M. 

5/25/60 

300  C d ] , 

6/ 1 3/ 60 

Shutdown 

52 

C F 184  (14) , Deer  1.131 

$1,1565,955.46 

Bit.  Surf.  G Dr. 

Day  s 

11/23/60 

Lodge-No.  0 So.  & 

Bearraouth-Deer  Lodge 

I 90  3 (8)  180  U-2  - - 

Mont. Eng r. 

6 Prestress.  Cone.  G 

5/25/60 

8/31/60 

7/13/60 

Good 

11 

53 

Deer  Lodge-No,  C So. 

$353 , 363. 43 

2 Reinf.  Cone.  Brs, 

I 90-3  (8)  180  U-3  8,603 

Colo. Fuel  G Iron 

Fencing  G Cattle  Gd. 

5/25/60 

100  Cal, 

6/21/60 

Fair 

2 

76 

Deer  Lodge-No,  L So. 

$54,373.04 

Days 

S 221  (1)  4.961 

Bud  King  Const. 

Cr.  , Agg,  Surf. 

11/22/60 

150  Cal, 

12/6/60 

Good 

28 

60 

Thompson  Falls-West 

$295,297,38 

Days 

F 237  (16)  C F 267  29.812 

S.  Arkwright 

Raise  Grades,  Agg, 

7/1/60 

180  Cal. 

7/28/60 

Shutdown 

23 

(11),  Bonner-Ovando 

$984,257.75 

Surf.  G P.M.S. 

Days 

11/15/60 

F 259  (9)  U-1  14.498 

Nil son-Sraith 

P,  M.  Bit.  Surf, 

10/26/ 60 

120  Cal. 

1.1/28/60 

Shutdown 

4 

Hamilton -Florence 

$248,655.26 

Days 

12/20/60 

S 291  (4)  6.346 

F G S Contr. 

Gr,  , Agg.  Surf.  G 

4/20/60 

160  Cal. 

5/18/60 

Shutdown 

90 

Avon-Helmvi lie 

$362 , 896. 40 

P.  M.  S. 

Days 

10/11/60 

Sl^  4599,  Sanders  .Lake , -- 

Chas, J, Shannon 

Crushing  G 

8/ 23/ 60 

150  Cal. 

9/19/60 

Fair 

10 

93 

Mi ssoul a, Mineral .Granite 

$128,702.50 

Stockpil inq 

Days 

Division  120  - Kalispell 

U 58  (23).  U 257  (14)  2.241 

United  Paving 

Dr.,  Agg.  Surf.,  P.M. 

10/28/59 

150  Cal . 

12/14/59 

Shutdown 

96 

U1 , F 270  (7)U1,  Manicke- 

$363,855.17 

Surf.  G Dr. 

Days 

10/ 6/ 60 

Kalispell -West-Whitef i sh 

S 65  (4)  U-1  4.858 

Zook  Bros, 

Gr, , Agg.  Surf, , 

11/22/60 

180  Cal. 

11/19/60 

Fair 

30 

10 

Clearwater-Big  Fork 

$512,338,14 

Bit.  Surf.  G Dr. 

Days 

ROW  S65(4)  

Bohleen  G Duke 

Fencing 

11/22/60 

60  Calc 

Not  Started 

Clearwater-Big  Fork 

$1,620.75 

Day  s 

SMP  1599,  Flathead,  

Wm. W. Strever 

Crushing  G 

3/ 16/ 60 

150  Cal. 

6/21/60 

Fair 

9 

90 

Lake  o Lincoln 

$124,470.00 

Stoclcpilinq 

Days 

I 
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MONTHLY  "(INSTRUCTION  REPORT 
Month  EnQinq  February  26,  1961 
DISTRICT  TWO  - BUTTE 
D i vision  2 10  - Butte 


S 9 (9)  U-1 
Cardwell -Boulder 
I 15-2  (7)  127 
Butte-Urban 
I-ING  15-2  (8)  118 
Dillon-Butte 


8.498  Albert  Lalonde 
$177,992.36 

Peter  Kiewit 

$98,891.56 
4.245  Peter  Kiewit 
$1,360,740.95 


I 15-2  (10)  118 
Dillon-Butte 
S 35  (10) 
Jackson-Dillon 

F 43  (14)  U-2 
Wi sdom-Divide 
F 43  (15)  U-1 


4.245  C.B.Lauch  Const. 
$13,009.27 

15.894  S. Birch,  Inc.  & 
S. Birch  L Sons 
$271,297.21 

1.895  Naranche  G Konda 
$137 , 266. 67 
31.359  Ni 1 son -Smith 


Wisdom-Divide 

F 68  (9)  6,089 

Anaconda-East 

S 160  (1)  

Silver  Star-Waterloo 

ROW  S 304  (2)  4.0 

Anaconda-Galen 

S 304  (5)  6,694 

Anaconda-Galen 

SMP  1299,  Beaverhead,  

Jeff erson .Madison  & S.Bow 

Division  220  - Bozeman 
ROW  FHP  60 -A  9,0 


$381,402.49 
Naranche  G Konda 
$800,519.87 
Schye  G Sullivan 
$106,856.78 
Skinner  Enterpr. 
$3,543.96 
Holland  Const, 
$144,873.50 
Naranche  G Konda 
$68 ,650, 00 

Peter  Kiewit 


Raynolds  Pass-Ennis 

I 90-7  (4)  330  

Livingston -E.  G W. 

I-IG  90-7  (9)  327  U1  12.087 
G F 185  (6  ) U1 
Livingston-S.G  E.  G W, 

I-IG  90-7  (9)  327  U2  

Livingston-S.G  E. 

I-IG  90-7  (9)  327  U3  12.087 
G F 185  (6)  U3 


$49,840.95 
W. R, Cahoon  Co. 
$642,857.48 
Bud  King  Const. 
McLaughlin,  Inc. 
$3,134,965,16 
Schultz  G Lindsay 
$505,374.87 
Lahren  Const.  Co. 
$66,821.50 


Livingston-S.G  E.  G W. 


% 


Agg.  Surf.  G P.M. 
Surf. 

168.0’  Dual  Struc. 

Gr.  , Agg.  Surf.,  P.M 
Bit.  Surf. , Dr. 

3 Cone.  OPs 
Signing  G 
Delineation 
Agg.  Surf.  G P.M. 
Bit.  Surf. 

Gr. , Agg.  Surf. , 

B. S.T.  G Dr. 

P.M,  Bit.  Surf. 

Gr. , Agg.  Surf. , 
P.M.S,  G Dr. 

244,5’  Prestress. 
Cone.  Br. 

Fencing 

Gr.  , Dr.  G j*gg. 

Surf. 

Crusliing  0 
Stockpiling 

Fencing 

Dual  7320.42’  S.  G 

C,  Structures 

Or,,  Agg.  Surf., P.M. 
Bit, Surf. , Dr.  G 
Irr.  Facil. 

1,486.5’  C.  G S,  OP 

Fencing 


10/26/60 

90  Cal. 

Not  Started 

Days 

8/24/60 

6/ 30/ 60 

9/19/60 

Fair 

,4/22/59 

330  Cal. 

6/] 6/59 

Shutdown 

Days 

11/2/60 

11/1/60 

90  Cal. 

Not  Started 

Day  s 

8/24/60 

160  Cal, 

Not  Started 

Days 

2/17/60 

100  Cal. 

6/14/60 

Shutdown 

Days 

10/5/60 

10/26/60 

150  Cal . 

Not  Started 

Days 

7/1/60 

50  Cal. 

8/2/60 

Shutdown 

Days 

11/28/60 

9/28/60 

6/30/61 

10/24/60 

Good 

1/25/61 

90  Cal, 
Days 

2/22/61 

-- 

11/22/60 

150  Cal. 

Not  Started 

Days 

9/28/60 

130  Cal, 
Days 

12/5/60 

Fair 

8/24/60 

150  Cal. 

9/29/60 

Shutdown 

Days 

11/14/60 

11/18/59 

9/30/61 

12/16/59 

Shutdown 
] 1/18/60 

12/21/60 

350  Cal. 
Days 

1/25/61 

12/21/60 

6/30/62 

1/30/61 

Good 

12/21/60 

150  Cal. 

Not  started 

Days 
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MONTHLY  fip^STRUCTION  REPORT 

Month  Ent^iq  February  28,  1961 

Tv 

Division  220  (Continued) 
I-IG  90-7  (9)  327  U4  4.21 

G F 13  (6)  U1 

Livingston -South 

F 217  (12)  Ul,  F 217  24.815 
(13)  Ul.  S 273  (3)  Ul 
Gardiner-Living  St on 

Pray  Siding-Mill  Creek 

ROW  F 217  (13)  2.712 

Gardiner -Living  St on 

S 370  (12)  5.760 

Bozeman-Wilsall 

S. Birch,  Inc.  G 
S. Birch  G Sons 
$292,065.41 

Bud  King  G 
McLaughlin , Inc, 
$612,096.80 

Bohleen  G Duke 
$4,969.87 

Albert  Lalonde 
$470,572.42 

Gr. , Agg.  Surf.,  P.M.  9/28/60 
Bit,  Surf,  G Dr, 

Or.,  Agg,  Surf,,  P,M.  1/25/61 
, Bit.  Surf.  G Dr, 

Fencing  2/21/61 

Gr,  , Agg. Surf.  G Dr.  8/24/60 

120  Cal. 
Days 

180  Cal, 
Days 

90  Cal. 
Days 

200  Cal, 
Days 

10/24/60  Shutdown 
11/10/60 

Not  Started 

Not  Started 

10/25/60  Shutdown 
12/3/60 

13 

32 

DISTRICT  THREE  - GREAT  FALLS 

Division  310  - Great  Falls 

S 2 (7)  7.262 

Dillsworth  G . 

Gr,  ,Agg.  Surf.,P.M.S.  8/11/59 

180  Cal. 

8/12/59 

Shutdown 

96 

Helena-Flesher-Lincoln 

Maronick 

G Dr. 

Days 

9/11/60 

I-IG-iNG  15-4  (4)  182  2.770 

Hilde  Const. 

Gr. , Agg. Surf. , Bit.  9/28/60 

300  Cal. 

10/12/60 

Shutdown 

19 

U2  G F 214  (3)  U2 

$1,129,813.43 

Surf.,  Dr.,  Dual  260.5*  St.  UP 

Days 

12/1/60 

Helena-South 

I-IG-ING  15-4  (4)  182  2.770 

Ken  Larson  Exc. 

Fencing  G Cattle  Gds.  9/28/60 

100  Cal. 

10/12/60 

Shutdown 

27 

U3,  Helena-South 

$43,314.43 

Days 

11/25/60 

I IG  ING  15  4 (4)  184 

Sletten  Const. 

Dual  S.  G C.  OP  6/19/59 

11/30/60 

7/20/59 

Shutdown 

88 

Ul , G.N,  G N.P. , Helena 

$569,389.84 

11/21/60 

I 15-5  (9)  275  U-1  8.337 

Interstate  Cont, 

.Or.,  Agg,  Surf.  G Dr.  7/22/59 

400  Cal. 

8/5/59 

Shutdown 

95 

Sun  River-Great  Falls 

$2,629,104.83 

Days 

10/31/60 

I 15-5  (9)  275  U-3  8.337 

F.  strandberg 

Fencing  7/22/59 

100  Cal, 

3/28/60 

Shutdown 

90 

Sun  River-Great  Falls 

$30,093.40 

Days 

11/11/60 

S 121  (2)  5.665 

Walling  Const. 

Or. , Agg.  Surf. , Dr. , 7/20/60 

120  Cal. 

8/19/60 

Shutdown 

94 

Utica-Hobson 

$154,115.86 

68.0'  Cone.  Br. 

Days 

12/21/60 

S 329  (4)  U-1  10.276 

Maronick  Const. 

Agg.  Surf.,  P.M.  Bit.  2/21/61 

160  Cal. 

Not  Started 

Great  Falls-So. 

$396,664.74 

Surf,  G Dr. 

Days 

U-F-FG  395  (4)  

Roberton  G Cave 

1,125.75’  S.G  C.  Br.  2/17/60 

10/31/61 

3/15/60 

Fair 

19  58 

Great  Falls  Sts. 

Sletten  Const. 

$1,139,281.67 

SIMP  0899 

Hilde  Const. 

Crushing  G 7/20/60 

90  Cal. 

8/3/60 

-- 

86 

Cascade,  Chouteau,  Teton 

$141,720.00 

Stockpiling 

Days 

SMP  301-0020-01-42 

Palmer  Const. 

Shop  G Office  6/17/59 

12/31/59 

6/25/59 

Great  Falls  Shop  G Office 

$189,158.00 

Division  320  - Havre 


I-IG  15-8  (6)  379  U1  4.783  Baltrusch  Const. Gr. , Agg.  Surf . ,P. M, S. 10/28/59  240  Cal.  4/5/60  Shutdown  68 

G S 366  (5)  $760,829.24  Dr.  G L 313.0’  OP  Days  10/26/60 

Sunburst-No.  1-168,0'  Interchange 


' *'J 
■ . 


• , ■ k 'si 

/ 5';  :r-  •-  ^ ^ 


; .;  : 
V s ; 


.1; 


■ i%  r.v  : -1  ^ 

, rr'S  .^"  U ^ 

t : :;  1 ^ f ■ ■ ' ' 


Lxa^Tif^a  ^‘.  : 

Km  -mrA  .m. 


Ut-.i  s^'it,*  w \ ; ,.  . ■ = i><  - 

>.  eJ  ^‘•. 

v 


it(  > i <-  Jin, ; v * j- ■ssn'^  '■ 

f-;  ’ ^ 

’ ! t'  ' S .“‘’  ?-  ."''';<■' 

i <; 

■ •'  • ; :.-4-'  -i  > ■■'• 


.'  V . ..  ■■  n ;•  '^ 

■ i ■ ‘ ' ,y-  ■ '-s  : -v* 

'^ ,'  ■ - ' ;■- ' ^ > ^ '"■  • 

:: 

• ^ . • - • 1 ^ -i' 

.n  -■;*  ■ ^ 

• '•i  i,  f!w4 


■- ) 


i -ii  '■ 

(j  ; 4...'.-,  ,'ri 

^■jC 


, . ■ 'v':4' 

.i;!;.  ; .■- ■.;4'' ‘k'-.c 

>•  ■■■“;',  444:;'"  r ;,  ■ ■ ■?  r 

(c.'  1.  '-^ 

J V i ^‘1.*  ‘‘  '.'Xi 


MONTHLY  OBSTRUCTION  REPORT 
Month  Enc^.q  February  28,  1961 


T^) 


Division  320  (Continued) 


I-IG  15-8  (6)  379  U2 

4.235 

Fred  Strandberg  Fencing  & Cattle  Gd. 

10/28/59 

100  Cal. 

5/16/60 

Shutdown 

92 

Sunburst-No. 

$38,746,00 

Days 

11/3/60 

I 15-8  (10)  379 

4,235 

Fred  Strandberg  Signing  & Delineation 

10/26/60 

90  Cal, 

12/5/60 

Shutdown 

0 

Pondera  Co. -Can,  Line  Road 

$12,315,80 

Days 

12/7/60 

F 208  (3) 

0, 866 

Billings  Const.  Gr. , Agg,  Surf.,  RMO 

7/1/60 

50  Cal, 

7/11/60 

Shutdown 

48 

Babb-Piegan 

$136,577.00  G 121,5'  Cone.  Br, 

Days 

11/30/60 

S 219  (4) 

7.994 

Gibson  Const.  Gr. , Agg.  Surf., 

10/28/59 

140  Cal. 

7/1/60 

Shutdown 

71 

Big  Sandy-Rudyard 

$253,960,78  P.M.S.  & Dr, 

Days 

12/16/60 

F 220  (7) 

0,492 

Mountain  Const.  Gr. , Agg.  Surf,,  R.M, 

8/24/60 

100  Cal, 

9/22/60 

Shutdown 

63 

Cutbank-East  & West 

$68,063,35  Bit.  Surf,  & Dr. 

Days 

12/13/60 

S 242  (1) 

4.367 

O'Neil  Const,  Gr. , Agg.  Surf., 

6/20/60 

150  Ca] . 

8/9/60 

Shutdown 

bl 

Box  Elder-West 

$193,898,31  P.M.S,,  Dr.  & 75’  TT 

Br. 

Days 

10/28/60 

S 266  (1) 

9.789 

Billings  Const,  Gr. ,Agg,  Surf.  G Dr, 

6/ 2/ 60 

220  Cal. 

6/20/ 6o 

Shutdown 

72 

Browning-Babb 

$584,286.07 

Days 

11/20/60 

S 303  (4) 

5.269 

O'Neil  Const,  Gr. , Agg.  Surf, , 

2/17/60 

140  Cal. 

4/7/60 

Shutdown 

92 

Chester-South 

$214,688.37  P.M.S,  G Dr. 

Days 

10/18/60 

SMP  1803-04-42 

MacRae  Enter.  Sectionhouse 

10/26/60 

7/31/61 

11/3/60 

Good 

2 60 

Junction  Highway  *89 

$19,404,00 

DISTRICT  FOUR  - GLENDIVE 

Division  410  - Glendive 

I 94-6  (2)  216 

4, 184 

General  Ins. Co,  Gr, , Agg,  Surf., 

4/22/59 

270  Cal. 

5/25/59 

Shutdown 

97 

Glendive-East 

$762,435,42  P.M.S.,  Dr.  G 17.25' 

Sep, 

Days 

9/13/60 

S 258  (3) 

6,723 

O'Neil  Const,  Gr,  , Agg.Surf,  G Dr. 

1/25/61 

200  Cal, 

Not  Started 

Rock  Springs-Van  Norman 
S 361  (10)  U-1  5,489 

Presserville-Girard-Fairview  $325 , 783. 80 


$180,511,91 
Albert  Lalonde 


F 391  (13)  & S 31(5)  9,716 
Circle -Sidney -North we St 


Albert  Lalonde 
$351,184,75 


Gr,  , Agg.Surf.  , P,M,  \2l2\lbO 
Bit,  Surf,  6 Dr. 

Gr,  , Agg.Surf.,  7/1/60 

P.M.S.  G Dr. 


Days 
180  Cal, 
Days 
100  Cal, 
Days 


Not  Started 
Not  Started 


Division  420  - Wolf  Point 


R-AD  5 (2)  3.023 

Larson  G 

Gr.  G Agg 

. Surf. 

12/21/60 

100  Cal, 

Not  Started 

Whitetail  Access  Road 

Anderson -$19 , 070. 50 

Days 

S 8 (10)  U-1  8.976 

Baltrusch  Const 

.Gr. , Agg. 

Surf. , P, M. 

11/22/60 

180  Cal, 

Not  Started 

Scobey-Opheim 

$334,565.02 

Surf.  G D r. 

Days 

F 84  (27) , F 84(28)  14.596 

Albert  Lalonde 

Gr,  , Agg, 

Surf. , 

2/17/60 

180  Cal, 

5/4/60 

Shutdown 

91 

G F-FG  273(11) , W. 

$758,200.96 

P.M.S.  G 

Dr. 

Days 

10/1/60 

Point-No. Dak. Line  G Sidney- 

-Culbertson 

F 84  (29)U1.F  144(4)27.561 

Richardson 

P.M,  Bit. 

Surf. 

8/24/60 

130  Cal. 

9/23/60 

Shutdown 

47 

U1,F  189(5)U1  G F 

$376,573.84 

Days 

10/31/60 

232(4)U1,  W. Point-No. Dak. 

S 180  (1)  7.635 

Hilling  Const. 

Gr. , Agg. 

Surf,,  Dr, 

2/21/61 

200  Cal, 

Not  Started 

Bainville-No.Dak. 

$196,829,49 

G 100'  TT 

Br. 

Days 

F 189(4)U1  G F 232(3)8.184 

Richardson 

Gr. , Agg, 

Surf. , 

4/20/60 

200  Cal. 

5/16/60 

Shutdown 

80 

Nashua-W. Point 

$411,081.48 

P.M.S.  G 

Dr. 

Days 

11/3/60 

c 
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IVIONTHLY  INSTRUCTION  REPORT  A X) 

Month  Eny.q  February  28,  1961  

Division  420  - Continued 


S 257  (4) 

Tampico -Glasgow 

3.788  G.  E.  Marshall 
$319,270,75 

Gr. , Agg.Surf.  & Dr 

, 1/21/60 

160  cal. 
Days 

6/ 13/ 60 

Shutdown 
11/7/60 

86 

Division  430  - Lewistown 

S 68  (4)  U-1 

10,502  Nilson-Snith 

P,  M,  Bit.  Surf. 

11/22/60 

150  Cal, 

Not  Started 

Hilger-Winif red-Big 

Sandy  $267,414,00 

Days 

F 333  (23)  U-1 

11.832  W. Christen  sen 

Gr. , Agg, Surf,  & Dr 

. 2/17/60 

200  Cal, 

3/28/60 

Shutdown 

93 

Grass  Ranqe-Malta 

$366,519,69 

Days 

12/28/60 

F 333(27)U1,  F 26(6) 

11,218  Peter  Kiewit 

Gr, ,C, S.Base,  P, M. 

2/21/61 

220  Cal, 

Not  Started 

U1  ,Roiindup-G,  Range-Malta  $723, 297.09 

Days 

F 333(27)U2 

W,P,Roscoe 

4 Cone.  BrSo346’ 

2/21/61 

9/30/61 

Not  Started 

Grass  Ranqe-Malta 

$105,347,91 

DISTRICT  FIVE-BILLINGS 

Division  510  - Billings 

I 90-8  (7)  3t)4 

W,R,Cahoon  Co, 

558,0'  St,  Br, 

9/28/60 

12/31/60 

10/28/60 

Good 

14 

20 

Reed  Point-Col urnbus 

$280,204,39 

I 90-8  (8)  438  U-1 

6.423  Long  Const,  Co, 

*^r, , Agg,  Surf,  ,P,M,S 

,11/17/59 

300  Gal, 

11/23/50 

Shutdown 

83 

Mossraain-Bil lings 

$1 , 556 ,610, 26 

Dr,  6-  153,0'  GP  & Front,  Road 

Days 

11/2/60 

I 90-8  (8)  438  U-2 

6,423  McRae’s  S.O.S, 

Fencing 

11/17/59 

100  Cal. 

4/5/ 60 

__ 

2 

Mossmain-Bil lings 

$33,140,22 

Days 

I 90-8  (10)  451 

---  W.R.Cahoon  Co, 

937,75’  St.  Br. 

6/ 8/ 60 

6/30/62 

6/22/60 

Good 

24 

30 

Yellowstone  River  Br 

$808,983,80 

S 132  (3) 

8,235  R,  J,  Bundling 

Agg.Surf.  6-  P.M.S. 

5/ 25/ 60 

100  Cal, 

7/6/60 

Shutdown 

03 

Bil 1 ings-South 

$208,941,85 

Days 

0/15/60 

S 322  (5)  U-2 

5,109  Myrl  Clark 

Gr, , Agg.  Surf., 

4/20/60 

200  Cal , 

6/ 20/60 

Shutdown 

04 

Hardin-Sarpv 

$317,203,50 

P.M.S.  G Dr, 

Days 

10/6/60 

Division  520  - Miles  City 

I 94-4  (3)  134 

Sornsin  & Tri-St, 

268,0’  S.GC,  OP 

2/ 19/60 

7/31/60 

3/ 31/ 60 

-- 

91 

Miles  City-E„  L W. 

$324,466, 92 

290,0’  S.GC,  Br,  G 

153.0’  OP 

I 94-4  (5)  127  UI 

8.550  Peter  Kiewit 

Gr, , Agg.Surf,, 

2/ 1 b/ 60 

400  Cal, 

4;'  1 /60 

Shutdown 

57 

G F 135  (17)  , M.City 

$2,657,4%. 45 

P,M,S,  ,Dr.  G 214.5’ 

Days 

] 2/3/60 

West , Forsyth -M. City 

C,  Interchange 

I 94-4  (5)  127  U2 

8,550  R.J, Bundling 

Fencing 

2/ 16/60 

150  Cal. 

5/23/60 

Shutdovm 

86 

Miles  City -West 

$35 , 086, 25 

Days 

] 1/8/60 

S 184  (3) 

15.363  Husman  Bros. 

Gr. , Agg, Surf , G Dr. 

5/25/60 

210  Gal, 

6/21/60 

Shutdown 

77 

Hammond- Ridgeway 

$307,075, lb 

Days 

12/15/60 

F 262  (12) 

1 1 . 000  Myrl  C 1 ark 

Stabilization  of 

5/25/60 

IOC  Cal. 

7/25/60 

Shutdown 

92 

Broadus-Wyo.  Line 

$265,926,22 

Agg, Surf , , P, M. S, 

Days 

9/9/60 

S 388  (1) 

8.615  Gus  M,  Albert 

Gr.  , Agg.  Surf , , P.  M, 

, 7/ 20/ 60 

15U  Cal. 

8/12/60 

Resumed 

3 

60 

Miles  City-Kin sey 

$495,857.73 

Dr.  G 198.0’  Cone. 

Br. 

Days 

2/20/61 

fi 
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MONTHLY  CONSTRUCTION  REPORT 

Month  Ending  March  31,  1961 
Project  and 

Location Mj  leaqe 

DISTRICT  ONE  - MISSOULA 

Division  110  - Missoula 
I 90-1  (6)  43  U-1  6.686 

Superior-East  & i^est 
I 90-1  (6)  43  U-3  6.686 

Superior-East  & ttfest 
I 90-3  (5)  !57  U-1  4.991 

I 90-1  (7)  60  U-1 
Tarkio-Missoula 
I 90-3  (8)  180  U-1  8.603 

& F 184  (14),  Deer  1.131 

Lodge-No.  & So,  & 
Bearmouth-Deer  Lodge 

I 90-3  (8)  180  U-2  

Deer  Lodge-No,  & So. 

I 90-3  (8)  180  U-3  8.603 

Deer  Lodge-No.  & So. 

S 221  (1)  4.961 

Thompson  Falls-West 
F 237  (16)  & F 267  29.812 

(11),  Bonner-Ovando 
F 259  (9)  U-1  14.498 

Hamilton -Florence 
S 291  (4)  6.346 

Avon-Helmvi lie 

SMP  4599 , Sanders , Lake, 

Missoula, Mineral .Grani te 

Division  120  - Kalispell 
S 7 (6)  U-1  6.549 

Kalispell “Half  Moon 
U 58  (23),  U 257  (14)  2.241 

Ul,  F 270  (7)Ul,Manicke- 
Kali spell -West-Whitef ish 
S 65  (4)  U-1  4.858 

Clearwater-Big  Fork 

ROW  S 65  (4)  

Clearwater-Big  Fork 


m . 

STATE  HIGHWax  COMMISSION 
CONSTRUCTION  DEPARTlVENT 

oc.Lc^  bOP 

Contractor  and  Contract  Date  Work'  Men  % 

Bid  Price Type Awarded  Completion  began  Frogress  Emp.Comp. 


Zook  Bros, 

Gr. ,Agg,Surf. ,P.M. 

1/21/60 

330  Cal. 

3/29/60 

Shutdown 

74 

$1,096,572.11 

S, ,Dr.  G 17.25’  Sept. 

Days 

11/ I 4/60 

Parker  G-  Knez 

Fencing  G Cattle  Gd. 

1/21/60 

100  Cal. 

5/23/ 60 

Fair 

4 

35 

$67,742.37 

Days 

Highway  Prot, 

Signing  G Delineation 

10/28/59 

50  Cq 1 0 

9/13/60 

Shutdown 

26 

Corp, 

Days 

12/2/60 

$42,658.16 
Holland  Const. 

Gr.  ,Agg,Surf,  ,F.M. 

5/25/60 

300  Cal, 

6/13/60 

Fair 

64 

60 

$1 ,565,955, 46 

Bit. Surf,  G Dr, 

Days 

Mont.  Engr, 

6 Prestress.  Cone,  G 

5/25/60 

8/31/60 

7/13/60 

Good 

12 

63 

$353,363.43 

2 Reinf.  Cone.  Brs. 

Colo. Fuel  G Iron-Fencing  G Cattle  Gd. 

5/25/60 

iOO  Cal, 

6/21/60 

Suspended 

76 

$54,373.04 

Days 

1/26/61 

Bud  King  Const. 

Gr. , Agg.Surf. 

11/22/60 

150  Cal, 

] 2/6/60 

Fair 

7 

69 

$295,297.38 

Days 

S.  Arkwriglit 

Raise  Grades,  Agg. 

7/1/60 

180  Cal. 

7/28/60 

Fair 

22 

23 

R984.257.75 

Surf.  G P.M.  S. 

Days 

Nil  son -Smith 

P.M.  Bit.  Surf. 

10/26/60 

12b  Cal. 

11/28/60 

Shutdown 

9 

$248,655.26 

Days 

12/20/60 

F G S Contr. 

Gro.Agg.  Surf.  G 

4/20/60 

160  Cal. 

5/18/60 

Shutdown 

90 

$362,896.40 

P.M.S. 

Days 

10/1 1/60 

Chas, J.Shannon 

Crushing  G 

8/23/60 

150  Cal. 

9/19/60 

Fair 

7 

96 

$128, 702.50 

Stockpil inq 

Days 

United  Paving 

Gr. , Agg. Surf. ,P.M, 

3/22/61 

150  Cal. 

Not  Started 

$457,921.94 

Bit.  Surf.  G Dr. 

Days 

United  Paving 

Gr. , Agg. Surf. ,P.M. 

10/28/59 

150  Cal. 

12/14/59 

Shutdown 

96 

$363,855.17 

Surf.  G Dr. 

Days 

.1 0/6/60 

Zook  Bros, 

Gr, , Agg. Surf. ,Bit. 

11/22/60 

180  Cal. 

11/19/60 

Suspended 

3/6/60 

13 

$512,338.14 

Surf,  G Dr. 

Days 

Bohleen  G Duke 

Fencing 

11/22/60 

60  Gal. 

Not  Started 

$1,620.75 

Days 
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MONTHLY  C f||fSTRUCTION  REPORT  ^ 

Month  Ending  March  31,  1961  


Division  120  (Continued) 

F 191  (20)  U1  7«300 

Curtis  Const. 

Gr.  jAgg.Surfo  ,PoM. 

3/22/61 

150  Cal, 

Not  Started 

Pablo-Kalispel) 

SMP  1599, Flathead,  

$281,156.53 

Wm. W.Strever 

Bit, Surf,  G Dr, 

Crushing  & Stockpiling 

3/16/60 

Days 

150  Cal. 

6/2J./60  Fair  10  98 

Lake  & Lincoln 

$124,470.00 

Days 

DISTRICT  TWO  - BUTTE 


Division  210  - Butte 


S 9 (9)  U-i 

8,498 

Albert  Lalonde  Agg.Surf.  & P.M,  Surf, 

10/ 26/60  00  Cal. 

Not  Started 

Cardwell -Boulder 

$177,992,36 

Days 

I 15-1  (11)  37  U-1 

7,775 

Nil  son -Smith 

Gr, jAgg.Surf, ,P«M, 

3/22/61 

400  Gal. 

Not  Started 

Idaho  Line-Dillon 

$1,043,487.45 

Bit, Surf.  & Dr, 

Days 

I 15»1  (11)  37  U-2 

____  = 

R,  Huckaba 

4 Prestress,  Cone, 

3/ 22/61 

6/30/62 

Not.  started 

Idaho  Line-Dillon 

$222,558.72 

Beam  Struc,  - 567,0* 

I 15-1  (11)  37  U~3 

4,5 

Hildreth  Const 

.Fencing 

Pend  mg 

Idaho  Line-Dillon 

$29,907,97 

I 15-2  (7)  127 

_ — . 

Peter  Kiewit 

168.0*  Dual  Struc, 

8/24/60 

6/30/60 

9^10/60 

47 

Butte-Urban 

$98,891.58 

I-ING  15-2  (8)  118 

4.245 

Peter  Kiewit 

Gr, , Agg, Surf , jP,  M, 

4/22/59 

330  Cal, 

6/16/59 

Shutdown 

64 

Dlllon-Butte 

$1,360,740.95 

Bit, Surf, , Dr,  3 C,  OPs 

Days 

11/2/60 

I 15-2  (10)  118 

4.245 

C.B.Lauch 

Signing  6-  Delineation 

11/1/60 

90  Gal. 

Not  Started 

Di 1 Ion -Butte 

$13,009.27 

Days 

S 35  (10) 

15,894 

S, Birch , Inc, 

Agg. Surf,  & p.M.  Bit. 

8/24/60 

160  Cal, 

Not  Started 

Jack  son -Dil Ion 

S, Birch  & Sons 
$271,297.21 

Surf. 

Days 

F 43  (14)  U-2 

1,895 

Naranche  & 

Gr. , Agg, Surf. ,B.S,T, 

2/  :!  7/60 

1 00  Ca] , 

6/14/60 

Shutdown 

99 

Wisdom-Divide 

Konda 

$137,266,67 

& Dr, 

Days 

10/5/60 

F 43  (15)  U-1 

31.359 

Nil  son -Smith 

P.M,  Bit.  Surf, 

10/ 26/60 

150  Ca 1 , 

Not  Started 

Wisdom-Divide 

$381,402,49 

Days 

F 68  (0) 

6, 089 

Naranche  & 

Gr,  , Agg. Surf,  ,P,M, S, 

7/1/60 

50  Ca } , 

8/2/60 

Shutdown 

54 

Anaconda-East 

Konda 

$800,519,87 

& Dr. 

Days 

11/28/60 

S 160  (1) 

_____ 

Schye  & 

244.5’  Prestress,  C.Br. 

,0/28/60 

6/30/61 

10/24/60 

Good 

10 

77 

Silver  Star-Waterloo 

Sullivan 

$106,856,78 

ROW  S 304  (2) 

4.0 

Skinner  Enter, 

Fencing 

1/25/61 

90  Cal, 

2/22/61 

Good 

4 

58 

Anaconda-Galen 

$3,543.96 

Days 

S 304  (5) 

6,694 

Holland  Const. 

Gr,  ,Dr,  G- Agg, Surf, 

11/22/60 

150  Gal. 

3/6/60 

Good 

6 

22 

Anaconda-Galen 

$144,873.50 

Days 

SMP  1299, Beaverhead , 

_____ 

Naranche  & 

Crushing  & Stockpiling 

0/28/60 

130  Cal. 

12/5/60 

Good 

14 

85 

Jefferson,  Madison 

Konda 

Days 

Bow 

$68,650.00 
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MONTHLY  (^TRUCTION  REPORT 
Month  Ending  March  31.  1961 

Division  220  - Bozeman 
ROW  FHP  60 -A  9.0 

Raynolds  Pass-Ennis 
I 90-7  (4)  330  — — 

Livingston-E.  & W, 

I-IG  90-7  (9)  327  D1  12.087 
& F 185  (6)  U1 
Livingston -5,6-  E.  & W, 

I-IG  90-7  (9)  327  U2 
Livingston-S.G  E, 

I-IG  90-7  (9)  327  U3  12.087 
& F 185  (6)  U3 
Livingston -S.G  E.  & W. 

I-IG  90-7  (9)  327  U4  4.21 
G F 13  (6)  U] 

Livings ton -South 

F 217  (12),  Ul,  F 217  24.815 

(13)  Ul,  S 273  (3)  Ul 

Gar diner -Livingston 

Pray  Siding-Mill  Creek 

ROW  F 217  (13)  2.712 

Gar diner -Living St on 

S 370  (12)  5.760 

Bozeman-Wilsall 

DISTRICT  THREE  - GREAT  FALLS 

. Division  310 

S 2 (7)  7.262 

Helena-Fiesher -Lin  coin 

I-IG-ING  15-4  (4)  182  2.770 

U2  G F 214  (3)  U2 
Helena-South 

I-IG-ING  15-4  (4)  182  2.770 

U3,  Helena-South 
I-IG-ING  15-4  (4)  184  - — — 

Ui,  G.N,  G N.P. .Helena 
I 15-5  (9)  275  Ul  8.337 

Sun  River-Great  Falls 
I 15-5  (9)  275  U3  8,337 

Sun  River-Great  Falls 
I 15-5  (13)  239  Ul  9.702 

Hardy  Creek -Cascade 

I 15-5  (13)  239  U2  

Hardy  Creek -Cascade 


9} 


Peter  Kiewit  Fencing 
$49,840.95 

W.R.Cahoon  Co.  Dual  7320.42’  S.  G 
$642,857.48  C.  Structures 
Bud  King  Const.  Gr. , Agg. Surf . .P.M, 
McLaughlin , Inc.  Bit. Surf. , Dr,  G 
$3,134,965.16  Irr.  Facil. 

SchultzG  Lindsay-1,486.5'  C.  G S,  OP 
$505,374.87 

Lahren  Const,  Fencing 
$66,821.50 

S, Birch,  Inc.  G Gr. , Agg. Surf „ ,P. M. 

S, Birch  G Sons  Big.  Surf.  G Dr. 
$292,065.41 

Bud  King  G Gr. , Agg. Surf . ,P.M. 

McLaughlin,  Inc. Bit.  Surf.  G Dr. 
$612,096.80 

Bohleen  G Duke  Fencing 
$4,969.87 

A.Lalonde  Gr. , Agg, Surf „ G or. 

$470.572.42 


Dillsworth  G 
Maronick 
$366,116.30 
Hilde  Const. 
$1,129,813.43 


Gr. , Agg. Surf, ,P,M.S. 
G Dr. 

Gr. , Agg. Surf. ,Bit. 
Surf ,, Dr. , Dual  260.5' 


Ken  Larson  Exc. 
$43,314.43 
Sletten  Const. 
$569,389.84 
Interstate  Con. 
$2,629,104.63 
F.Strandberg 
$30,093.40 
Baltrusch  Co. 
$1,741,788.17 
A G B Const, 
$220,912,08 


Fencing  G Cattle  Gds. 
Dual  S.G  C.  OP 
Gr, , Agg,  Surf . G Dr, 
Fencing 

Gr. , Agg. Surf o ,P. M. 
Bit.  Surf.  G Ur, 

3 Interchange  G 
82.0’  Cone.  OP 


8/24/60 

150  Gal. 

9/29/60 

Shutdown 

5 

Days 

11/14/60 

11/18/59 

9/30/61 

l2/lv6/59 

Good 

8 

80 

12/21/60 

350  Cal. 
Days 

1/25/61 

Good 

88 

8 

12/21/60 

6/30/62 

1/30/61 

Fair 

20 

7 

12/21/60 

150  Cal. 
Days 

3/ 14/61 

Poor 

3 

1 

9/28/60 

120  Cal. 
Days 

J 0/24/60 

Fair 

17 

13 

1/25/61 

180  Gal, 
Days 

2/28/61 

F a i r 

12 

2 

2/21/61 

90  Cal. 
Days 

3/29/61 

-- 

2 

0 

8/24/60 

200  Ca  1 . 

10/25/60 

Shutdown 

25 

41 

Days  12/3/60 


8/11/59 

180  Cal. 
Days 

8/12/59 

Shutdown 

9/11/60 

96 

9/28/60 
St.  UP 

300  Cal. 
Days 

10/12/60 

Shutdown 

12/1/60 

18  21 

9/28/60 

100  Cal. 
Days 

10/12/60 

Shutdown 

11/25/60 

27 

6/19/59 

11/30/60 

7/20/59 

Shutdown 

11/21/60 

88 

7/22/59 

400  Cal, 
Days 

8/5/59 

Shutdown 

10/31/60 

95 

7/22/59 

3/22/61 

3/22/61 

100  Cal. 
Days 

420  Cal. 

Days 

10/31/61 

3/28/60 

Not  Started 

Not  Started 

Shutdown. 

11/11/60 

90 

0 
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MONTHLY  (INSTRUCTION  REPORT 


Month  Ending  March  31,  1961 
Division  310  (Continued) 


I 15-5  (13)  239  U-3 

9.702 

Boulet  Const. 

Hardy  Creek -Cascade 

$60,050.85 

S 121  (2) 

5.665 

Walling  Const. 

Utica -Hobson 

$154,115.86 

F 235  (27)  U-1 

5.113 

S,  Birch  G- 

Armington -Lewi stown 

S. Birch  & Sons 
$477,170.89 

S 329  (4)  U-1 

10.276 

Maronick  Const 

Great  Falls-So. 

$396,664.75 

S 330  (1)  U-1 

2,527 

Hilde  Const. 

East  Helena-S.W. 

$119,955.70 

U-F-FG  395  (4) 

RobertsonGCave 

Great  Falls  Sts. 

Sletten  Const. 
$1,139,281.67 

Fencing 

3/22/61 

200  Cal. 
Days 

Gr. , Agg.Surf . ,Dr.  G 

7/20/60 

120  Lai. 

68.0*  Con,  Br. 

Days 

Gr. , Agg.Surf, ,P.M. Bit. 

3/22/61 

180  Cal. 

Surf, , Dr, ,3-81. 5'  Brs. 

Days 

Agg.Surf. ,P. M, Bit. 

2/21/61 

1 60  Ca  j o 

Surf.  G Dr. 

Days 

Gr.  , Agg.Surf.  ,P.M, 

3/22/61 

130  Cal. 

Bit. Surf.  G Dr, 

Days 

1,125.75’  S.G  C.  Br, 

2/17/60 

10/31/61 

Not  Started 

0/ 1 9/ 60  Comp 1 eted 

3/6/ 61 

Not  Started 

3/24/61.  --  0 

Not.  -started 

3/ '15/60  Good  19  79 


SMP  0899 

Cascade, Chouteau, Teton 
SMP  301  -0020-01-42 
Great  Falls  Shop  & Offi( 
Division  320  - Havre 


Hilde  Consto  Crushing  & Stockpiling  7/20/60  90  Cal. 

$141,720.00  Days 

Palmer  Const.  Shop  & Office  6/17/59  12/31/59 

$189.158.00 


8/3/60 

6/25/59 


Completed 
3/18/61 
Completed 
2/28/61 


S 13  (5)  U-1 

5.288 

O’Neil  Const. 

Cr.  .Agg.Surf.  ,P.M. 

3/27/61 

200  Cal. 

Not  Started 

Rudy ard -Go Ids tone 

$327,239,94 

Bit. Surf.  G Dr. 

Days 

1-IG  15-8  (6)  379  U1 

4.783 

Baltrusch  Co. 

Gr. , Agg.  Surf,  ,P.M,S. , 

10/28/59 

240  CaJ. 

4/5/60 

Shutdov/n 

78 

G S 366(5 ), Sunburst-1 

'io. 

$760,829,24 

313.0’  OP,  168.0’  Interch. 

Days 

10/26/60 

I-IG  15-8  (6)  379  U2 

4.235 

Strandberg  Co. 

Fencing  G Cattle  Gd. 

] 0/28/59 

100  Cal. 

5/16/ 60 

Shutdown 

92 

Sunburst-No. 

$38,746.00 

Days 

11/3/60 

I 15-0  (10)  379 

4.235 

Strandberg  Co, 

Signing  G Delineation 

10/26/60 

90  Cal. 

12/5/60 

Shutdown 

0 

Pondera  Co, -Can. Line 

Rd. 

$12,315.80 

Days 

12/7/60 

F 208  (3) 

0.866 

Billings  Const 

.Gr. , Agg.Surf . ,RM0  G 

7/1/60. 

50  Cal. 

7/11/60 

Shutdown 

48 

Babb-Piegan 

$136,577.00 

G 121.5’  Cone.  Br. 

Days 

* 

1 ] /30/60 

S 219  (4) 

7.994 

Gibson  Const. 

Gr. , Agg. Surf. ,P.M,S. 

10/28/59 

140  Cal. 

7/ 1/60 

Shutdown 

71 

Big  Sandy -Rudyard 

$253,960.78 

G Dr, 

Days 

12/ 16/ 60 

F 220  (7) 

0.492 

Mountain  Const 

.Gr. (Agg.Surf. ,R.M.Bito 

8/24/60 

100  Cal. 

9/22/60 

Shutdown 

63 

Cutbank-East  G West 

$68,063.35 

Surf.G  Dr, 

Days 

12/13/60 

S 242  (1) 

4.367 

O'Neil  Const, 

Gp,  .Agg.Surf.  ,P.M.S. , 

6/20/60 

150  Cal. 

8/0/60 

Shutdown 

61 

Box  Elder-West 

$193,898.31 

Dr.  G 75'  T.T.Br. 

Days 

10/28/60 

S 266  (1) 

9. 789 

Billings  Const 

,Gr.  .Agg.Surf,  G Dr. 

6/2/60 

220  Cal. 

6/20/60 

Shutdown 

72 

Browning -Babb 

$584,286.07 

Days 

11/20/60 

S 303  (4) 

5.269 

O'Neil  Const. 

Gr. (Agg.Surf. ,P.M.  S, 

2/17/60 

140  Cal. 

4/7/60 

Shutdown 

92 

Chester-South 

$214,688.37 

G Dr. 

Days 

10/18/60 

SMP  1803-04-42 

____ 

MacRae  Enter. 

Sectionhouse 

10/26/60 

7/31/61 

i 1/3/60 

__ 

— 70 

•Junction  Hiahway  ^89 

$19,404.00 
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MONTHLY 


iTRUCTION  REPORT 


DISTRICT  FOUR  - GLENDIVE 

Division  410  - Glendive 

I 94-6  C2)  216  4ol84 

General  Ins,  Co. 

Gr, , Agg.  Surf., 

4/22/59 

270  Cal. 

5/22/59 

Shutdown 

Glendive-East 

$762,435.42 

P.M. , Dr.  & 17.25' 

Sep. 

Days 

9/13/60 

97 

S 258  (3)  6.723 

O'Neil  Const. 

Gr, , Agg.  Surf,,  Dr 

, 1/25/61 

200  Cal. 

Not  Started 

Rock  Springs -Van  Norman 

$180,511.91 

Days 

S 361  (10)  Unit  1 5.489 

Albert  Lalonde 

Gr. , Agg,  Surf.  PMS 

12/21/60 

180  Cal. 

Not  Started 

Presserville-Girard-F  airview 

$325,783,80 

and  Dr. 

Days 

F 391  (13)  & S 31  (5)  9.716 

Albert  Lalonde 

Gr. , Agg.  Surf., 

7/1/60 

100  Cal, 

8/ 18/ 60 

Shutdown 

97 

Circle-^idnev -Northwest 

$351,184.65 

PMS  and  Dr, 

Days 

10/24/60 

93 

Division  420-Wolf  Point 

R-AD  5 (2)  3.023 

Lloyd  Lockrem 

Gr,  and- Agg,  Surf, 

3/22/61 

100  Cal. 

Not  Started 

Whitetail  Access  Road 

$25,391.88 

Days 

S 8 (10)  Unit  1 8.976 

Baltrusch  Const. 

Gr,,  Agg,  Surf., 

11/22/60 

180  Cal, 

Not  Started. 

Scobey-Opheira 

$334,565.02 

PMS  & Dr. 

Days 

F 84  (27),  F 84  (28)  14.596 

Albert  Lalonde 

Gr, , Agg,  Surf., 

2/17/60 

180  Cal. 

5/ 4/60 

Shutdown 

91 

6 F-FG  273  (11),  Wolf 

$758,200.96 

PMS  and  Dr, 

Days 

10/1/60 

Point-No.Dakota  Line  & Sidney -Culbertson 

F 84  (29)  U-1,  F 144  (4)  U-1 

Richardson  Const 

,P,M.  Bit.  Surf, 

8/24/60 

130  Cal. 

9/23/60 

Shutdown 

47 

F 189  (5)  U-1  G F 232  (4) 

$376,573.84 

Days 

10/31/60 

U-1,  Wolf  Point-No,  Dak, 

Line  27,561 

S 180  (1)  7.635 

Hilling  Const, 

Gr.  , Agg.  Surf,, 

2/21/61 

200  Cal. 

Not  Started 

Bainville-North  Dakota 

$196,829.49 

Dr.  C 100'  TT  Br. 

Days 

F 189  (4)  U-1  & F 232  8.184 

Richardson  Const 

. Gr, , Agg,  Surf. 

4/20/60 

200  Cal. 

5/16/60 

Shutdown 

80 

(3)  Nashua-Wolf  Point 

$411,081.48 

PMS  and  Dr. 

Days 

11/3/60 

S 257  (4)  3.788 

G.  E,  Marshall 

Gr, , Agg.  Surf, , 

1/21/60 

160  Cal. 

6/13/60 

Shutdown 

86 

Tampico -Glasaow 

$319,270.75 

and  Dr, 

Days 

11/7/60 

Division  430  - Lewistown 

S 68  (4)  U-1  10,502 

Nilson-Smith 

P.M.  Bit.  Surf. 

11/22/60 

150  Cal. 

Not  Started 

Hilger-Winifred-Big  Sandy 

$267,414.00 

Days 

U 103  (7)  U-1  0.325 

Walling  Const. 

Gr. , Agg. Surf.  6 

3/22/61 

120  Cal. 

Not  Started 

Lewistown -Roy 

$52,716.90 

P.M.  Bit,  Surf. 

Days 

F 333  (23)  U-1  11.832 

W. Christensen 

Gr. , Agg, Surf,  & Dr. 

2/17/60 

200  Gal. 

3/28/60 

Completed 

Grass  Range-Malta 

$366,519.69 

Days 

3/21/61 

F 333(27)U1,F  26(6)  11.218 

Peter  Kiewit 

Gr,  jC.S.Base,  P.M. 

2/21/61 

220  Cal. 

Not  Started 

U1 ,Roundup-G, Range-Malta 

$723,297.09 

Days 

F 333(27)  U2  - - 

W, P, Roscoe 

4 Cone,  Brs,  346' 

2/21/61 

9/30/61 

3/13/61 

Fair  8 

2 

Grass  Range-Malta 

$105,347.91 

F 333(29)  U1  11.832 

R, J.Sundling 

C.S.Base  & P.M. 

3/22/61 

150  Cal. 

Not  Started 

Grass  Range-Malta 

$545,557.75 

Bit.  Surf, 

Days 
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MONTHLY  ^gJSTUUCTION  HEPORT 
Month  End^q  March  31,  1961 

DISTRICT  FIVE  - BILLINGS 

Division  510  - Billings 


I 90-8  (7)  394 

— 

W.R. Cahoon  Co. 

558.0'  St.  Br. 

9/28/60 

12/31/60 

10/28/ oO 

Fair 

16 

31 

Reed  Foint-Colurabus 

S280,204.39 

I 90-8  (8)  438  U-1 

6„423 

Long  Const. 

Gr.  ,Agg,Surf,  ,P.M.  S.  , 

11/17/59 

300  Os  1 0 

il/23/59 

Shutdown 

83 

Mo  ssraa in -Billings 

$1 , 556 , 610. 26 

Dr.  & 153.0'  UP  G Front, Road 

Days 

11/2/60 

I 90-8  (8)  438  U-2 

6.423 

McRae's  S.O, S. 

Fencing 

11/17/59 

100  Cal. 

4/5/60 

Poor 

2 

7 

Mo ssma in -Billings 

$33,140. 22 

Days 

I 90-8  (10)  451 

— 

W.R. Cahoon  Co. 

937.75'  St.  Br. 

6/8/60 

6/ 30/62 

6/22/60 

Good 

24 

66 

Yellowstone  River  Br, 

$808,983.80 

S 132  (3) 

8.235 

R. J.Sundling 

Ayg.Surf,  G P.M.S. 

5/25/60 

100  Cal. 

T/6/60 

Shutdown 

93 

Billings-South 

$208,941.85 

Days 

9/15/ 60 

S 322  (5)  U-2 

5.109 

Myrl  Clark 

Gr. .Agg.Surf. , P.M.S. 

4/20/60 

200  Cal. 

6/ 20/ 60 

Shutdown 

94 

Hardin -SarpY 

$317,203.50 

G Dr. 

Days 

10/ 6/ 60 

Division  520  - Miles 

City 

I 94-4  (3)  134 

Sornsin  & 

268.0’  S.  6 C,  OP 

2/19/60 

7/31/60 

3/31/60 

Suspended 

-- 

91 

Miles  City-E.  C W, 

Tri -State  Exc. 

290,0'  S,  G C.  Br.  G 

153.0'  OP 

2/23/61 

$324,466.92 

I 94-4  (5)  127  U1 

8,550 

Peter  Kiewit 

Gr. , Agg. Surf, ,P, M, S, , 

2/ 16/ 60 

400  Cal. 

4/1/60 

Shutdown 

57 

C F 135  (17),  M.City- 

$2,657,498.45 

Dr,  G 214.5'  C. 

Days 

12/3/60 

West,Forsyth-M,City 

Interchange 

I 94-4  (5)  127  U2 

8.550 

R. J.Sundling 

Fencing 

2/ ] 6/ 60 

150  Gai. 

5/ 23/ 60 

Shutdown 

87 

Miles  City-West 

$35,986.25 

Days 

11/0/60 

S 184  (3) 

15.363 

Husman  Bros. 

Gr. , Agg.  Surf , G Dr. 

5/25/ 60 

210  Cui, 

6/21/60 

-- 

14 

87 

Hammond -Ridg way 

$307,075,10 

Days 

F 262  (12) 

11.000 

Myrl  Clark 

Stabilization  of 

5/25/60 

100  Cal. 

7/25/ 60 

Shutdown 

92 

Broadus-rtyo,  Line 

$265,926.22 

Agg. Surf. ,P,M. S. 

Days 

9/9/60 

S 388  (1) 

8.615 

Cus  ivl. Albert 

Gr. , Agg, Surf, ,P,M. , 

7/20/60 

150  Cal. 

8/12/60 

-- 

-- 

64 

Miles  City-Kinsev 

$495,857.73 

Dr.  G 198.0'  C.  Br. 

Days 

i . n'Ji  I -'’.I I 


•iij  ,.tci 

,et)  -inono'J.Ji.W 

ea  .i-os  ,001:^ 

I ‘ •'ja 

^ i ^ f 1 

, :I  J .iG 

c)S.L“:  i«; 

■jii  1 !;  !t9 

,■'  ^ g. 

- , j/i 

,1 'j  rfoofis  .■•  ,W 

oa.eaV'.fW 

= ■ i'.  , :V  - 

■.'■ij:  tb.’isrK  el  ..Ii 

ynCK'  I ^ 

• -v -C 

■■■  ■ 

^'ll.J.jffa 

i.H'‘  t lUfctfr _ JjU  " ■ . ' > i ft,l V I U 


*■ 

^ *.i>j 


■ ;.'r  ■; I 

.l-U  I'.t:; 

gn  r 1 i lU- : ■ i gtM  ^ 

^:.  u B». 

«.  ^ni  1. 1 i.i.: 

^ ici.  U):>  a-o<>n 

-Jll  ^3VlS  MiUiiiipioilft/ 

;.'>  >£!  a 

^ I ' J Sj  (:  ■ <'"  'i  y il't  ill  a 
V<jlS^.-;’;  j^-'lSiU 

jSrS  - V>£'.’  . jio?.;^lvtO 

~ f-'il  (tf  f'-Vv.i 

.'■'  '■^'’  s ijtcw 


y'<n  .c 


-)c 


UCL  » ■ 


'<  H ..C 


'-}  Ti.f  i&y  t-'le  r, 

,(it)  r.er  "i:,  r>  - 
: .;. 'J  J"  ;U} yaTo'^'^ . i , ,< 
: i ’i!ii  (5)  ^-■^^^  1 t 

i7s->,i~y4  j ij  g;'.,[i=^  , 

M.:.i  A.bi  ^ 


!)■•  r ^ 


V Hi  li 


' . ' f 
.:  :.J: 


U; 

■ ■;■./.  = .'  J.M~  V .t  i.  J gfi  i i M 


f 


STATE  HIGHWA?®ioMMISSION 
CONSTRUCTION  DEPARTMENT 


MONTHLY  CONSTRUCTION  REPORT  )r 

Month  ^dinq  April  30.  1961  OC-^LC^  I ^ cj  / / i U-^f 


Projects  and 

Contractor  and 

Contract 

Date 

Work 

Location 

Mileage  Bid  Price 

Type 

Awarded 

Completion 

Began 

Progress 

DISTRICT  ONE  - MISSOULA 

Division  110  - Missoula 

I 90-1  (6)  43  U-1 

6.686 

Zook  Bros. 

Gr. .Agg.Surf. ,P.M.S, , 

1/21/60 

330  Cal. 

3/29/60 

Shutdown 

Superior-East  & West 

$1,096,572.11 

Dr,  G 17,25*  Sep, 

Days 

1 1/14/60 

I 90-1  (6)  43  U-3 

6,686 

Parker  & Knez 

Fencing  G Cattle  Gd, 

1/21/60 

100  Cal. 

5/25/60 

Fair 

Superior-East  & West 

$67,742.37 

Days 

I 90-3  (5)  157  U-1 

4.991 

Highway  Prot. 

Signing  G Delineation 

10/28/59 

50  Cal. 

9/ 13/60 

Shutdown 

I 90-1  (7)  60  U-1 

Corp, 

Days 

4/24/61 

Tarkio-Missoula 

I 90-3  (8)  180  U-1 

8.603 

Holland  Const, 

Gr. .Agg.Surf,  ,P,M. 

5/25/60 

300  Cal. 

6/13/60 

Fair 

& F 184  (14).  Deer 

$1,565,955.46 

Bit, Surf,  G Dr, 

Days 

Lodge-No,  & So,  & 

Bearmouth-Deer  Lodge 

I 90-3  (8)  180  U-2 

— 

Mont.  Engr, 

6 Prestress, Cone.  G 

5/25/60 

8/31/60 

7/13/60 

Good 

Deer  Lodge-No,  & So, 

$353,363.43 

2 Reinf,  Cone.  Brs, 

I 90-3  (8)  180  U-3 

8.603 

Colo, Fuel  G Iron-Fencing  G Cattle  Gd, 

5/25/60 

100  Cal. 

6/21/60 

Suspended 

Deer  Lodge-No,  C So, 

$54,373.04 

Days 

1/26/ 61 

F 215-D,S  218  (4), 

2.649 

Asphalt  Const. 

Traffic  Sig. ,Gr, ,Grav, 

4/19/61 

130  Cal. 

Not  Started 

S 218  (5),S-US  220  (2) 

$92,575.56 

Surf. ,P.M, Surf.  .Seal 

Days 

C S 298  (2),Msla,  Sts, 

G Cover 

S 221  (!) 

4.961 

Bud  King  Const. 

Gr. (Agg.Surf. 

11/22/60 

150  Cal. 

1 2/6/60 

Shutdown 

Thompson  Falls-West 

$295,297.38 

Days 

4/11/61 

F 236  (16)  & F 267 

29.812 

S. Arkwright 

Raise  Grades,  Agg, 

7/1/60 

180  Cal, 

7/28/60 

Fair 

(11) .Bonner-Ovando 

$984,257.75 

Surf,  G P.M.S. 

Days 

F 259  (9)  U-1 

14.498 

Nilson-Srnith 

P.M,  Bit,  Surf, 

10/26/60 

120  Cal. 

1 1/28/60 

Good 

Hamilton -Florence 

$248,655.26 

Days 

S 291  (4) 

6.346 

F G S Contr, 

Gr, , Agg, Surf . G 

4/20/60 

160  Cal. 

5/18/60 

Shutdown 

Avon-Helmville 

$362,896.40 

P.M.S. 

Days 

10/11/60 

S 328  (1) 

1.215 

Bud  King  Const, 

Gr. .Agg.Surf,  ,R,Mix 

4/19/61 

200  Cal. 

Not  Started 

Conner  Cutoff 

$228,546.43 

Bit, Surf, , Dr,  G 2 C.Strs. 

Days 

SMP  4599,  Sanders, Lake 

» 

Chas, J, Shannon 

Crushing  G 

8/23/60 

150  Cal, 

9/19/60 

Completed 

Missoula, Mineral .Granite 

$128,702.50 

Stockpiling 

Days 

4/10/61 

Division  120  - Kalispel 1 

S 7 (6)  U-1 

6.549 

United  Paving 

Gr. (Agg.Surf, ,P.M. 

3/22/61 

150  Cal, 

4/12/61 

Fair 

Kalispell -Half  Moon 

$457,921.94 

Bit. Surf.  G Dr. 

Days 

U 58  (23),  U 257  (14) 

2.241 

United  Paving 

Gr.  .Agg.Surf.  ,P. M. 

10/28/59 

150  Cal, 

12/14/59 

Shutdown 

Ul,  F 270  (7)  Ul.Manicke- 

$363,855,17 

Surf,  G Dr, 

Days 

10/6/60 

Kalispel] -West-Whitef ish 


Men  % 
Emp.Compo 

7 74 

4 48 

2 99 

58  70 

9 68 

76 

72 

45  30 

17 
90 
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MONTHLY  C(|LYrRUCTION 
Month  EndSI  April  30 

REPORT 
. 1961 

T 

1 

Division  120  (Continued) 

S 65  (4)  U-1 

4.858 

Zook  Bros. 

Gr. ,Agg.Surf. ,Bit, 

1.1/22/60 

180  Cal. 

11/19/60  Suspended 

30 

13 

Clearwater -Big  Fork 

$512,338.14 

Surf,  & Dr. 

Days 

3/ 6/6] 

ROW  S 65  (4) 

Bohleen  & Duke 

Fencing 

11/22/60 

60  Cal, 

Not  Started 

Clearwater-Big  Fork 

$1,620.75 

Days 

F 191  (20)  U-t 

7.300 

Curtis  Const. 

Gr, , Agg.Surf,  ,P, M, 

3/22/61 

150  Cal, 

4/4/61  Fair 

8 

10 

Pablo-Kalispell 

$281,156.53 

Bit, Surf,  & Dr, 

Days 

F 191  (21)  U-1 

7.247 

United  Paving 

Widening,  Agg.Surf, 

4/19/61 

120  Cal. 

Not  Started 

Pablo-Kalispell 

$252,742.13 

G P,M.Bit.Surf. 

Days 

F 260  (9) 

6.173 

Armstrong  & Sons 

Steel  Guard  Rail 

4/19/61 

100  Cal. 

Not  Started 

West-East  Glacier 

$45,393.75 

Days 

SMP  1599, Flathead, 

Wm.W, Strever 

Crushing  G 

3/16/60 

150  Cal, 

6/21/60 

100 

Lake  & Lincoln 

$124,470,00 

Stockpiling 

Days 

DISTRICT  TWO  - BUTTE 

Division  210  - Butte 

S 9 (9)  U-1 

8.498 

Albert  Lalonde 

Agg.Surf.  G P,M, 

10/26/60 

90  Cal, 

Not  Started 

Cardwell -Boulder 

$177,992.36 

Days 

I 15-1  (11)  37  U-1 

7.775 

Nilson-Smith 

Gr. , Agg.Surf, ,P,M, 

3/22/61 

400  Cal, 

Not  Started 

Idaho  Line-Dillon 

$1,043,487,45 

Bit, Surf,  G Dr, 

Days 

I 15-1  (11)  37  U-2 

R,  Huckaba 

4 Prestress, Cone, 

3/22/61 

6/30/62 

4/17/61  Fair 

3 

0 

Idaho  Line-Dillon 

$222,558.72 

Beam  Struc. -567,0* 

I 15-1  (11)  37  U-3 

4.5 

Hildreth  Const, 

Fencing 

4/17/61 

200  Cal, 

Not  Started 

Idaho  Line-Dillon 

$29,997.97 

Days 

I 15-2  (7)  127 

— 

Peter  Kiewit 

168,0*  Dual  Struc. 

8/24/60 

6/30/60 

9/19/60  Poor 

6 

48 

Butte-Urban 

$98,891.58 

I-ING  15-2  (8)  118 

4.245 

Peter  Kiewit 

Gr. , Agg.Surf,  ,P, M, 

4/22/59 

330  Cal, 

6/16/59  Shutdown 

14 

Q4 

Dillon-Butte 

$1,360,740,95 

Bit. Surf, , Dr,  3 C.OPs 

Days 

11/2/60 

I 15-2  (10)  118 

4.245 

C, B.Lauch 

Signing  G Delineationll/1/60 

90  Cal, 

Not  Started 

Dillon-Butte 

$13,009.27 

Days 

S 35  (10) 

15.894 

S. Birch,  Inc, 

Agg.Surf,  G P, M, 

8/24/60 

1 60  Ca I , 

4/4/61  Good 

24 

24 

Jackson-Dillon 

S, Birch  & Sons 

Bit,  Surf, 

Days 

$271,297.21 

F 43  (14)  U-2 

1.895 

Naranche  & Konda 

Gr, , Agg.Surf, ,B,S,T. 

2/17/60 

100  Cal, 

6/14/60  Shutdown 

99 

Wisdom-Divide 

$137,266.67 

G Dr. 

Days 

10/5/60 

F 43  (15)  U-1 

31,359 

Nilson-Smith 

P.M,  Bit, Surf, 

10/26/60 

150  Cal. 

Not  Started 

Wisdom-Divide 

$381,402.49 

Days 

F 68  (9) 

6.089 

Naranche  G Konda 

Gr, , Agg.Surf,  ,P„M,S, 

7/1/60 

50  Cal, 

8/2/60  Good 

31 

65 

Anaconda-East 

$800,519.87 

G Dr. 

Days 

S 160  (1) 

Schye  & Sullivan 

224,5’  Prestress,  Br. 

,9/28/60 

6/30/ 61 

10/24/60  Good 

9 

86 

Silver  Star-Waterloo 

$106,856.78 

ROW  S 304  (2) 

4,0 

Skinner  Enter, 

Fencing 

1/25/61 

90  Cal. 

2/22/61  Completed 

Anaconda-Galen 

$3,543.96 

Days 

4/25/61 
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MONTHLY  CCmSTRUCTION  REPORT 
Month  EndK^  March  31,  1961 


Division  210  - Continued 


S 304  (5)  6.694 

Anaconda-Gaien 

SMP  1299, Beaverhead,  

Jefferson . Madi son , S, Bow 

Holland  Const.  Gr. ,Dr„  G Agg.Surf, 
$144,873.50 

Naranche  & Konda-Crushing  G 
$68,650.00 

11/22/60 

9/28/60 

150  Cal. 
Days 

130  Cal, 
Days 

3/ 6/60 

12/5/60 

Fair- 

Completed 

4/11/61 

13 

38 

Division  220  - Bozeman 

ROW  FHP  60 -A 

9.0 

Peter  Kiewit 

Fencing 

8/24/60 

150  Cal, 

9/29/60 

Shutdown 

5 

Raynolds  Pass-Ennis 

$49,840.95 

Days 

11/14/60 

I 90-7  (4)  330 

___ 

W.R, Cahoon  Co, 

Dual  7320.42’  S,  G 

11/18/59 

9/30/61 

12/16/50 

Good 

19 

81 

Livingston-E«  G W, 

$642,857.48 

C. Structures 

I-IG  90-7  (9)  327  U1 

12.087 

Bud  King  G 

Gr. , Agg.Surf. ,P,M, 

12/21/60 

350  Cal. 

1/25/61 

Good 

L12 

15 

& F 185  (6)  U1 

McLaughlin ,Inc. 

Bit. Surf, ,Dr.  G 

Days 

Livingston-So&E,  & W, 

$3,134,965,16 

Irr,  Facil. 

I-IG  90-7  (9)  327  U2 

— 

SchultzG  Lindsay 

1,486.5’  CGS  OP 

12/21/60 

6/30/62 

1/30/61 

Good 

21 

11 

Livlngston-S,  & E, 

$505,374,87 

I-IG  90-7  (9)  327  U3 

12.087 

Lahren  Const. 

Fencing 

12/21/60 

150  Cal. 

3/14/61 

Poor 

7 

27 

& F 185  (6)  U3 

$66,821.50 

Days 

Livingston-S.GE.  & W, 

I-IG  90-7  (9)  327  U4 

4.21 

S, Birch,  Inc,  G 

Gr. .Agg.Surf. ,P.M. 

9/28/60 

120  Cal. 

10/24/60 

Good 

35 

27 

G F 13  (6)  U1 

S, Birch  G Sons 

Bit,  Surf.  G Or, 

Days 

- 

Livingston-South 

$292,065.41 

F 217  (12)  Ul.F  217 

24.815 

Bud  King  G 

Gr, , Agg.Surf. ,P,M. 

1/25/61 

180  Cal. 

2/28/61 

Fair 

20 

7 

(13)  Ul,  S 273  (3)  U1 

McLaughlin , Inc, 

Bit,  Surf,  G Dr, 

Days 

Gardiner -Livings ton 

Pray  Siding-Mill  Creek 

ROW  F 217  (13) 

2.712 

Bohleen  G Duke 

Fencing 

2/21/61 

90  Cal. 

3/29/61 

Completed 

Gardiner -Livingston 

$4,969.87 

Days 

4/19/61 

S 370  (12) 

5.760 

A.Lalonde 

Gr, , Agg.Surf , G Dr, 

8/24/60 

200  Cal, 

10/25/60 

Fair 

27 

50 

Bozeman-Wilsall 

$470,572.42 

Days 

DISTRICT  THREE -GREAT  FALLS 

Division  310  - Great 

Falls 

S 2 (7) 

7.262 

Dillsworth  G 

Gr,  .Agg.Surf.  ,P,M.S. 

8/11/59 

180  Cal. 

8/12/59 

Shutdown 

96 

Helena-Flesher -Lin coin 

Maronick 

G Or. 

Days 

9/11/60 

$366,116.30 

I-IG-ING  15-4(4)  182 

2,770 

Hilde  Const. 

Gr, .Agg.Surf, .Bit, 

9/28/60 

300  Cal. 

10/12/60 

Good 

67 

37 

U2  & F 214  (3)  U2 

$1,129,813.43 

Surf ,, Dr, .Dual  260.5 

’ St,  UP 

Days 

Helena-South 

I-IG-ING  15-4(4)  182 

2.770 

Ken  Larson  Exc. 

Fencing  G Cattle  Gds, 

.9/28/60 

100  Cal, 

10/12/60 

Good 

2 

28 

U3,  Helena-South 

$43,314.43 

Days 

I-IG-ING  15-4(4)  184 

Sletten  Const, 

Dual  S.GC.  OP 

6/19/59 

11/30/60 

7/20/59 

Fair 

9 

02 

Ul,  G,N.  G N.P. .Helena 

$569,389.84 

1-15-5  (9)  275  Ul 

8.337 

Interstate  Con, 

Gr, , Agg.Surf , G Dr. 

7/22/59 

400  Cal, 

8/5/59 

Shutdown 

95 

Sun  River-Great  Falls 

$2,629,104,83 

Days 

10/31/60 

,l'i.'5i 

,>i'ii';:i4  ‘•3’,  J»fii?  ft:?> 

' t .'.  i'!.¥jt,iJ  T i /VI 

,-!fs(5st! .;’■' 


. ■ V- 

. . ; A 1 

, ■ /’  .I 


.'ik 


ii'LA 


Jil 


MONTHLY  C(MSTRUCTION 
Month  End^y  Aoril  30 

REPORT 

^961 

Division  310  - Continued 

I 15-5  (9)  275  U3 

8,337 

F.Strandberg 

Fencing 

Sun  River-Great  Falls 
I 15-5  (13)  239  U1 

9.702 

$30,093.40 
Baltrusch  Co. 

Gr. .Agg.Surf. ,P,M, 

Hardy  Creek -Cascade 

$1,741,788.17 

Bit, Surf,  & Dr. 

I 15-5  (13)  239  U2 

A 6 B Const, 

3 Interchanges  & 

Hardy  Creek -Cascade 

$220,912.08 

82.0'  Cone.  OP 

I 15-5  (13)  239  U3 

9.702 

Boulet  Const, 

Fencing 

Hardy  Creek -Cascade 

F 235  (27)  U-1 

5.113 

$60,050.85 
S.Birch  & 

Gr. .Agg.Surf. ,P.M. 

Armington-Lewistown 

S, Birch  & Sons 

Bit. Surf, ,Dr. ,3-81 

S 329  (4)  U-1 

10,276 

$477,170.89 
Maronick  Const. 

Agg.Surf, ,P.M. Bit, 

Great  Falls -So, 

$396,664.75 

Surf.  & Dr. 

S 330  (1)  U-1 

2.527 

Hilde  Const. 

Gr. , Agg.Surf. ,P.M, 

East  Helena-S,W, 

$119,955.70 

Bit, Surf.  & Dr. 

U-F-FG  395  (4) 

Robertson&Cave 

1,125.75’  S.&  C.  B 

Great  Falls  Sts, 

$1,139,281.67 

Division  320  - Havre 


S 13  (5)  U-1 

5,288 

O’Neil  Const. 

Gr. , Agg.Surf.  ,P.M. 

Rudyard-Goldstone 

$327,239.94 

Bit, Surf,  & or. 

I-IG  15-8  (6)  379  UJ 

4.783 

Baltrusch  Co. 

Gr, , Agg, Surf. , P, M. S, , 

& S 366  (5), Sunburst 

-No, 

$760,829.24 

313.0’  OP,  168.0’  Int 

I-IG  15-8  (6)  379  U2 
Sunburst -No. 

4.235 

F.Strandberg 

$38,746.00 

Fencing  & Cattle  Gd. 

I 15-8  (10)  379 

4.235 

F.Strandberg 

Signing  G Delineation 

Pondera  Co. -Can, Line 

Rd, 

$12,315.80 

F 208  (3) 

0, 866 

Billings  Const. 

Gr, , Agg, Surf , ,RM0  & 

Babb-Piegan 

$136,577.00 

121.5'  Cone,  Br. 

S 2)9  (4) 

7.994 

Gibson  Const. 

Gr, , Agg. Surf.  ,P,M,S. 

Big  Sandy-Rudyard 

$253,960.78 

C Dr, 

F 220  (7) 

0.492 

Mountain  Const. 

Gr. , Agg.Surf . ,R,  M.Bit 

Cutbank-East  & West 

$68,063,35 

Surf,  C Dr. 

S 242  (1) 

4, 367 

O'Neil  Const, 

Gr,  .Agg.Surf,  .P.M, S.  , 

Box  Elder-West 

$193,898.31 

Dr,  & 75’  T.T.  Br. 

S 266  (1) 

Browning -Babb 

9.789 

Billings  Const. 
$584,286.07 

Gr. , Agg.Surf , C Dr. 

S 303  (4) 

5.269 

O’Neil  Const, 

Gr. , Agg,  Surf.  ,P.M,  S. 

Chester-South 

$214,668.37 

t Dr. 

SMP  1803-04-42 
Junction  Highway  #89 

MacRae  Enter, 
$19,404.00 

Sectionhouse 

7/22/59 

100  Cal , 

3/28/60 

Shutdown 

90 

3/22/61 

Days 

420  Cal. 

4/24/61 

11/11/60 

Fair 

13 

1 

3/22/61 

Days 

10/31/61 

4/17/61 

Good 

7 

3 

3/22/61 

3/22/61 

200  Cal. 
Days 

180  Cal. 

Not  Started 

4/20/61  Fair 

5 

1 

Brs. 

2/21/61 

Days 

160  Cal. 

3/24/61 

Good 

38 

21 

3/22/61 

Days 

130  Cal. 

4/21/61 

Good 

2 

2/17/60 

Days 

10/31/61 

3/15/60 

Good 

18 

80 

3/27/61 

200  Cal. 

4/26/61 

6 

0 

10/28/59 

Days 

240  Cal. 

4/5/60 

Poor 

23 

69 

xh. 

10/28/59 

Days 

100  Ca J . 

5/16/60 

Shutdown 

92 

10/26/60 

Days 

90  Cal. 

12/5/60 

11/3/60 

Shutdown 

45 

7/1/60 

Days 

50  Gal. 

7/11/60 

12/7/60 

Fair 

11 

49 

10/28/59 

Days 

140  Cal. 

7/1/60 

Fair 

6 

73 

8/24/60 

Days 

100  Cal. 

9/22/60 

Fair 

63 

6/20/60 

Days 

150  Cal. 

8/9/60 

Shutdown 

61 

6/ 2/ 60 

Days 

220  Cal. 

6/20/60 

10/28/60 

Shutdown 

72 

2/17/60 

Days 

140  Cal. 

4/7/60 

11/20/60 

Shutdown 

92 

10/26/60 

Days 

7/31/61 

11/3/60 

10/18/60 

85 

t 


MONTHLY  CnHyTRUCTION  REPORT 
Month  Ending  April  30,  1961 
DISTRICT  FOUR  - GLENDIVE 

Division  410  - Glendive 


I 94-6  (2)  216  4.184 

Glendive-East 

S 258  (3)  6,723 

Rock  Springs-Van  Norman 

S 361  (10)  U-1  5.489 

Presserville-Girard-Fairview 
F 391  (13)  & S 31  (5)  9.716 

Circle -Sidney -Northwest 

General  Ins,  Co, 
$762,435.42 
O'Neil  Const, 
$180,511.91 

A,  Lalonde 
$325,783.80 

A.  Lalonde 
$351,184.65 

,Gr,  ,Agg,Surf.  ,P.M, , 
Dr. ,&  17.25®  Sep. 

Gr, , Agg.Surf. ,Dr. 

Gr, , Agg.Surf,  ,P,  M.S. 
G Dr. 

.Agg.Surf,  ,P,M. S, 
G Dr, 

Division  420  - Wolf 

Point 

R-AD  5 (2) 

3.023 

Lloyd  Lockrem 

Gr,  and  Agg.Surf. 

Whitetail  Access  Road 

$25,391.88 

S 8 (10)  U-1 

8.976 

Baltrusch  Const 

.Gr, ,Agg, Surf. ,P, M. S, 

Scobey-Opheim 

$334,565.02 

G Dr, 

F 84  (27),  F 84  (28) 

14.596 

A,  Lalonde 

Gr, , Agg.Surf,  .P.M. S. 

& F-FG  273(11), Wolf 

$758,200.96 

G Dr. 

Point-No, Dak, Line  G Sidney-Culbertson 

F 84  (29)U1,F  144(4) 

27.561 

Richardson  Co. 

P.M.Bit,  Surf, 

U1,F  189(5)U1  & F 232 

$376,573.84 

(4)  U1 ,W, Point-No, Dak, 

Line 

S 180  (1) 

7.635 

Hilling  Const, 

Gr. , Agg, Surf 0 jDr,  G 

Bain vi lie -No, Dakota 

$196,829.49 

100’  rr  Br, 

F 189  (4)  U1  G F 232 

8,184 

Richardson  Co, 

Gr,  .Agg.Surf.  ,P,  M,  S, 

(3),  Nashua-W, Point 

$411,081.48 

G Dr. 

S 257  (4) 

3.788 

G.E, Marshall 

Gr, , Agg.  Surf , , G Dr, 

Tampico -Glasqow 

$319,270,75 

Division  430  - Lewistown 


S 68  (4)  U-1  10,502 

Hi Iger-Winifred-Big  Sandy 

U 103  (7)  U-1  0.325 

Lewistown -Roy 

F 333  (27)U1,F  26(6)  11.218 

U1  ,Roundup-G,Hange-Malta 

F 333  (27)  U2  — - 

Grass  Range-Malta 

F 333  (29)  U1  11.832 

Grass  Range-Malta 

Nilson-Smith 
$267,414,00 
Walling  Const. 
$52,716.90 
Peter  Kiewit 
$723,297,09 

W, P.Roscoe 
$105,347.91 

R, J„ Bundling 
$545,557.75 

P.M.Bit,  Surf, 

Gr, , Agg.Surf , G P, 
Bit, Surf , 

Gr,  ,C,  S.Base,  P,M, 
Bit, Surf.  G Dr, 

4 Cone,  Brs,  346® 

C.S.Base  G P.M. 
Bit.  Surf, 

DISTRICT  FIVE  - BILLINGS 

Division  510  Billings 

I 90-8  (7)  394  

W.R.Cahoon  Co. 

558.0’  St.  Br, 

Reed  Point-Columbus 

$280,204.39 

4/22/50 

1/25/61 

12/21/60 

7/1/60 

3/22/61 

11/22/60 

2/17/60 

8/24/60 

2/21/61 

4/20/60 

1/21/60 


11/22/60 

3/22/61 

2/21/61 

2/21/61 

3/22/61 


270  Cal. 

5/22/59 

Shutdown 

Days 

9/13/60 

97 

200  Cal, 

Not  Started 

Days 

180  Cal. 
Days 

4/10/61 

Poor 

4 

4 

100  Cal. 

8/18/60 

Shutdown 

97 

Days 

10/24/60 

93 

100  Cal, 
Days 

4/13/61 

Good 

7 

33 

180  Cal. 
Days 

3/29/61 

Good 

24 

18 

180  Cal. 

5/4/60 

Shutdown 

91 

Days 

10/1/60 

130  Cal, 

9/23/60 

Shutdown 

47 

Days 

10/31/60 

200  Cal. 
Days 

3/28/61 

Poor 

4 

12 

200  Gal, 

5/ 16/ 60 

Shutdown 

80 

Days 

11/3/60 

160  Cal , 

6/13/ 60 

Shutdown 

86 

Days 

11/7/60 

150  Cal, 
Days 

4/4/61 

Poor 

14 

9 

120  Cal, 
Days 

4/7/61 

Poor 

11 

11 

220  Cal. 
Days 

4/11/61 

Poor 

7 

3 

9/30/61 

3/13/61 

Good 

11 

14 

150  Cal. 
Days 

4/18/61 

Poor 

-- 

1 

9/28/60  12/31/60  10/28/60  Poor 


13  75 
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MONTHLY  Cr|iSTRUCTION  REPORT 
Month  Endrr.v(  April  30,  1961 


Division  510  - Continueci 


I 90-8  (8)  438  U-1 

6, 423 

Long  Const, 

Gr.  .Agg.Surf,  ,P,M.S, , 

11/17/59 

300  Cai. 

11/23/59 

Poor 

85 

Mosstna  in -Billings 

$1,556,610.26 

Dr.  ,153.0’  OP  & Front 

.Road 

Days 

I 90-8  (8)  438  U-2 

6.423 

McRae’s  S.O.S, 

Fencing 

11/17/59 

100  Cal. 

4/5/60 

Poor 

4 

15 

Mossmain -Billings 

$33,140.22 

Days 

I 90-8  (10)  451 

— 

W.R, Cahoon  Co. 

937.75’  St.  Br. 

6/8/60 

6/30/62 

6/22/ 60 

Poor 

23 

75 

Yellowstone  River  Br, 

$808,983.80 

S 132  (3) 

8.235 

R,  J.  Sundling 

Agg.Surf.  & P,  M,  S. 

5/25/60 

100  Cal. 

7/6/60 

Shutdown 

93 

Billings-South 

$208,941.85 

Days 

9/15/60 

S 322  (5)  U-2 

5.109 

Myrl  Clark 

Gr.  .Agg.Surf.  ,P.M. S, 

4/20/60 

200  Cal. 

6/20/60 

Shutdown 

94 

Hardin -Sarpy 

$317,203.50 

& Dr. 

Days 

10/6/60 

Division  520  - Miles 

) City 

F 86  (19) 

1.148 

Northern  Imp. 

Gr,  .C.S.Base,  P. M. 

4/19/61 

130  Cal. 

Not  Started 

Mont,  Ave, -Baker 

$165,351.46 

Bit,  Surf,  & or. 

Days 

I 94-4  (3)  134 

Sornsin  & 

268.0'  S.  & C.  OP 

2/19/60 

7/31/60 

3/31/60 

Good 

11 

94 

Miles  City-E,  6 W, 

Tri -State  Exc, 

290.0’  S.  G C.  Br.  G 

153.0'  OP 

$324,466.92 

I 94-4  (5)  127  U1 

8.550 

Peter  Kiewit 

Gr.  .Agg.Surf.  ,P,M.S, , 

2/16/60 

400  Cal. 

4/1/60 

Fair 

51 

58 

F 135  (l7),M,City- 

$2,657,498.45 

Dr.  G 214.5'  C. 

Days 

West,  Forsyth -M, City 

Interchange 

I 94-4  (5)  127  U2 

8.550 

R, J, Sundling 

Fencing 

2/16/60 

150  Cal. 

5/23/60 

Poor 

3 

87 

Miles  City-West 

$35,986.25 

Days 

I 94-4  (6)  136  U1  C 

12,442 

Peter  Kiewit 

Gr. .Agg.Surf, .Gone. 

4/19/61 

400  Cal. 

Not  Started 

F 86  (20)U1,M, City-E. 

$2,849,375.73 

Pave, jP.M.Bit. Surf. 

Days 

G 4 cone,  Struc, 

I 94-4  (6)  136  U2 

11.597 

W. Mack  in  & Son 

Fencing 

4/19/61 

200  Cal. 

Not  Started 

Miles  City-East 

$62,799.00 

Days 

F 156  (11)  U2 

Holm  Const. 

138.0'  C.  Br. 

4/19/61 

11/30/61 

Not  Started 

Olive-Miles  City 

$49,164.09 

S-4B4-f3> 

L5.J16i3 

Husman  Bros. 

Gr. .Agg.Surf.  G Dr. 

5/25/60 

210  Cal. 

6/21/60 

Completed 

H ammon  d - Ri  dg  wa  y 

$307,075.16 

Days 

4/20/61 

F 262  (12) 

11.000 

Myrl  Clark 

Stabilization  of 

5/25/60 

100  Cal. 

7/25/60 

Shutdown 

92 

Broadus-Wyo,  Ling 

$265,926.22 

Agg.Surf.  ,P.M.S. 

Days 

9/9/60 

S 388  (1) 

8.615 

Gus  M.  Albert 

Gr.  .Agg.Surf.  ,P,M.  , 

7/20/60 

150  Cal, 

8/12/60 

Fair 

6 

64 

Miles  City-Kinsev 

$495,857.73 

Dr.  G 198.0'  C.  Br. 

Days 

V- 
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STATE  HIGHWAY  COMMISSION 
CONSTRUCTION  DEPARTMENT 


MONTHLY  CONSTRUCTION  REPORT  \r 

Month  Ending  May  31,  .1961  ocic 


Projects  and  Contractor  and  Contract  Date  Work  Men  % 

Location  Mileage  Bid  Price  Type  Awarded  Completion  Began  Progress Enig 5.Corng^^ 


DISTRICT  ONE-  MISSOULA 

Division  110  - Missoula 

I 90-1  (6)  43  U-1 

6.686 

Zook  Brso 

Gr. ,Agg.Surf. ,P.M.S. , 

1/21/60 

330  Cal. 

3/29/60 

Shutdown 

10 

75 

Superior-East  & West 

$1,096,572.11 

Dr.  G 17.25'  Sep. 

Days 

11/14/60 

I 90-1  (6)  43  U-3 

6.686 

Parker  & Knez 

Fencing  G Cattle  Gd. 

1/21/60 

100  Cal, 

5/ 25/ 60 

Fair 

3 

50 

Superior-East  & West 

$67,742.37 

Days 

I 90-3  (5)  157  U-1 

4.991 

Highway  Prot. 

Signing  G Delineation 

10/28/59 

50  Cal, 

9/13/60 

Completed 

I 90-1  (7)  60  U-1 

Corp. 

Days 

4/28/61 

Tarkio-Missoula 

$42,658. 16 

I 90-3  (8)  180  U-1 

8.603 

Holland  Const. 

Gr. , Agg.Surf  0 ,P,  M. 

5/25/60 

300  Cal. 

6/13/60 

Fair 

54 

77 

G F 184  (14),  Deer 
Lodge-NooG  Soo  G 
Bearmouth-Deer  Lodge 

$1,565,955.46 

Bit.Surf.  G Dr. 

Days 

I 90-3  (8)  180  U-2 

_____ 

Mont.  Engr. 

6 Prestress. Cone.  G 

5/25/60 

8/31/60 

7/13/60 

Good 

15 

77 

Deer  Lodge-No.  G So. 

$353,363.43 

2 Reinf.  Cone.  Brs. 

I 90-3  (8)  180  U-3 

8.603 

Colo. Fuel  Giron 

Fencing  G cattle  Gd, 

5/25/60 

100  Cal, 

6/21/60 

Suspended 

76 

Deer  Lodge-No.  G So. 

$54,373.04 

Days 

1/26/61 

F 215-D,  S 218  (4), 

2.649 

Asphalt  Const. 

Traffic  Sig. ,Gr. ,Grav. 

4/19/61 

130  Cal. 

Not  Start 

ed 

S 218  (5},S-US  220  (2) 

$92,575.56 

Surf, ,P.M.Surf. ,Seal 

Days 

G S 298  (2),  Msla.  Sts. 

G Cover 

S 221  (1) 

4.961 

Bud  King  Const. 

Gr. , Agg.Surf. 

11/22/60 

150  Cal. 

12/6/ 60 

Shutdown 

72 

Thompson  Falls-West 

$295,297.38 

Days 

4/11/61 

F 237  (16)  G F 267 

29.812 

S, Arkwright 

Raise  Grades,  ^gg. 

7/1/60 

180  Cal. 

7/28/60 

Good 

65 

41 

(11),  Bonner-Ovando 

$984,257.75 

Surf.  & P. M.S. 

Days 

F 259  (9)  U-1 

14.498 

Nilson-Sraith 

P.M.Bit.Surf. 

10/26/60 

120  Cal. 

11/28/60 

Good 

22 

53 

Hamilton -Florence 

$248,655.26 

Days 

S 291  (4) 

6.346 

F G S Contr. 

Gr. ,Agg. Surf , G P.M.S. 

4/20/60 

160  Cal. 

5/18/60 

Shutdown 

90 

Avon-Helraville 

$362,896.40 

Days 

10/11/60 

S 328  (1) 

1.215 

Bud  King  Const. 

Gr. , Agg.Surf.  ,R. Mix 

4/19/61 

200  Cal. 

Not  Started 

Conner  Cutoff 

$228,546.43 

Bit.Surf, , Dr.  G 2 C.Strs. 

Days 

Division  120  - Kalispell 

S 7 (6)  U-1 

6.549 

United  Paving 

Gr. .Agg.Surf. ,P. M.Bit. 

3/22/61 

150  Cal. 

4/12/61 

Fair 

28 

9 

Kalispell-Half  Moon 

$457,921.94 

Surf,  G Dr. 

Days 

U 58  (23),  U 257  (14) 

2.241 

United  Paving 

Gr,  .Agg.Surf.  .P.M. 

10/28/59 

150  Cal. 

12/14/59 

Shutdown 

96 

Ul,  F 270  (7)Ul,Manicke- 
Kalispell -West- Whitefish 

$363,855. 17 

Surf.  G Dr. 

Days 

10/6/60 

S 65  (4)  U-1 

4.858 

Zook  Bros. 

Gr. .Agg.Surf,  ,Bit. 

11/22/60 

180  Cal. 

11/19/60 

Suspended 

30 

13 

Clearwater-Big  Fork 

$512,338.14 

Surf,  G Dr. 

Days 

3/6/61 

r 
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MONTHLY  '■J'lSTRUCTION 

REPORT 

i' 

Month  Endinq  May  31. 

1961 

Division  120  (Continued) 

ROW  S 65  (4) 

Bohleen  G Duke 

Fencing 

11/22/60 

60  Cal. , 

5/8/61 

Completed 

Clearwater-Big  Fork 

$1,620,75 

Days 

5/13/61 

F 191  (20)  U-1 

7,300 

Curtis  Const, 

Gr. ,Agg.Surf, ,P,Mo 

3/22/61 

150  Cal. 

4/4/61 

Fair 

10 

17 

Pablo-Kalispell 

$281,156.53 

Bit. Surf,  G or. 

Days 

F 191  (21)  U-1 

7,247 

United  Paving 

Widening ,Agg. Surf. 

4/19/61 

120  Cal, 

5/17/61 

__ 

14 

0 

Pablo-Kalispell 

$252,742.13 

G P.M, Bit. Surf. 

Days 

F 260  (9) 

6.173 

Armstrong  & son 

s-Steel  Guard  Rail 

4/10/61 

100  Cal. 

5/4/61 

Fair 

4 

8 

West-East  Glacier 

$45,393. 75 

Days 

SMP  1599, Flathead, 

Wm. W, Strever 

Crushing  G 

3/16/60 

150  Cal, 

6/  21/60 

100 

Lake  & Lincoln 

$124,470,00 

Stockoillnq 

Days 

DISTRICT  TWO  - BUTTE 

Division  210  - Butte 

S 9 (9)  U-1 

8,498 

Albert  Lalonde 

Agg.Surf.  G P.M, 

10/26/60 

90  Cal. 

5/3/61 

Fair 

7 

3 

Cardwell -Boulder 

$177,992.36 

Days 

I 15-1  (11)  37  U-1 

7.775 

Nil  son -Smith 

Gr. , Agg.Surf . ,P. M, 

3/22/61 

400  Cal. 

6/1/61 

__ 

18 

Idaho  Line-Dillon 

$1,043,487.45 

Bit, Surf,  G Dr. 

Days 

I 15-1  (11)  37  U-2 

— 

R.  Huckaba 

4 Prestress,  Cone, 

3/22/61 

6/ 30/62 

4/17/61 

Fair 

0 

3 

Idaho  Line-Dillon 

$222,558.72 

Beam  struc, -567.0’ 

I 15-1  (11)  37  U-3 

4,5 

Hildreth  Const, 

Fencing 

4/17/61 

200  Cal, 

Not  Started 

Idaho  Line-Dillon 

$29,997.97 

Days 

I 15-2  (7)  127 

Peter  Kiewit 

168.0’  Dual  Struc. 

8/24/60 

6/ 30/ 60 

0/19/60 

Poor 

6 

48 

Butte-Urban 

$98,891.58 

I-ING  15-2  (8)  118 

4,245 

Peter  Kiewit 

Gr, , Agg.Surf, ,P.M, 

4/22/50 

330  Cal, 

6/ 16/59 

Resumed 

__ 

Dil Ion -Butte 

$1,360,740,05 

Bit. Surf, , Dr,  3 C.OPs 

Days 

5/10/61 

I 15-2  (10)  118 

4,245 

C.  B,  Lauch 

Signing  G Delineation 

1 1/  1/60 

90  Cal. 

5/3/61 

__ 

Dil Ion -Butte 

$13,009,27 

Days 

S 35  (10) 

15.894 

S. Birch,  Inc, 

Agg.Surf.  G P.M. 

8/24/60 

160  Cal, 

4/4/61 

Good 

23 

30 

Jackson-Dillon 

S. Birch  G Sons 

Bit.  Surf. 

Days 

$271,297.21 

F 43  (14)  U-2 

1,895 

Naranche  GKonda 

Gr,  , Agg.Surf,  ,B,S,T. 

2/17/60 

100  Cal. 

6/ 14/ 60 

Shutdown 

00 

Wisdom-Divide 

$137,266.67 

G Dr, 

Days 

10/5/60 

F 43  (15)  U-1 

31.359 

Nil  son -Smith 

P,M.Bit,Surf. 

10/26/60 

150  Cal. 

Not  Started 

Wisdom-Divide 

$381,402.49 

Days 

F 68  (9) 

6.089 

Naranche  GKonda 

Gr, , Agg.Surf.  ,P,M.S. 

7/1/60 

50  Cal. 

8/2/60 

Good 

48 

75 

Anaconda-East 

$800,519.87 

G Dr, 

Days 

S 160  (1) 

____ 

SchyeGSullivan 

224.5’  Prestress.  Br, 

9/28/60 

6/30/61 

10/24/60 

Good 

4 

08 

Silver  Star-Waterloo 

$106,856.78 

S 304  (5) 

6.694 

Holland  Const. 

Gr. ,Dr.  G Agg.Surf. 

11/22/60 

150  Cal. 

3/ 6/60 

Good 

12 

58 

Anaconda-Galen 

$144,873.50 

Days 

Division  220  - Bozeman 

R0«  FHP  60 -A 

9.0 

Peter  Kiewit 

Fencing 

8/24/60 

150  Cal. 

9/29/60 

Fair 

4 

18 

Raynolds  Pass-Ennis 

$49,840.95 

Days 

im 
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MONTHLY  r^'VSTRDCTION 

REPORT 

il 

V 

7 

MOnth  EnSiQ  May  31, 

1961 

Division  220  - (Continued) 

I-IG  90-6(2)309  U1 

5,275 

Goodfellow  Bros, 

oGr, jAgg.Surf, ,PoM,Bit, 

5/24/61 

420  Cal. 

Not  Started 

Rocky  Canyon  Road 

$4,058,435,93 

Surf,, Dr, 3 Structures 

Days 

I-IG  90-6(2)309  U2 

5,275 

Tschache  Bros, 

Fencing 

Subj,  to 

150  Cal. 

Not  Started 

Rocky  Canyon  Road 

$39,885,60 

BPR  Cone, Days 

I 90-7  (4)  330 

W, ReCahoon  Co, 

Dual  7320,42’  S,  & C, 

ll/18/5«5  9/30/61 

12/16/59 

Good 

19 

87 

Livingston-E.  & W. 

$642,857,48 

Structures 

I-IG  90-7(9)327  U1 

12,087 

Bud  King  & 

Gr. , Agg.Surf, ,P, M, Bit, 

12/21/60 

350  Cal, 

1/25/61 

Good 

110 

24 

& F 185(6)  U1 

McLaughlin, Inc. 

Surf, ,Dr.  G Irr, 

Days 

Livingston-S.&Eo  & W, 

$3, 134,965, 16 

Facil. 

I-IG  90-7(9)327  U2 

____ 

Schultz&Lindsay 

1,486,5’  CGS  OP 

12/21/60  6/30/62 

1/30/61 

Good 

23 

15 

Livingston-S,  & E. 

$505,374.87 

I-IG  90-7(9)327  U3 

12,087 

Lahren  Const, 

Fencing 

12/21/60 

150  Calo 

3/1 4/61 

Fair 

5 

19 

& F 185  (6)  U3  . ~ . 

$66,821.50 

Days 

Livingston-S.SE.  & W, 

I-IG  90-7(9)327  U4 

4,21 

SoBirchjInc,  & 

Gr, , Agg.Surf, ,P,M, 

9/28/60 

120  Cal, 

10/24/60 

Good 

28 

47 

& F 13  (6)  U1 

S, Birch  & Sons 

BitoSurf,  G Dr, 

Days 

Livingston -South 

F 217  (12)  U1,F  217 

24,815 

Bud  King  & 

Gr, , Agg.Surf, ,PeM, 

1/25/61 

180  Cal, 

2/28/61 

Good 

52 

32 

(13)  U1,S  273  (3)  U1 

McLaughlin, Inc, 

Bit, Surf,  G Dr, 

Days 

Gardiner -Living St on 

$612,096,80 

Pray  Siding-Mill  Creek 

S 370  (12) 

5,760 

A.Lalonde 

Gr, , Agg. Surf , G Dr, 

8/ 24/60 

200  Cal. 

10/25/60 

Fair 

25 

61 

Bozeman -Wi Isa  11 

$470,572.42 

Days 

DISTRICT  THREE  - GREAT  FALLS 

Division  310  - Great  Falls 

S 2 (7) 

7,262 

Dillsworth  & 

Gr,  , Agg, Surf.  ,P.M,S, 

8/11/59 

180  Cal, 

8/12/59 

Shutdown 

96 

Helena-Flesher-Lincoln 

Maronick 

G Dr, 

Days 

9/11/60 

$366,116,30 

I-IG-ING  15-4(4)182 

2,770- 

Hilde  Const, 

Gr, , Agg.Surf, ,Bit, 

9/28/60 

300  Cal, 

10/12/60 

Good 

52 

46 

U2  & F 214  (3)  U1 

$1,129,813,43 

Surf ., Dr, , Dual  260,5’ 

St,  8P 

Days 

Helena-South 

I-IG-ING  15-4(4)182 

2,770 

Ken  Larson  Exc, 

Fencing  G Cattle  Gds. 

9/28/60 

100  Cal. 

10/12/60 

Fair 

5 

44 

U3,  Helena-South 

$43,314,43 

Days 

I-IG-ING  15-4(4)182 

1,248 

S.BirchjInc,  & 

Gr,  ,AggoSurf,  ,P,M.Bit, 

5/24/61 

300  Cal. 

Not  Started 

U4  G I 15-4(4)185  U1 

S.Birch  G Sons 

Surf, , Dr,,  242.5’  Inter, 

Days 

Helena-North 

$636,632.67 

G 214,5’  Gr.Sep. 

I-IG-ING  15-4(4)182 

1.248 

8, S, Steel 

Fencing  G Cattle  Gd, 

5/24/61 

100  Cal, 

Not  Started 

86  & 1 15—4(5)185  82 

Cyclone  Fence  Dept, 

Days 

Helena-North 

$32,110.94 

I-IG-ING  15-4(4)184 

Sletten  Const, 

Dual  S.GC,  OP 

6/19/59 

11/30/60 

7/20/59 

Fair 

8 

93 

Ul.G.N.  & N.P.  Helena  $569,389.84 
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MONTHLY  rA^jSTRUCTION  REPORT  H y 

Month  Eng?riq  May  31.  1961 

Division  310  ° (Continued) 


I 15-5  (9)  275  U1 

8,337 

Interstate  Con,  Gr, ,Agg,Surf,  & or. 

7/22/59 

400  Cal. 

8/5/59 

Shutdown 

95 

Sun  River -Great  Falls 

$2,629,104,83 

Days 

10/31/60 

I 15-5  (9)  275  U3 

8,337 

F,  Strandberg  Fencing 

7/22/59 

100  Cal, 

3/28/60 

Shutdown 

90 

Sun  River-Oreat  Falls 

$30,093,40 

Days 

11/11/60 

I 15-5  (13)  239  U1 

9,702 

Baltrusch  Co.  Gr, jAgg.Surf, ,P,M„ 

3/22/61 

420  Cal, 

4/ 24/61 

Fair 

34 

6 

Hardy  Creek -Cascade 

$1,741,788.17  Bit, Surf,  Dr, 

Days 

I 15-5  (13)  239  U2 
Hardy  Creek -Cascade 



A 6-  B Const,  3 Interchanges  & 

$220,912.08  82,0'  Cone,  OP 

3/22/61 

10/31/61 

4/17/61 

Good 

8 

12 

I 15-5  (13)  239  U3 

9,703 

Boulet  Const,  Fencing 

3/22/61 

200  Cal, 

5/2/61 

Fair 

4 

3 

Hardy  Creek -Cascade 

$60,050,85 

Days 

F 65  (8)  U2 

____ 

W, Mack  in  & Son  60.0'  Cone,  Br, 

5/24/61 

9/30/61 

Not  Started 

Sun  River-Choteau 

$32,334.56 

F 235  (27)  U1 

5,113 

S, Birch,  Inc,  & Gr, , Agg.Surf, ,P,M, 

3/22/61 

180  Cal, 

4/20/61 

Fair 

8 

4 

Armington-Lewistown 

S, Birch  & Sons  Bit.Surf, , Dr, ,3-81.5' 
$477,170.89 

Brs. 

Days 

U 249  (14)U1,U-UG 

0,513 

C.B.Lauch  Co,  Gr, ,Agg, Surf, , Pave, , 

5/24/61 

7/31/62 

Not  Started 

376(3)  Ul, Helena  Sts, 

$300,715,78  P.M.Bit, Surf ,0P  G Dr, 

S 329  (4)  Ul 

10,276 

Maronick  Const,  Agg.Surf, , P.M.Bit, 

2/21/61 

160  Cal, 

3/24/61 

Good 

39 

38 

Great  Falls -So, 

$396,664,75  Surf,  G Dr, 

Days 

S 330  (1)  U-1 

2,527 

Hilde  Const,  Gr, ,Agg,Surf , ,P,Mo 

3/22/61 

130  Cal, 

4/21/61 

Good 

__ 

25 

East  Helena-S,W, 

$119,955,70  Bit.Surf,  G Dr, 

Days 

JO/31/61 

U-F-FG  395  (4) 

_____ 

RobertsonG  cave  1,125.75'  S.GC,  Br, 

2/17/60 

3/15/60 

Good 

15 

85 

Great  Falls  Sts, 

$1,139,281,67 

Division  320  - Havre 

S 13  (5)  U-1 

5,288 

O'Neil  Const,  Gr. ,Agg,Surf,  ,P, M. 

3/27/61 

200  Cal, 

4/26/61 

Good 

25 

8 

Rudyard-Goldstone 

$327,239,94  Bit.Surf.  G Dr, 

Days 

I-IG  15-8(6)  379  Ul 

4,783 

Baltrusch  Co.  Gr, ,Agg,Surf . jP.M.S, 

10/28/59 

240  Cal, 

4/5/60 

Fair 

35 

80 

& S 366(5),  Sunburst- 

No. 

$760,829.24  313.0'  OP,  168.0'  Interch, 

Days 

I-IG  15-8  (6)  379  U2 

4.235 

F. Strandberg  Fencing  G Cattle  Gd. 

10/28/59 

100  Cal. 

5/ 16/60 

Shutdown 

92 

Sunburst -No. 

$38,746,00 

Days 

1 1/3/60 

I 15-8  (10)  379 

4,235 

F, Strandberg  Signing  G Delineation 

10/26/60 

90  Cal, 

12/5/60 

Shutdown 

45 

Pondera  Co, -Can, Line 

Rd. 

$12,315.80 

Days 

12/7/60 

F 208  (3) 

0,866 

Billings  Const,  Gr. , Agg.Surf , ,RM0  G 
$136,577.00  121.5'  Conc.Br. 

7/1/60 

50  Cal, 

7/ 1 1 / 60 

Fair 

10 

64 

Babb -Pi eg an 

Days 

S 219  (4) 

7.994 

Gibson  Const,  Gr, , Agg.Surf , .P.M.S. 

10/28/59 

140  Cal, 

7/1/60 

Fair 

16 

79 

Big  Sandy -Rudyard 

$253,960.78  G Dr, 

Days 

F 220  (7) 

0,492 

Mountain  Const,  Gr. .Agg.Surf , ,R,M. 

8/24/60 

100  Cal, 

9/22/60 

Fair 

__ 

63 

Cutbank-E,  & W, 

$68,063,35  Bit.Surf.  G Dr, 

Days 

S 242  (1) 

4,367 

O'Neil  Const.  Gr, .Agg.Surf ,, P,M,S, , 

6/20/60 

150  Cal. 

8/9/60 

Resumed 

11 

62 

Box  Elder-West 

$193,898.31  Dr.  G 75’  T.T.Br. 

Days 

5/18/61 

S 266  (1) 

9.789 

Billings  Const,  Gr, , Agg, Surf , G Dr, 

6/ 2/ 60 

220  Cal. 

6/20/60 

Shutdown 

72 

Browning -Babb 

$584,286.07 

Days 

11/20/60 

S 303  (4) 

5,269 

O'Neil  Const,  Gr, , Agg, Surf , ,P,M,S. 

2/17/60 

140  Cal. 

4/7/60 

Shutdown 

92 

Chester-South 

$214,688.37  G Dr. 

Days 

10/18/60 
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MONTHLY  r|NSTRUCTION  REPORT 
Month  Encrfig  May  31  „ 1961 
Division  320  - (Continued) 
SMP  0399-61 , Chouteau  ---- 
Blaine,Hill jToolejClacier 
SMP  1803-04-42  — 

Junction  Highway  ^89 
DISTRICT  FOUR  - GLENDIVE 


Division  410-Glendive 


Richardson  Co. 
$84,967,50 
MacRae  Enter, 
19,404.00 


Crushing  & Stockpiling 
Sectionhouse 


I 94-6  (2)  216 

4,184 

General  Ins, Co 

,Gr,  ,Agg,Surf , jP.M,  ,1 

Glendive-East 

$762,435.42 

G 17,25*  Sept, 

F 246  (9)  U-1 

9.230 

Gus  Albert 

Gr,  jAgg.Surf,  ,P,M, 

Circle-Glendive 

$566,397.56 

Bit,  Surf,  G Dr, 

S 258  (3) 

6,723 

O'Neil  Const, 

Or, , Agg, Surf 0 G Dr, 

Rock  Springs-Van 

Norman 

$180,511,91 

S 361  (10)  U-1 

5,489 

A,  Lalonde 

Gr, , Agg,  Surf,  ,P,M,  S, 

Presserville-Girard-Fairview 

$325,783,80 

G Dr, 

F 391  (13)  G S 31 

(5)  9,716 

A,  Lalonde 

Or, , Agg,  Surf,  ,P.M,S, 

Circle-Sidnev -Northwest 

13M  JM.65 

G Dr, 

Division  420-Wolf  Point 


R-AD  5 (2) 

3.023 

Lloyd  Lockrem 

Gr.  and  Agg, Surf, 

Whitetail  Access  Road 

$25,391,88 

S 8 (10)  U-1 

8,976 

Baltrusch  Co. 

Or, , Agg, Surf. , P.M.S, 

Scobey-Opheim 

$334,565,02 

G Dr, 

F 84(27),  F 84(28) 

14,596 

A,  Lalonde 

Or, , Agg,  Surf,  ,P, M,S, 

G F-FG  273(11), Wolf 

$758,200,96 

G Dr, 

Point-No, Dak, Line  G Sidney -Culbertson 
F 84(29)U1,F  144(4)  27,561  Richardson  Go 

U1,F  189(5)U1  & F 232 
(4)U1,  W. Point-No. Dak, Line 
F 144(6)U1.S  368(13)  6,760 

& S 368(14) , Glasgow 
Nashua-Opheim-Can.Line 
S 180  (1)  7.635 

Bainville-No,  Dakota 
F 189  (4)  U1  G F 232  8,184 
(3),  Nashua-W, Point 
S 257  (4)  3,788 

Tampico -Glasgow 

Division  430  - Lewistown 


$376,573,84 

Richardson  Co. 
$849,261.16 

Hilling  Co, 
$196,829,49 
Richardson  Co, 
$411,081,48 
G, E, Marshall 
$319 „ 270, 75 


S 68  (4)  U-1  10,502 

Hilger-  inifred-Big  Sandy 
U 103  (7)  U-1  0,325 

Lewistown -Roy 

F 333  (27)U1,F  26(6)  11.218 
U1 ,Roundup-G,Range-Malta 


Nil  son -Smith 
$267,414.00 
Walling  Const, 
$52,716.90 
Peter  Kiewit 
$723,297.09 


P,  M, Bit, Surf , 


Gr,  ,Agg,Surf,  ,P.M, 


Gr, jAgg.Surf . ,Dr.  & 
100’  TT  Br. 

Or, ,Agg,Surf. ,P,M.S. 
G Dr, 

Or,  jAgg.Surf , G fir. 


P.M.Bit.Surf, 

Or. , Agg.Surf , G p.M, 
Bit, Surf, 

Gr, ,C,S,Base,P,M,Bit, 
Surf.  G Dr. 


Not  Started 


5/24/61  150  Cal, 

Days 

10/26/60  7/31/61  11/3/60 


— 90 


4/22/50 

270  Cal, 

5/22/59 

Shutdown 

Days 

9/13/60 

5/21/61 

220  Cal, 

Not  Started 

Days 

1/25/61 

200  Cal, 
Days 

5/22/61 

— 

2 

0 

12/21/60 

180  Cal, 
Days 

4/10/61 

Fair 

24 

11 

7/1/60 

100  Cal, 

8/18/60 

Shutdown 

97 

Days 

10/24/60 

3/22/61 

100  Cal, 
Days 

4/13/61 

Good 

9 

75 

11/22/60 

180  Cal, 
Days 

3/29/61 

Fair 

15 

29 

2/17/60 

180  Cal, 

5/4/60 

Shutdown 

91 

Days 

10/1/60 

8/24/60 

130  Cal, 

0/23/60 

Resumed 

31 

64 

Days 

5/9/61 

5/21/61 

240  Cal, 

Not  Started 

Days 

2/21/61 

200  Cal, 
Days 

3/28/61 

Good 

45 

30 

4/20/60 

200  Cal, 

5/16/60 

Resumed 

31 

85 

Days 

5/15/61 

1/21/60 

160  Cal. 
Days 

6/13/60 

“ - 

93 

11/22/60 

150  Cal. 
Days 

4/4/61 

Good 

30 

22 

3/22/61 

120  Cal, 
Days 

4/7/61 

Good 

11 

38 

2/21/61 

220  Cal. 
Days 

4/11/61 

Fair 

35 

10 
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MONTHLY  ^JSTRUCTION  REPORT 


Division  430 
F 333  (27)  U2 
Grass  Range-Malta 
F 333  (29)  U1 
Grass  Ranqe-Malta 
DISTRICT  FIVE=  BILLINGS 


Continued 


11.832 


W,  P.  Roscoe 
$105,347.91 
R« J, Bundling 
$545,557. 75 


4 Cone.  Brs.  346* 

C.S.Base  G P.M.  Bite 
Surf. 


2/21/61  9/30/61 

3/22/61  150  Cal. 

Days 


3/13/61  Good  12  36 

4/18/61  Fair  — 7 


Division  510  - Bil 

I 90-8  (7)  394 

____ 

W, R.Cahoon  Co. 

558.0'  St,  Br, 

9/28/60 

12/31/60 

10/28/60 

Fair 

14 

77 

Reed  Point-Columbus 

$280,204.39 

I 90-8  (8)  438  U1 

6,423 

Long  Const. 

Gr. jAgg.Surf. jP.M.S. , 

11/17/59 

300  Cal. 

11/23/59 

Fair 

20 

88 

Mossraain-Billings 

$1,556,610.26 

Dr. ,153,0'  OP  G Front. 

Road 

Days 

I 90-8  (8)  438  U2 

6.423 

McRae’s  S.O, S. 

Fencing 

11/17/59 

100  Cal. 

4/5/60 

26 

Mo ssma in -Bil lings 

$33,140.22 

Days 

I 90-8  (10)  451 

____ 

W. R.Cahoon  Co. 

937.75’  St.  Br. 

6/8/60 

6/30/62 

6/22/60 

Fair 

20 

78 

Yellostone  Riv.  Br« 

$808,983.80 

S 132  (3) 

8.235 

R.J. Bundling 

Agg.Surf.  G p.M. S. 

5/25/60 

100  Cal. 

7/ 6/60 

Shutdown 

93 

Billings-South 

$208,941.85 

Days 

9/15/60 

S 322  (5)  U-2 

5.109 

Myrl  Clark 

Gr.  .Agg.Surf.  ,P. M.S, 

4/20/60 

200  Cal. 

6/20/60 

Shutdown 

94 

Hardin-Sarov 

$317,203.50 

G Dr. 

Days 

10/6/60 

Division  520  - Mil 

es  City 

F 86  (19) 

1.148 

Northern  Imp. 

Gr. ,C. S,Base,P.MoBit. 

4/19/61 

130  Calc 

5/25/61 

Fair 

7 

1 

Mont,  Ave. -Baker 

$165,351 . 46 

Surf.  G Dr. 

Days 

I 94-4  (3)  134 

____ 

Sornsin  & Tri- 

268.0'  S.GC.  OP 

2/19/60 

7/31/60 

3/31/60 

Good 

13 

97 

Miles  City-E,  & West 

St ate -$324, 466, 

,92  G 290.0'  S.GC.Br.  G 

153.0'  OP 

I 94-4  (5)  127  U1 

8,550 

Peter  Kiewit 

Gr. , Agg.Surf.  ,P,M,S, , 

2/16/60 

400  Cal. 

4/1/60 

Fair 

64 

61 

& F 135(17) ,M. City-West 

$2,657,498.45 

Dr.  G 214,5'  C„  Inter. 

Days 

I 94-4  (5)  127  U2 

8.550 

R.J. Bundling 

Fencing 

2/16/60 

150  Cal, 

5/23/60 

__ 

3 

92 

Miles  City -West 

$35,986.25 

Days 

I 94-4(6)13681  & 

12.442 

Peter  Kiewit 

Gr. , Agg.Surf. ,Conc, 

4/19/61 

400  Cal. 

Not  Started 

F 86(20)81, M.City-East 

$2,849,375.73 

Pave.  ,P,MoBit. Surf.  G 

4 Struc. 

Days 

I 94-4  (6)136  82 

11.597 

W, Mack  in  G Son 

Fencing 

4/19/61 

200  Cal, 

Not  Started 

Miles  City-East 

$62,799.00 

F 156  (11)  82 

Holm  Const, 

138,0'  C.  Br. 

4/19/61 

11/30/61 

Not  Started 

Olive-Miles  City 

$49,164.09 

F 262  (12) 

11.000 

Myrl  Clark 

Stabilization  of 

5/25/60 

100  Cal. 

7/25/60 

Shutdown 

92 

Broadus-Wyo,  Line 

$265,926.22 

Agg.  Surf. , P.  M.  3, 

Days 

9/9/60 

S 388  (1) 

8.615 

Gus  Albert 

Gr.  .Agg.Surf.  ,P.M. , 

7/20/60 

150  Cal, 

8/12/60 

Fair 

18 

72 

Miles  Citv-Kinsev 

$495,857.73 

Dr.  G 198.0’  C.  Br, 

Days 

1 


STATE  HIGHWAY  COMMISSION 
CONSTRUCTION  DEPARTMENT 


MONTHLY  CONSTRUCTION  REPORT  'Noc+y  ; /,1iC 

Month  Ending  June  30^  1961  Qe<^/^?v3r«  / i Lt/i 


Project  and 

Contractor  and 

Contract 

Date  of 

Work  Pro-  Men 

% 

Location 

Mileage 

Bid  Price 

Type 

Awarded 

Comp, 

Began  qress  Ernp, 

Comp, 

DISTRICT  ONE  - MISSOULA 

Division  110  - Missoula 

I 90-1  (6)  43  Unit  1 

6, 686 

Zook  Bros,  Const,  Co, 

Gr, , Agg,  Surf,,  P,M, S, 

1 '21/60 

330  Cal, 

3/29/60  Fair  6 

81 

Superior  - East  and  West 

$1,096,572,11 

Dr,  & 17,25'  Sep, 

Days 

I 90-1  (6)  43  Unit  3 

6o606 

Parker  and  Knez 

Fencing  & Cattle  Guards 

1/ 21/60 

100  Cal, 

5/25/60  Fair  5 

95 

Superior  - East  and  West 

$67,742,37 

Days 

I 90-1  (15)  43 

6,686 

Tschache  Bros, 

Signing,  Delineation 

7/5  /61 

120  Cal, 

Not. 

Superior  - East  and  West 

$21,306,97 

and  Lighting 

Days 

Starteu 

I 90-3  (8)  100  Unit  1 

8e  603 

Holland  Const,  Co, 

Gr, , Agg,  Surf,,  P,M,S, 

5/25/60 

300  Cal, 

6/13/60  Good  53 

79 

& F 184  (14)  Deer  Lodge- 

$1,565,955,46 

and  Drain 

Days 

No»  & Soo  and  Bearmouth  Deer  Lodge 

I 90-3  (8)  180  Unit  2 

Mont,  Engr,  & Const, 

6 Prestress  Cone,  & 

5/25/60 

8/31/61 

7/13/60  Good  14 

66 

Deer  Lodge  - Noo  and  Soo 

$353, 363, 43 

2 Reinf,  Cone,  Brs, 

I 90-3  (8)  100  Unit  3 

0,603 

Colorado  Fuel  & Iron 

Fencing  & Cattle  Guards 

5 / 25/ 60 

100  Cal, 

6/21/60  Suspended 

76 

Deer  Lodge  - No^  and  So, 

$54,373,04 

Days 

1/26/61 

I 90-3  (10)  100 

0,603 

Highway  Steel  Contract,  Signing  & Delineation 

7/5/61 

150  Cal, 

Not 

Deer  Lodge  - No,  and  So, 

$27,357,04 

Days 

Started 

F 215-D,  S 210  (4) 

2,649 

Asphalt  Construction 

Traffic  Signals,  Gr, , 

4/19/61 

130  Cell, 

6/5/61  Good  17 

13 

S 218  (5),  S-US  220  (2)  & 

$92,575,56 

Surf,,  P,MoSo  Seal 

Days 

S 298  (2)  - Missoula  Sts, 

and  Cover 

S 221  (1) 

4,961 

Bud  King  Const,  Co, 

Gr, , and  Agg,  Surf® 

11/22/60 

150  Cal, 

12/6/60  Shutdown 

77 

Thompson  Falls-West 

$295,297,38 

Days 

4/11/61 

F 237  (16)  & F 267  (11) 

29,812 

Stanley  Arkwright 

Raise  Grades,  Agg,  Surf, 

7/1/60 

180  Cal, 

7/28/60  Good  75 

63 

Bonner -Ovando 

$984,257,75 

and  P,M,  S, 

Days 

F 259  (9)  Unit  1 

14,490 

Nil  son -Smith 

P,M„So 

10/ 26/60 

120  Cal, 

11/28/60  Shutdown 

99 

Hamil ton -Florence 

$248,655,26 

Days 

6/ 16/61 

S 291  (4) 

6,346 

F G-  S Contracting 

Gr,  5 Suxf,  and  P,M, S, 

4/20/60 

160  Cal, 

5/18/60  Shutdown 

90 

Avon-Helmville 

$362,896,40 

Days 

10/11/60 

S 320  (1) 

1,215 

Bud  King  Const, Co, 

Gr, , Surf 0 s Road  Mix 

4/19/61 

200  Cal, 

Not 

Conner  Cutoff 

$228,546,43 

Surf,,  Dr,  & 2 Cone,  Strs 

o 

Days 

Started 

S,MoP,  3199-61 

Mountain  Const,  Co, 

Crushing  and  Stockpiling 

6/29/61 

120  Cal, 

Not 

Mineral  and  Missoula  Counties 

$79,335,00 

Days 

Started 

Division  120  - KalisDell 

S 7 (6)  Unit  1 

6, 549 

United  Paving  Co, 

Gt® 5 Agg,  Surf,,  PoM, S, 

3/22/61 

J50  Cal, 

4/12/61  Fair  32 

29 

Kalispell-Half  Moon 

$457,921,94 

and  Dr, 

Days 

U 58  (23),  U 257  (14)  U-1, 

2,241 

United  Paving  Co, 

Gr, , Agg,  Surf,,  P,M,S, 

10/28/59 

150  Cal. 

12/14/59  Shutdown 

% 

F 270  (7)  U-1  - Manicke-Kal ispell 5 

$363,855, 17 

and  Drain 

Days 

10/6/60 

/ 

West-Whitef ish 
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MONTHLY  CO^TRUCTION  REPORT 

- 

Month  End.™  June  30„  1961 

• 

V 

Division  120  - Kalispell 

(Con tin 

ued) 

S 65  (4)  Unit  1 

4,858 

Zook  Brothers 

Gr, , Agg,  Surf,,  Bit, 

11/22/60 

180  Cal, 

11/19/60 

Fair 

10 

15 

Clearwater  - Big  Fork 

$512,330,14 

Surf,  and  Dr, 

Days 

F 191  (20)  Unit  1 

7,300 

Curtis  Const,  Co, 

Gr, , Surf,,  P,M,S, 

3/22/61 

150  Cal, 

4/4/61 

Good 

23 

37 

Pablo-Kalispell 

$281,156,53 

and  Drain 

Days 

F 191  (21)  Unit  1 

7,247 

United  Paving  Co. 

Widening,  Surf,,  P.M.S, 

4/19/61 

120  Cal, 

5/17/61 

Good 

25 

41 

Pablo-Kalispell 

$252,742,13 

Days 

F 260  (9) 

6,173 

Armstrong  & Sons 

Steel  Guard  Rail 

4/19/61 

100  Cal, 

5/4/61 

Fair 

5 

85 

West  - East  Glacier 

$45,393,75 

Days 

S„M,P,  1599  - Flathead, 

Wm,  W.  Strever 

Crushing  and 

3/16/60 

150  Gal, 

6/21/60 

„„ 

— 

100 

Lake  and  Lincoln  Counties 

$124,470.00 

Stockpiling 

Days 

DISTRICT  TWO  - BUTTE 

Division  210  - Butte 

S 9 (9)  Unit  1 

8,498 

Albert  Lalonde  Co, 

Agg, Surf,  and  P,  M,  S, 

10/26/60 

90  Cal, 

5/3/61 

Good 

22 

29 

Cardwell  ~ Boulder 

$177,992,36 

Days 

I 15-1  (11)  37  Unit  1 

7,775 

Nil  son  Smith 

Gr, , Surf, 5 P.M.S,  , 

3/22/61 

400  Cal, 

6/1/61 

Good 

18 

15 

Idaho  Line  - Dillon 

$1,043,487,45 

and  Drain 

Days 

I 15-1  (11)  37  Unit  2 

____ 

Ralph  Huckaba 

4 Prestressed  Concrete 

3/22/61 

6/30/62 

4/17/61 

Good 

10 

11 

Idaho  Line  - Dillon 

$222,558,72 

Beam  Structures  - 567,0' 

I 15-1  (11)  37  Unit  3 

4,500 

Hildreth  Const,  Co, 

Fencing 

4/17/61 

200  Cal, 

6/20/61 

Fair 

1 

1 

Idaho  Line  - Dillon 

$29,997.97 

Days 

I 15-2  (7)  127 

Peter  Kiewit  Sons' 

168,0'  Dual  Structure 

8/24/60 

6/30/61 

9/19/60 

Good 

21 

90 

Butte  - Urban 

$98,891.58 

I-ING  15-2  (0)  118 

4,245 

Peter  Kiewit  Sons' 

Gr. , Surf, , P,M,  S, , 

4/22/59 

300  Cal. 

6/16/59 

Poor 

4 

99 

Dillon  - Butte 

$1,360,740,95 

Dr, , G 3 Cone,  Overpasses 

Days 

I 15-2  (10)  118 

4.245 

C,  B,  Lauch  Const, 

Signing  and  Delineation 

11/1/60 

90  Cal, 

5/3/61 

Poor 

0 

95 

Dillon  - Butte 

$13,009,27 

Days 

S 35  (10) 

15,8‘r)4 

S„  Birch,  Inc,  and 

Agg,  Surf, , and  P,  M,  S, 

8/24/60 

160  Cal, 

4/4/61 

Good 

28 

35 

Jackson  - Dillon 

S,  Birch  & Sons  Con 

St, 

Days 

$271,297,21 

F 43  <.14)  Unit  2 

1.895 

Naranche  G Konda 

Gr, , Surf,,  B,S„T,  and 

2/17/60 

100  Cal, 

6/14/60 

Resumed 

94 

Wisdom  - Divide 

$137,266,67 

Drain 

Days 

6/27/61 

F 43  (15)  Unit  1 

31,359 

Nil  son -Smith  Const, 

P Q M 0 ^ 0 

10/26/60 

150  Cal, 

6/22/61 

Fair 

9 

1 

Wisdom  - Divide 

$381,402,49 

Days 

F 68  (9) 

6.080 

Naranche  G Konda 

Gr, , Surf,,  P„M,  S and 

7/1/ 60 

50  Cal, 

8/2/60 

Good 

48 

82 

Anaconda  - East 

$800,519,87 

Drain 

Days 

F 68  (11) 

6.088 

Electrical  Products 

Signing  and  Delineation 

7/5  /61 

150  Cal, 

Not 

Anaconda  - East 

$24,022.18 

Days 

Started 

S 160  (1) 

— 

Schye  and  Sullivan 

224.5'  Prestressed  Br, 

9/28/60 

6/30/61 

10/24/60 

Completed 

Silver  Star  - Waterloo 

$106,856,78 

6/9/61 

S 167  (6) 

4.978 

Hilde  Const.  Co. 

Gr, , Surf. , B,  S.  T,  and 

7/5/61 

220  Cal, 

Not 

Cardwell  - Southeast 

$341,016.40 

Drain 

Days 

Started 

S 304  (5) 

6.694 

Holland  Const,  Co, 

Gr. , Dr.  and  Agg,  Surf, 

11/22/60 

150  Cal, 

3/ 6/ 60 

Poor 

7 

73 

Anaconda  - Galen 

$144,873.50 

Days 
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MONTHLY  CO'^TRUCTION  REPORT 

Month  Endi§5  June  30,  1961 

0 

Division  220  - Bozeman 

ROW  FHP  60 -A  9.00 

Peter  Kiewlt  Sons’ 

Fencing 

8/24/60 

150  Cal. 

9/29 -'60 

Fair 

9 

61 

Raynolds  Pass  - Ennis 

S 66  (2)  Unit  1 1.218 

$49,840.95 

Bud  King  & McLaughlin 

Agg.  Surf. , G P.  M.  S. 

6/14/61 

Day  s 

90  Cal. 

6/ 28/ 6 1 

o-  — 

11 

3 

Emigrant  Bridge  and  Approach  Road 
I-IG  90-6  (2)  309  Unit  1 5.275 

$27,478.32 

Goodfellow  Bros, 

Gr.,  Surf.,  P.M.S. , 

5/24/61 

Days 

420  Cal. 

6/15/63 

Poor 

25 

1 

Rocky  Canyon  Road 

I-IG“90-6  (2)  309  Unit  2 5,275 

$4,058,435.93 

Tschache  Bros. 

Dr.  G 3 Structures 

Fencing 

6/5/61 

Days 

150  Cal. 

6/22/61 

Poor 

3 

0 

Rocky  Canyon  Road 

1 90-7  (4)  330  - — - 

$39,885.60 

W,  B.  Cahoon  Co, 

Dual  7,320.42’  S G C 

11/ 18/ 59 

Day  s 
9/30/61 

12/16/59 

Good 

15 

93 

Livingston  - East  G West 

I-IG  90-7  (9)  327  Unit  1 12.087 

$642,857.48 

Bud  King-McLaughlin 

Structures 

Gr.  , Surf.,  P.M.S.  , Dr., 

12/21/60 

350  Ca1 . 

1/  25/  6 1 

Good 

110 

34 

and  F 185  (6)  Unit  1 
Livingston-South-East  G West 

I-IG  90-7  (9)  327  Unit  2 ---- 

$3,134,965.16 

Schultz  G Lindsay 

and  Irrigation  Facilities 

1,486.5’  S G C Overpass 

12/21/60 

Days 

6;'30/62 

1/30/61 

Good 

27 

25 

Livingston  - South  G East 

I-IG  90-7  (9)  327  Unit  3 12.087 

$505,374.87 

Lahren  Const.  Co. 

Fencing 

12/  21/60 

150  Caio 

3/ 1 4/  6 1 

Fair, 

7 

32 

G F 185  (6)  Unit  3 

Livingston  - South-East  G West 
I-IG  90-7  (93  327  Unit  4 4.210 

$66,821.50 

S. Birch,  Inc.  G 

Gr. , Surf.,  P.M.S., 

9/26/60 

Days 

120  CaU 

10/24/60 

Good 

42 

D4 

and  F 13  (6)  Unit  1 

Livingston  - South 

F 217  (12)  Unit  .1,  F 217  (13) 

So  Birch  G Sons 
$292,065.41 

Bud  King-McLaughlin 

and  Drain 

Gr. , Surf.,  P.McS., 

1/25/61 

Days 

180  Cal. 

2/28/6  >, 

Good 

64 

65 

Unit  1 G S 273  13)  Unit  1 24,815 
Gardiner-Livingston  & Pray  Siding 
S 370  (123  ' 5.760" 

$612,096.60 
-Mill  Creek 

Albert  Laionde  Co. 

and  Drain 

Gr.  s Surf. , and  Drain 

0/24/60 

Days 

200  Cal. 

10/25/60 

Good 

28 

67 

Bozeman -WilsaJ  3 

$470,572.42 

Days 

DISTRICT  THREE  ~ GHEAT  FALLS 
Division  310  Great  Falls 

5 2 (7)  ' 7.262 

H e 1 en  a -F 1 e sh  er  -L  i n coin 
I=IG~.ING  15-4  (4)  132  U-2,  2.770 
G F 214  (3)  Ll-l -Helena-So. 
I-IG-ING  15-4  (4)  182  U-S  2.770 
Helena-South 

I-IG-ING  15-4  (4)  182  U-4,  1.248 

6 I 15-4  (S  ' 185  U-] 

Helen a -North 

I-IG-ING  15-4  (4)  102  U-6,  1.248 
& I 15-4  (5)  185  U-2 
Helen a -North 

I-IG-TNG  15-4  (4)  184  U-1  ---- 

G.  NGN.  P,  Helena 


D 3. 1 1 s worth  & Maron  i ck 

$366  5 1 16. 30 

Hiide  Const.  Go. 

$1,126,813.43 

Ken  Larson  Exc. 

$43,314.43 

S.  Birch,  Inc.  & 

So  Birch  & Sons 

U,  S.  Steel  Corp. 
Cyclone  Fence  Dept. 
$32,110.94 
Sletten  Const,  Co, 
$569,309.84 


Gr.  Agg.  Surf.,  P.M. S, 
and  Drain 

Gr. , Surf,  t P.M.S,  Dr. 

& Dual  260.5*  St.  U.P. 
Fencing  & Cattle  Guards 

Gr.,  Surf.,  P.M.S. , Dr., 
242.5*  Interchange  & 
214.5'  Grade  Sep. 

Fencing  & Cattle  Guards 

Dual  S G C Overpass 


8/11/59 

180  Cal. 

9/28/'60 

Days 

300  Csl. 

9/' 28/60 

Days 
lOO  Cal. 

5/24/61 

Days 

300  Cal. 
Days 

5/24/61 

100  Cal. 
Days 

6/19/59 

11/30/61 

8/12/59 

Shu  tdown 

9/n/60 

96 

10/12/60 

Good  64 

61 

10/12/60 

Poor  0 

?0 

6/8/61 

Fair  9 

5 

Not 

Started 

7/20/59 

Fair  0 

97 

,u 


t::  W , 
Bii-'"'-!:;.- 


iiP' 


■ ■ *■=" 
V"'-:' '}:  “ .'‘I'^siisiiiiniiniiiiiMiiiiMr'r: 


.i!  .;Uii  S.y 


C.  -yy/' 

iC 


.Qt^fWuL 


'>  >.  ■ , -...^  000^ 

/ to  « ■r— 1 . *^3  - ^i:6*4|i,^b!(lmt^iA  ^- 

nJ  I ^-1  huB  Bit.i  ^ ' tiamtyj^z 

Slt,rT'  *':?  bapy  ifogoTQq^  hflg  ftti^ 

.^«a  -^o:'^  -.  .oo3  ars;?.  i nttn  kjc.  <S) 

tc^f.h . fj,’a , > I itiion  ‘MO V 

«i«i»  ibv.T  arsifl  riftO  poc' (21 

'V  ■'  ’ — (»&(f5t  fto«f 


>.ac3  .»<  > 
t >\LA  NislM 


I 


*M  Nj^tHK,, 


.'r 


ousm 

»f->W  V _!S.’^  t'ttffl  1 

i fJny  tSJ  / 

‘ j ' if  li  M'r?“.  ort»' 

' pi 

\i'r  ■'  Wyp 

•'  ' L 

t;-*K'!  i-v-  .wws ; 
' f uiU  ‘ G'l 

.t  ' ((')>S  1 It  j 

1 ,f  V'iJ 

.:.  ^ 

Jilt  it** 
i.Ci}- 

: . . jf 

4idr 

-U-;  tej 

(^y 

__  •.  . ■ 

' " .■  • K i CL; 

•.  .,....iHl[-  I U CBh  U 

^ .1  U)  i>  ?! 

a,ni-'>2-:' 

. ■ y^i.  £|i(  (i-)  ! -ei  i«  r. 

L-U  cUi  ' 6)  >4^ 

. . I > :?  m ( ) fe- 2 1 , (MI-  01- 1 

c-!i  e(‘(:  2) 

< .3  &ax  ih)  y-di 

Boai-aUs  -1' 


; 


MQNTHLY.Cr'^TRUCTION  REPORT  a) 

Month  Endii^  June  30^  1961  

Divis i on  310  - Great  Falls  (Continued) 


I 15-4  (9)  194  Unit  1 

12, 663 

Earl  L,  McNutt  and 

Gr, , Surf,,  P.M,  S, , Dr., 

6/14/61 

400  Cal. 

Not 

llelena-Hill-Sieben 

Frank  Baulne, 

G Dual  118,0'  Structure 

Days 

Started 

$3,780,048,75 

I 15-4  (9)  194  Unit  2 

12,663 

Tschache  Bros, 

Fencing  G Cattle  Guards 

6/14/61 

150  Cal, 

Not 

Helena -Hi 11 -Sieben 

$79,149,25 

Days 

Started 

I 15-4  (10)  102  & F 214 

(4)3,469 

Highway  Steel  Contr, 

Signing  G Delineation 

7/ 5/61 

150  Cal, 

Not 

Lewis  & Clark  Co«  Line-North 

$61,237,71 

Days 

Started 

I 15-5  (9)  275  Unit  1 

8,337 

Interstate  Contractors  Gr, , Surf,  and  Dr, 

7/22/59 

400  Cal, 

0/5/59 

Shutdown 

95 

Sun  River-Great  Falls 

$2,629,104,83 

Days 

10/31/60 

1-15-5  (9)  275  Unit  3 

8,337 

Fred  Strandberg 

Fencing 

7/22/59 

100  Cal, 

3/ 20/ 60 

Shutdown 

90 

Sun  River  Great  Falls 

$30,093,40 

Days 

11/11/60 

I 15-5  (13)  239  Unit  1 

9,702 

Baltrusch  Const,  Co, 

Gr, , Surf,,  PoM,S, , 

3/22/61 

420  Cal, 

4/24/61 

Good 

38 

18 

Hardy  Creek -Cascade 

$1,741,708, 17 

and  Drain 

Days 

I 15-5  (13)  239  Unit  2 

A G B Const, Co, 

3 Interchanges  and 

3/22/61 

10/31/61 

4/ 1 7/61 

Fair 

9 

32 

Hardy  Creek -Cascade 

$220,912,00 

82,0'  Cone,  Overpass 

I 15-5  (13)  239  Unit  3 

9,703 

Boulet  Const,  Co, 

Fencing 

3/22/61 

200  Cal, 

5/2/61 

Good 

4 

20 

Hardy  Creek -Cascade 

$60,050,05 

Days 

F 50  (9) 

2,476 

Boulet  Const,  Co, 

Guard  Rail  - 10,062,5' 

6/14/61 

90  Cal, 

Not 

Rogers  Pass  - Siinins 

$22,041,88 

Days 

Started 

F 65  (0)  Unit  2 

____ 

W.  Mack  in  G Son 

60,0'  Cone.  Br, 

5/24/61 

9/30/61 

Not 

Sun  River-Choteau 

$32,334,56 

Started 

F 160  (4)  & U 277  (5) 

3, 198 

Mont,  Sand  G Gravel 

Minor  Gr, , Surf,,  P,M,S, 

6/27/61 

70  Cal, 

Not 

Great  Falls  Streets 

$239,875,32 

Seal  Coat  Oiling,  New 

Days 

Started 

Median  Curb  and  Dr, 

F 235  (27)  Unit  1 

5,113 

S,  Birch,  Inc,  G 

Gr, , Surf,,  P.M,  S, , Ur,, 

3/22/61 

100  Cal, 

4/20/61 

Good 

40 

19 

A rrai n g 1 0 n -Lew i s t o wn 

S,  Birch  G Sons 

3 - 81,5'  Bridges 

Days 

$477,170,89 

U 249  (14)  U-1,  U-UG 

0,513 

C,  B,  Laucb  Co, 

Gr, , Surf,,  Pave,, 

5/24/61 

7/31/62 

6/ 13/61 

Fair 

7 

3 

376  (3)  U-l -Helena  Streets 

$300,715,78 

PoM, S, , OoP  and  Dr, 

S 329  (4)  Unit  1 

10,276 

Maronick  Const, 

Surf o 8 P.M,  S, , G Dr, 

2/21/61 

160  Cal, 

3/24/61 

Fair 

35 

60 

Great  Falls-South 

$396,664, 75 

Days 

S 330  (1)  Unit  1 

2,527 

Hilde  Const,  Co, 

Gr, , Surf,,  P,M,S,, 

3/22/61 

130  Cal, 

4/21/61 

Good 

25 

70 

East  Helena-Southwest 

$119,955,70 

and  Drain 

Days 

U-F-FG  395  (4) 

Robertson  G Cave  and 

1,125,75'  S G C Br, 

2/17/60 

10/31/61 

3/15/60 

Good 

20 

87 

Great  Falls  Streets 

Sletten  Const,  Co® 

$1 , 139, 201.67 

Division  320  - Havre 

S 13  (5)  Unit  1 

5,280 

O'Neil  Const,  Co, 

Gr, , Surf,,  P.M,  S, , 

3/27/61 

200  Cal. 

4/ 26/61 

Good 

40 

30 

Kudyard  - Goldstone 

$327,239,94 

and  Drain 

Days 

I-IG  15-8  (6)  379  Unit  1 

4,703 

Baltrusch  Const.  Co. 

Gr. , Surf, , P.M.S, , 

10/20/59 

240  Cal, 

4/5/60 

Shutdown 

93 

G S 366  (5),  Sunburst-No 

o 

$760,829.24 

313.0'  OP,  168.0'  Inter, 

Days 

6/7/61 

I-IG  15-8  (6)  379  Unit  2 

4.235 

Fred  Strandberg 

Fencing  G Cattle  Guards 

10/28/59 

100  Cal. 

5/16/60 

Shutdown 

92 

Sunburst-North 

$38,746.00 

Days 

11/3/60 

.2  . , 
r , .iO  ^ 
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Division  320  - Havre  - (Continued) 


I 15-8  (10)  379 

4,235 

Fred  Strandberg 

Signing  & Delineation 

10/26/60 

90  Cal, 

12/5/60 

Shutdown 

45 

Pondera  Co, -Canadian  Line 

$12,315,80 

Days 

12/7/60 

S 179  (4) 

6,315 

Allen  Stuber 

Gr, 5 Surf, , and  Drain 

6/14/61 

200  Cal, 

Not 

Harlem -Hogeland 

$120,348,25 

Days 

Started 

F 200  (3) 

0,066 

Billings  Const,  Co, 

Gr, , Surf  o 5 RoM,0,  G 

7/1/60 

50  Cal, 

7/11/60 

Good  12 

89 

Babb-Piegan 

$136,577,00 

121,5'  Cone,  Br, 

Days 

3 219  (4) 

7,994 

Gibson  Const,  Co, 

Gr,  5 Surf,,  P,M,  S,  G 

10/28/59 

140  Cal, 

7/1/60 

Good  16 

95 

Big  Sandy -Rudyard 

$253,960,70 

Drain 

Days 

F 220  (7) 

0,492 

Mountain  Const,  Co, 

Gr, , Surf, , R,M,0,  G 

8/24/60 

100  Cal, 

9/22/60 

Shutdown 

91 

Cutbank  - East  and  West 

$60,063,35 

Drain 

Days 

6/14/61 

S 242  (1) 

4,367 

O'Neil  Const,  Co, 

Gr, , Surf,,  P,M,S, , Dr, 

6/20/60 

150  Cal, 

8/9/60 

Fair  16 

73 

Box  Elder  ~ West 

$193,898,31 

and  75,0'  T,  T,  Br, 

Days 

S 266  (1) 

9,789 

Billings  Const,  Co, 

Gr, , Surf, , and  Dr, 

6/ 2/ 60 

220  Cal, 

6/20/60 

Fair  .18 

89 

Broivning-Babb 

$504,206,07 

Days 

S 303  (4) 

5,269 

O'Neil  Const,  Co, 

Gr, , Surf,  5 PsMoS,  , 

2/17/60 

140  Cal, 

4/7/60 

Shutdown 

92 

CLester-South 

$214,688,37 

and  Drain 

Days 

1 0/18/60 

SoMsP,  0399-61 -Chouteau, 

Richardson  Const,  Go, 

Crushing  and 

5/24/61 

150  Cal, 

6/15/6] 

Good  8 

12 

Blainejilil  1 jToole,  Glacier 

Counties  $84,967,50 

Stockpil ing 

Days 

SoM,?,  1603-04-42 

MacRae  Enterprises 

Sectionhouse  at 

10/26/60 

7/31/61 

11/3/60 

Completed 

Junction  Hiqhwav  *^89 

$19,404,00 

St,  Mary's 

6/29/61 

DISTRICT  FOUR  - GLENDIVE 

Division  410  - Glendive 

S 32  (11) 

7,400 

Haggart  Const,  Co, 

Gr, , Surf,,  P,MoS, , 

7/5/61 

i.40  CaJ, 

Not 

Glendive-Richey  Northwest 

$291,557,58 

Seal  and  Drain 

Days 

Started 

I 94-6  (2)  216 

CO 

o 

General  Ins,  Co, 

Gr,  , Surf , „ P,M,S, , Dr, 

4/22/59 

270  Cal, 

5/22/59 

Shutdown 

97 

Glendive-East 

$762,435,42 

G 17,25’  Grade  Sep, 

Days 

9/13/60 

F 246  (9)  Unit  1 

9,230 

Gus  Albert 

Gr, , Surf,,  P,M,S, , 

5/21/61 

220  Cal, 

6/13/61 

Fair  X7 

5 

Circle- G1 endive 

$566,397,56 

and  Drain 

Day  s 

3 250  (3) 

6,723 

O'Neil  Const,  Co, 

Gr, 5 Surf, , and  Drain 

1/25/61 

200  Cal, 

5/22/61 

Good  ! 4 

25 

Rock  Springs -Van  Norman 

$100,511,91 

Days 

S 361  (10)  ^nit  1 

5,489 

Albert  Lalonde 

Gr,  5 Surf,,  P,MoS, , 

12/21/60 

180  Gai, 

4/10/61 

Good  22 

31 

P res servi lie  Girard-Fair view 

$325,703,80 

and  Drain 

Days 

F 391  (13)  G S 31  (5) 

9,716 

Albert  Lalonde 

Gr,  , Surf,,  PoM, S,, 

7/1/60 

100  Cal, 

0/18/60 

Shutdown 

97 

Circle-Sidnev  Northwest 

$351,184,65 

and  Drain 

Days 

10/24/60 

Division  420  - Wolf  Point 

R-AD  5 (2) 

3,023 

Lloyd  Lockrem 

Gr,  1 and  Agg,  Surf, 

3/22/61 

100  Cal, 

4/13/61 

Completed 

Whitetail  Access  Road 

$25,391,88 

Days 

6/6/61 

S 8 (10)  Unit  1 

8.976 

Baltrusch  Const,  Co, 

Gr, , Surf,,  P,M,  S, , 

11/22/60 

180  Cal, 

3/29/61 

Good  32 

61 

Scobey-Opheim 

$334,565,02 

and  Drain 

Days 

S 73  (4)  Unit  1 

0,444 

Schultz  & Lindsay 

Gr, , Surf, , P, M,  S, , 

7/5/61 

250  Cal, 

Not 

Reserve-No,  Dakota  Line 

$314,445,62 

Days 

Started 
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MONTHLY  CO, 
Month  End 


1 


STRUCT  ION 
June  30, 


REPORT 

1961 


Division  420 
F 84  (27),  F 84 
F-FG  273  (11)  - 
No,  Dak 


Wolf  Point  (Continued) 


,596 


84  (29)  U. 
189  (5)  U- 
,Point-No» 
84  (29)  U- 


(28)  and  14, 

Wolf  Point- 
Line  C Sidney -Culbertson 


X 5 i 

Dak, 
■2»  F 


144  (5> 
232  (4) 
Line 
144  (5) 


U-1 

U-1 

27c 

U-2 


561 


F 

189 

(5)  U-2,  F 232  (4)  U 

-2 

w. 

Poin 

t-No.  Dak.  Line 

27. 

561 

F 

144 

(6)  U-1,  S 368  (13) 

6. 

760 

& 

S 368  (14)  Glasgow- 

Nashua 

-Opheim-Canadi an 

Lin 

e 

S 

180 

(1) 

7. 

635 

Bainvi 

lle-North  Dakota 

Lin 

e 

F 

189 

(4)  U-1  G F 232 

(3) 

8. 

184 

Nashua 

-Wolf  Point 

S 

257 

(4) 

3. 

708 

Tampico-Glascjow 

Divi 

si on  430  - Lewistown 

S 

68  (4)  Unit  1 

10. 

502 

Hilger 

-Winifred-Big  Sandy 

U 

103 

(7)  Unit  1 

0. 

325 

Lewi  St 

own -Roy 

F 

103 

(10)  U-1  & F 333 

11, 

452 

(28)  Unit  1 “Lewis town- 

Roy 

an 

id  Grass  Range-Malta 

121 

(3) 

5 0 

334 

Utica- 

Hobson 

O 

107 

(0)  Unit  1 

10. 

619 

Arme 1 1 

s Creek 'Hays “Har 

lem 

F 

O •■>  Q 

ooo 

(27)  Unit  1 G F 

26  (6)1 

1.2: 

U-1,  Roundup -Grass 
F 333  (27)  Unit  2 
Grass  Range-Malta 
F 333  (29)  Unit  1 
Grass  Ranqe-Malta 
DISTRICT  FIVE  - BILLINGS 
Division  510  - Billings 

S 50  (4) 

Hysham  East  and  South 
I 90-8  (7)  394 
Reed  Point-Columbus 


Range -Malt a 


1),  ,832 


Coo 


'0, 


Albert  Lalonde  Co, 
$758,200,96 

Richardson  Const. 
$376,573,84 

Peter  Kiewit  Sons' 
$59,620,60 

Richardson  Const, 
$849,261,16 

Hilling  Const,  Co, 
$196,829,49 
Richardson  Const.  Co, 
$411,081,48 
G.  E,  Marshall 
$319 „ 270, 75 

Nil  son -Smith  Const, 
$267,414,00 
Walling  Const,  Co. 
$52,716,90 
Northwestern  Engr, 
$688,619,99 

Francis  Tindall 
$113,812,39 
Francis  Tindall 
$259,485,34 
Peter  Kiewit  Sons’ 
$723,297.09 
W.  P,  Roscoe 
$105,347,91 
R.  J.  Sundling 
$545,557.75 


Co, 


7.962  Albert  Lalonde  Co, 
$218,704.73 
W.  R.  Cahoon  Co. 
$280,204.39 


Gr.  5 Surf. , P.M.  S. , 
and  Drain 

2/17/60 

P.M. Bit.  Surf. 

8/24/60 

Seal  Coat  Oiling 

6/14/61 

Gr.  t Surf. , P.M. S, 

5/21/61 

Gr. , Surf. , Ur.  G 

2/21/61 

100.0’  T.T.  Br. 

Gr, , Surf.,  P.M. S.  , 

4/20/60 

and  Drain 

Gr. , Surf,  and  Drain 

1/21/60 

P.M.  Bit.  Surf. 

11/22/60 

Gr. , Surf.,  P.M.S. 

3/22/61 

Gr. , Cell).  Stab.  Base, 
P.M.S.  and  Drain 

7/5/61 

Gr.  , Surf,,  and  Dram 

7/5/61 

Minor  Gr, , Drain, 

7/ 5/61 

Surf. 5 G P.M.S, 

Gr. , C.  S.  Base,  P.M, S., 

2/21/61 

and  Drain 

4 Gone.  BrSe  - 346.0° 

2/21/61 

C.  S.  Base  and  P.M. S. 

3/22/61 

Gr. , Surf.,  and  Drain 

6/14/61 

558.0’  Steel  Bridge 

9/28/60 

180  Cal. 
Days 

5/4/60 

Fair 

18 

92 

130  Cal. 
Days 

9/23/60 

Fair 

34 

93 

30  Cal. 

Not 

Days 

Started 

240  Cal. 
Days 

6/13/61 

Fair 

60 

5 

200  Cal. 
Days 

3/28/61 

Good 

35 

82 

200  Cal. 
Days 

5/ 16/60 

0 

94 

160  Cal. 
Days 

6/13/60 

“ 

93 

150  Cal, 
Days 

4/4/61 

Good 

35 

65 

120  Cal. 
Days 

4/7/61 

Poor 

8 

57 

220  Cal. 

Not 

Days 

Started 

220  Cal. 

Not 

Days 

Started 

100  Cal. 

Not 

Days 

Started 

220  Cal. 
Days 

4/1 1/61 

Poor 

31 

20 

9/30/61 

3/ 13/51 

Good 

13 

58 

150  Cal. 

4/18/61 

Good 

65 

Days 


200  Cal. 

6/21/61  Good  4 

1 

Days 

12/31/61 

10/28/60  Good  15 

87 
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MONTHLY  CONSTRUCTION  REPORT 
Month  Endi^  June  30„  1961 

Division  510  - Billings  (Continued) 


I 90-8  (8)  438  Unit  1 
Mossmaln -Billings 
I 90-8  (8)  438  Unit  2 
Mossmain -Billings 
I 90-8  (10)  451 
Yellowstone  River  Bridge 
S 132  (3) 

Bill ings-South 
S 136  (2)  Unit  1 
Wyoming  Line-Belfry 
S 260  (3)  Unit  1 


6o423  Long  Const*  Co* 

$1 j 556,610*  26 
6*423  McRae’s  SoO<,S* 
$33,140,22 

— W,  R*  Gaboon  Co, 
$808,983,80 

8,235  R,  J,  Sundling 
$208, 94], 85 

10,539  Long  Const,  Co, 
$212,473,10 

11,412  Albert  Lalonde  Co, 


Lodge  Grass -St,  Xavier 
S 322  (5)  Unit  2 5,109 

Hardin “Sarpy 

S,M,P,  0599-61  “ Big  Horn,  ---- 
Carbon  and  Yellowstone  Counties 
SW  3399-61  - Golden  Valley-  — 


$211,507,28 

MyrI  Clark 

$317,203,50 

Empire  Sand  & Gravel 

$83,600,00 

Schultz  G Lindsay 


Musselshell  G Yellowstone  Counties 


),00 


Division  520  - Miles  City 
F 86  (19)  1,148 

Montana  Avenue  - Baker 
I 94-4  (3)  ]34  — 


N 0 r t i)  e r n Imp  r o v eme n t 
$165,351,46 
Sornsin  G Tristate 


Miles  City “East  G West 
I 94-4  (5)  127  Unit  1 G 8,550 
F 135  (17) “Miles  City-West 
I 94“4  (5)  127  Unit  2 0,550 

Miles  City -West 

J 94-4  (6)  136  U-1  G 12,442 


$324,466,92 

Peter  K : e wi t Son?’ 

$2,657,498,45 

R,  J,  Sunoling 

$35,906,25 

Peter  Kiewit  Sons' 


F 86  (20)  U l-f.liles  City-East 
I 94-4  (6)  136  Unit  2 ' 11,597 

Miles  City-East 

F 156  (JO)  U-1  GF  156(11)13,107 
U-i-0] ive-Miles  City 
F 156  (11)  Unit  2 - 

01 ive-Miles  City 

F 262  (12)  ] 1,000 

Broadus-Wyoming  Line 
S 380  (1)  8,615 


$2,349,375,73 

Walter  Mack  in  G Son 

$62,7^9,00 

Gus  M,  Albert 

$759,600,10 

Holm  Construction 

$49,164,09 

Myrl  Clark 

$265,926,22 

Gus  M,  Albert 


Miles  City-Kin sev 


Gr, , Surf,,  P,M,S, , Dr, 

11/17/59 

300  Cal, 

11/23/59  Good  30 

94 

G 153,0’  OP  and  Front  Rd, 

Days 

Fencing 

11/17/59 

100  Cal, 

4/5/60 

26 

Days 

937,75'  Steel  Bridge 

6/8/ 60 

6/30/62 

6/ 22/60 

Good  18 

05 

Agg,  Surf,  and  P,M, S, 

5/25/60 

]00  Cal, 

7/6/60 

Comp  let  ed 

Days 

6/ 28/61 

Surf,,  and  P,  M,  S, 

7/5/61 

120  Cal, 

Not 

Days 

Started 

Surf, 5 and  P,M, S, 

7/5/61 

iOO  Cal, 

)Not 

Ddys 

Started 

Gr, , Surf,  5 P,H,  S, , 

4/20/60 

200  Cal, 

6/20/60 

Completed 

and  Drain 

Days 

6/ 28/ 6 1 

Crushing  and 

6/14/61 

130  Cal, 

Not 

Stockpiling 

Days 

Started 

Crusliing  and 

6/14/6] 

130  Cal, 

Not 

Stockpiling 

Day 

Started 

4/19/61 

130  Cal, 

5/25/61 

Fair  1 ,l 

27 

and  Drain 

Days 

92,0'  G 290,0’  S G C Br, 

, 2/19/60 

7/31/61 

3/31/60 

Good  1 

97 

and  i53o0‘  OP 

Gr, , Surf,,  P,Mo$, , Dr, 

2/16/60 

400  Cal, 

4/1/60 

Good  82 

75 

& 214,5’  Gone,  Inter, 

Days 

Fencing 

2/I6>/60 

150  Cal, 

5/23/60 

0 

98 

Days 

Gr,,  Surf,,  Cone,  Pa^e, 

4/19/0] 

400  Cal, 

6/18/61 

Fair  11 

1 

P,M, S, , G 4 Structures 

Days 

Fencing 

4/ 19/61 

200  Cal, 

6/13/61 

Good  6 

4 

Day? 

Gr,  5 Surf  o , P,M,  S, , 

7/5/61 

300  Cal, 

Not 

Days 

Started 

138,0’  Cone,  Br, 

4/19/61 

i 1/30/61 

6/2/6] 

Poor  5 

12 

Stabilization  of 

5/25/60 

LOO  Cal, 

7/25/60 

Completed 

Agg,  Surf,,  G P,M,S, 

Days 

6/] 9/61 

Gr, , Surf,,  P,M,  S, , 

7/20/60 

150  Cal, 

8/12/60 

Poor  0 

81 

Dr,  G 190,0’  Cone,  Br, 

Days 

‘ ' . fO  , .t.-w 

1 ' 
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STATE  HIGHWAY  COMMISSION 
CONSTRUCTION  DEPARTMENT 


MONTHLY  CONSTRUCTION  REPORT 

Month  Fndinq  August  31,  i061  QC  Or*y / v IA-J\ 


Project  and 

Location 

Contractor  and 
Mileage  Bid  Price 

Type 

Contracts 

Awarded 

Date  of 
Completion 

Work 

Began 

Pro- 

geess 

Men 

Emp. 

% 

Comp, 

DISTRICT  ONE  - MISSOULA 

Division  IJO  - Missoula 

I 90-1  (6)  43  U-1 

6, 686 

Zook  Bros,  Const, 

Gr, jAgg.Surf, ,PMS, 

1/21/60 

330  cal. 

3/29/60 

Fair 

24 

93 

Superior-East  & West 

$1,096,572,11 

Dr.  & 17.25’  Sep, 

Days 

I 90-1  (6)  43  U-3 

6,686 

Parker  & Knez 

Fencing  & Cattle  Gds 

, 1/21/60 

iOO  Cal, 

5/  25/  60 

99 

Superior-East  & West 

$67,742,37 

Days 

I 90-1  (15)  43 

6,686 

Tschache  Bros, 

Signing, DelJineati  on 

7/5/61 

120  Cal, 

8/21/6] 

Fair 

5 

4 

Superior-East  6-  West 

$21,306.97 

and  Lighting 

Days 

I 90-3  (6)  180  U-1 

8,603 

Holland  Const, 

Gr, jAgg.Surf,  ,PMS 

5/25/60 

300  Cal, 

6/ 1 3/ 60 

4 

96 

& F 184  (14),  Deer  Lodge 

- 

$1,565,955,46 

& Dr, 

Days 

Noo  & Soo  C Bearmouth-D„ Lodge 

I ‘->0-3  (8)  180  U-2 

Mont.Engr,  L Const, 

6 Prestress  Cone,  fc- 

5/' 25/60 

8/31/61 

7/13/60 

Compl eted 

Deer  Lodge-No.,  & Soo 

$353,363,43 

2 Reinf.  cone,  Brs, 

8/30/61 

I 90-3  (8)  180  U-3 

8,603 

Colo,  Fuel  & Iron 

Fencing  & Cattle  Gds 

,5/25/60 

100  Cal, 

6/21/60 

_ _ 

5 

85 

Deer  Lodge-No,  & So® 

$54,373,04 

Days 

I 90-3  (10)  180 

8,603 

Highway  Steel 

Signing  & 

7/5/61 

150  Cal, 

Not  Started 

Deer  Lodge-No,  & So, 

$27,357.04 

Del i neat J on 

Days 

F 2J5  D,  S 218  (4) 

2,640 

Asphalt  Const, 

Traffic  Signai.s.Gr,  , 

4/19/61 

130  Cal, 

6/5/ 6.1 

Fair 

3 

73 

S 218  (5),  S-US  220  (2)  < 

!> 

$92,575,56 

Surf, ,PMS,  Seal  & 

Days 

S 298  (2),  Missoula  Sts, 

Cover 

-S-^l  (1) 

4,961 

Bud  King  Const, 

Gr,  and  Agg.Surf,, 

11/22/60 

J 50  0 ^ o 

12/6/60 

__ 

97 

Thompson  Falls-West 

$295,207,38 

Days 

F 237  (16 ) & F 267  (11 ) 

20,812 

S, Arkwright , Inc, 

Raise  Grades,  Agg, 

7/ 1/60 

180  Ca 1 , 

7/28/60 

F a i T 

30 

93 

Bonner  Ovando 

$084,257,75 

Surf,  & PMS 

Days 

S-SG  272  (2) 

1,731 

Naranche  & Konda 

Agg, Su rf® ,PMS  & 

7/i^'/6l 

50  Cal, 

8/l(V61 

Fa  IT 

20 

25 

hW  Fr-nchtown  Wye-West, 

$46,331,05 

Seal  Coat 

Days 

S 201  (4) 

6,  346 

F & S Contr, 

Gr, tSurf, , & PMS 

4/20/60 

160 

5/18/60 

__ 

gg 

Avon -He (mvi < le 

$362,806,40 

Days 

S 291  (6) 

5, 406 

Peter  Kiewit 

Gr, ,Cem, Stab, Base, 

7/10/61 

150  Cal, 

Not  Started 

Avon -Helmvil ] e 

$336,918,00 

PMS  & Dr, 

Days 

S 328  (I) 

1,215 

Bud  King  Const, 

Gr, , Surf ,, Road  Mix 

4/19/61 

200  Cc', 

(V29/61 

Good 

0 

11 

Conner-Cutof f 

$228,546,43 

Surf, , Dr,  G 2 Con''',StrSo 

Days 

SMP  3110-22  - US  wiO 

34,601 

Zook  Bros,  Const, 

Seal  Coat  Oiling 

7/10/61 

0/15/61 

8/23/6] 

Good 

28 

63 

Mont, -Idaho  Line 

$68,437,00 

SMP  3199-61 

Mountain  Const. 

Crushing  & 

6/29/61 

120  Cal, 

8/4/61 

Fair 

-- 

15 

Mineral  & Missoula 

$79,335.00 

Stockpiling 

Days 
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MONTHLY  ^INSTRUCTION  REPORT  A)  ^ 

Month  Ei^inq  Huqust  31,  1Q6I 

Division  120  - Kalispell 


SI  (6)  U-l 

6„549 

United  Paving  Co. 

Gr. , Agg. Surf , ,PMS 

3/22/6) 

150  Ca1. 

4/] 2/61 

Poor 

16 

40 

Ka] ispel 1 -Half  Moon 

$457,921.94 

& Dr. 

Days 

S 65  (4)  U~1 

4o858 

Zook  Bros,  Const. 

Gr, , Agg. Surf. jPMS 

11/22/60 

180  Cal. 

11/1W60 

Fair 

55 

50 

C] earwater-Big  Fork 

$512,338.14 

G Dr. 

Days 

F 1^)1  (20)  U-l 

7,300 

Curtis  Const. 

Gr, ,Surf. ,PMS 

3/22/61 

150  Cal, 

4/4/61 

Poor 

3 

71 

Pablo -Kalispel 1 

$281,156.53 

G Dr. 

Days 

F 191  (21)  U-l 

7,247 

United  Paving  Co. 

Widening.  Surf.,  G 

4/10/61 

120  CaJ. 

5/17/61 

Fair 

6 

08 

Pablo-Kalispell 

$252,742, 13 

PMS 

Days 

SMP  102-1501-02-12-42 

Robt.  W.  Ross 

Const.  G Remodeling 

7/10/61 

] 1/30/61 

8/8/61 

Good 

4 

25 

Kalispell  Div,  Office 

$21,675.00 

of  Division  Office 

DISTRICT  TWO  - BUTTE 

Division  210  - Butti 

e 

S 6 (4)  U-l 

7,027 

McLaughlin,  Inc. 

, Agg,  Surf.  PM  Bit. 

8/30/61 

240  Cal. 

Not  St  arted 

Townsend-Canyon  Ferry 

-Clasoil 

$319,862.15 

Surf,  G Or. 

Days 

-S  (9)  U-l 

8,498 

Albert  Lalonde 

Agg. Surf.  G PMS 

10/26/60 

00  Ca 1 e 

5/3/61 

Comp] eted 

Car dwel 1 -Boulder 

$177,992.36 

Days 

8/  4/  6.1 

I 15-1  (ll)  37  U-l 

7,775 

Nil son-SmJ  th 

Gr. , Agg. Surf,  ,PMS' 

3/22/61 

400  cal. 

6/1/61 

Good 

24 

35 

Idaho  Line-Dillon 

$1,043,487.45 

G Dr, 

Days 

I 15-1  (11)  37  U-2 

Ralph  Buck aba 

4 Prestress. Cone, 

3/22/61 

6/30/62 

4/17/61 

Good 

Q 

36 

Idaho  Line-Dillon 

$222,558,72 

Beam  St  rue,  - 567,0’ 

I 15-1  (11)  37  U-3 

4,500 

Hildreth  ca^st. 

Fencing 

4/17/61 

200  Gal. 

6/20/61 

„„ 

4 

Idaho  Line-Dillon 

$20,097.97 

Day  s 

I 15  2-(10)  IIB 

4,245 

C-B.Lauch  const. 

Signing  G Delineation 

1 1/1/60 

00  Ca'. 

5/3/6] 

Com.p1  eted 

Dillon-Butte 

$13,009,27 

Days 

8/10/61 

I 15-2  0 4)  127  U-l, 

3,361 

Bud  King  Con'^t, 

Gr. , Agg, Surf, ,Conc. 

8/30/61 

400  Ca ( . 

Not  St  arted 

F 207  (8)  & F 27^^)  (4) 

$i ,726,708.52 

Pav, ,PM  Bit. Surf., 

Days 

Butte  Streets 

Sea)  Coat  G Dr, 

I 15-2  (14)  127  U-2 

2,708 

US  Steel  Corp. 

F enci  ng 

8/30/61 

200  Cal, 

Not  Start. 

ed 

Butte  Urban 

$62,087.38 

Days 

15,804 

S. Birch,  Inc.  & 

Agg.SuTf,  G PMS 

8/24/' 60 

160  cal- 

4/4/61 

Comp] eted 

Jack  son -Dll Ion 

S. Birch  & Sons 
$271,207,21 

Days 

8/24/61 

F 42  (1)  U-J 

0,226 

S,  Arkwriqht,  Inc. 

Gr. , Agg. Surf „ G PMS 

7/10/61 

250  Cal. 

8/14/61 

J 6 

5 

Idaho  Line-Wisdotn 

$600,504. h 

Days 

F 42  (1)  U-2 

___ 

Watters  Const. 

214.5’  Cone. Struc, 

7/10/61 

7/31/62 

8/2/61 

Good 

7 

7 

Idaho  Line-Wisdom 

$60,600.05 

F 43  (15)  U-l 

31,359 

Nil  son -Smith 

PMS 

10/26/60 

150  Cai . 

6/22/61 

Good 

41 

54 

Wisdom-Divide 

$381,402.49 

Days 

-F-  68  (0) 

6.088 

Naranche  & Konda 

Gr, , Agg, Surf, ,PMS 

7/1/60 

50  Ca  J o 

8/2/60 

Completed 

Anaconda  -East 

$800,519.87 

G Dr. 

Days 

8/! 0/6] 

F 68  (11) 

6.088 

Electrical  Products 

Signing  G Delineation 

7/5/’61 

150  Cal. 

8/7/61 

__ 

__ 

30 

Anaconda-East 

$24,022.18 

Days 
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MONTHlY^iNSTBUCTION  REPORT 
Month  Ending  August  31,  1961 
Division  210  (Continued) 


5 167  (6) 

Cardwel 1 -Southeast 

Division  220  - Bozeman 
ROW  FHP  60*1 
Raynolds  Pass-Ennis 
-S-66- 

Emigrant  & Appo  Rdo 
I-IG  90-6  (2)  309  U-1 
Rocky  Canyon  Road 
I-IG  90-6  (2)  309  U-2 
Rocky  Canyon  Road 
I 90-7  (4)  330 
Li vingston-East  & West 
I-jG  90-7  (9)  327  U-1 

6 F 105  (6)  U-1 

Livi ngston-South-East  & 
I-IG  QO-7  (9)  327  U-2 
Livingston -South  & East 
I_TG  90-7  (9)  327  U-3 
& F 185  (6)  U~3 


4«978  Hilde  Consto  Coo 
$34] ,0j6e40 

9,00  Peter  Kiewit 
$49,840,95 

I, 218  King  6 McLaughlin 
$27,478,32 

5,275  Goodfellow  Bros, 
$4,058,435,93 

5,275  Tschache  Bros, 
$39,805,60 

w,  R,  Gaboon  Co, 

$642,857,48 

12,087  King  & McLaughlin 
$3,134, 965, 36 

est 

Schultz  & Lindsay 

$505,374,87 

12,087  Lahren  const*  Co, 
$66,821.50 


Livingston -South-East  & west 

P-  2-17  -(4-2)  U-1  ,-F  ■ 217  ( 1 3^)  24,815  King  & McLaughlin 
-U-F-€r  Ul,  Gardiner*  $612,096,80 

Livingston  & Pray  Siding-Mill  Cr, 

Ji-3-70  (42)  5,760  Albert  Lalonde  Co, 

Bozeman -Wil sal  I $470,572,42 

SMP  1699-61,  Gallatin,  w,  B,  Harding 

Madison  & Beaverhead $47,415, 00 

DISTRICT  THREE  - GREAT  FALLS 
Division  3l0  - Great  Falls 
I*IG*ING  15-4  "(4)  182  U2  2,770  Hilde  Const,  Co, 

G F 214  (3)  Ul,  Helena-So,  $1,129,813.43 

I-IG-ING  15-4  (4)  182  U3  2,770  Ken  Larson 
Helena-South  $43,314,43 


I-IG-ING  15-4(4)  182  U4 
G I 35-4  (5)  185  Ul 
Helen a -North 
I-IG-ING  15-4  (4)  182  U6 
G I 15-4  (5)  185  U2 
Helena-North 


1.248  S, Birch,  Inc.  G 
S, Birch  G sons 
$636,632,67 

1.248  US  Steel  Corp. 
Cyclone  Fence  Dept 
$32,110,94 


%) 

Gr. ,Surf, ,BST 

7/5/61 

220  Cal, 

8/24/61 

10 

2 

G Dr, 

Days 

Fencing 

8/24/60 

150  Cal, 
Days 

9/29/60 

] 

9] 

Agg.Surf,  G PMS 

6/14/61 

90  Calo 

6/28/61 

Compl eted 

Days 

8/22/61 

Gr,  ,Agg,Surfo ,PMS, 

5/24/61 

420  Cal. 

6/ 1 5/61 

Fair  164 

24 

Dr,  G 3 Struc, 

Days 

Fencing 

6.15/6] 

150  Cal, 
Days 

6/  22/61 

14 

Dual  Struc, t 7320, 42' 

] 1/18/59 

9/30/61 

12/16/59 

Fair  12 

95 

Gr,  jSurf,  ,PMS,  Dr, 

12/21/60 

350  Cal, 

1/25/6J 

Good  102 

48 

G Irrigation  Facilities 

Days 

1,486,5'  SGC  OP 

12/21/60 

6/30/62 

1/30/61 

Good  35 

62 

Fencing 

12/21/60 

150  Cai, 
Days 

3/14/61 

Fair  3 

56 

Gt,  ,Surf,  ,PMS  G Dr, 

!/ 25/61 

180  Cal, 

2/28/6* 

Compl e^  ed 

Days 

8/22/61 

Gr,  ,Su:rf,  G Dr, 

8/24/60 

200  CaJ, 
Days 

] 0/25/60 

8/14/’61 

Compl eted 
8/25/'6 1 

Cr,  G stofkpi  i. ing 

7,' 19/61 

120  Cal, 
Days 

F a 1 r 7 

16 

Gr,  ,Surf,  sPM,Dr,  G 

9/28/60 

300  Cal, 

10/12/60 

Poor  4 

71 

Dual  260,5'  St,  UP 

Days 

Fencing  G Cattle  Gds, 

9/28/60 

100  Cal, 
Days 

10/12/60 

80 

Gr,  tSurf  0 jPMS,  Dr,, 

5/24/61 

300  Cal. 

6/8/61 

Good  1 2 

28 

242,5'  Interchange  G 
214.5'  Grade  Sep, 

Days 

Fencing  G Cattle  Gds, 

5/24/61 

100  Cal, 

Not  Si'arted 

Days 
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MONTHLY#  jNSTRUCTION  REPORT 

Month  Enffinq  Auqust  31. 

1961 

Dl¥ision  310  (Continued) 

I 15-4  (9)  194  U-1 

1 2, 663 

Earl  L„  McNutt  & 

Gr. ,Surf . ,PMS,  Dr. 

6/  1 4/  6 1 

400  Cal. 

7/19/61 

Poor  14 

1 

Helena  Hill-Sieben 

Frank  Baulne 

& Dual  118,0*  Struc. 

Days 

$3,788,848.75 

I 15-4  (9)  194  U-2 

12,663 

Tschache  Bros, 

Fencing  G-  Cattle  Gds. 

6/14/61 

150  Cal, 

6/28/61 

Fair  1 

21 

Helena  Hill-Sieben 

$79,149,25 

Days 

I J5-4  (10)  162  & F 214 

3,469 

Highway  Steel  Con. 

Signing  & Delineation 

7/5, '61 

150  Cal. 

Not  Started 

(4)  Lewis  & Clark  Co, Lin 

e-No, 

$61,237,71 

Days 

1-15-5  (9)  275  U-1 

8,337 

Interstate  Contr, 

Gr, , Surf,  G Or, 

7/22/59 

400  Cal. 

8/5/59 

Conipl  eted 

Sun  River-Creat  Falls 

$2,629,104,83 

Days 

8/21/61 

I 15  5 (9)  275  U-3 

8,337 

Fred  Strandberg 

Fencing 

7/22/59 

100  Cal. 

3/28/60 

Completed 

Sun  River-Great  Falls 

$30,093.40 

Days 

8/16/61 

I 15-5  (13)  239  U-1 

9,702 

Baltrusch  Const, 

Gr.  ,Surf,  ,PMS  G Dr, 

3/22/61 

420  Cal. 

4/24/6! 

Good  28 

31 

Hardy  Creek -Cascade 

$1,741,788,17 

Days 

T 15-5  (13)  239  U-2 

A & B Construction 

3 Interchanges  G 

3/22/ 61 

10/31/61 

4/1 7/61 

Good  10 

71 

Hardy  Creek -Cascade 

$220,912,08 

82,0*  Cone.  OP 

I 15-5  (13)  239  U-3 

9,703 

Boulet  Const,  Co. 

Fencing 

3/22/61 

200  Cal® 

5/2/61 

Shutdown 

25 

Hardy  Creek -Cascade 

$60,050.85 

Days 

8/11/61 

F 50  (9) 

2,476 

Boulet  Const.  Co. 

Guard  Rail 

6/ j 4/61 

90  Caj. 

7/26/61 

Comp] eted 

Rogers  Pass-Simms 

$22,841.80 

Days 

8/29/6) 

F 65  (6)  U-2 

W.  Mack  in  & Son 

60,0*  Cone,  Br, 

5/24/61 

9/30/61 

7/5/61 

Good  6 

87 

Sun  River-Choteau 

$32,334.56 

S 121  (3) 

4,334 

Francis  Tindall 

Gr.sSurf,  G Dr. 

7/5/61 

220  Cai. 

Not  Started 

Uti ca -Hobson 

$113,812.39 

Day 

F lOO  (4)  & U 277  (5) 

3,168 

Mont, Sand  & Gravel 

Minor  Gr, , Sui f . ,PMS, 

6/2  Vbl 

■^0  Car. 

7/31/61 

Good  33 

60 

Great  Falls  Sts, 

$239,875.32 

S.C.O.jNew  Med.  Curb, 

G Dr. 

Days 

F 235  (27)  U-1 

5,113 

S. Birch, Inc,  & 

Gr. , Surf,  jPMS  G 

3/22/61 

180  Cal. 

4/20/61 

Good  66 

61 

AToi ngton -Lewi stown 

S. Birch  G Sons 

3 - 61.5*  Bridges 

Days 

$477,170.89 

U 24d  (14)  U«i,U-UG 

0,513 

C.B.Lauch  Const. 

Gr,  jPave.  ,PMS, 

5/24/61 

7/31/62 

6/I3/6I 

Fair  7 

7 

376  (3)  U-1,  Helena  Sts, 

$300,715.78 

OP  G Dr, 

S-&29-44)-U-l- 

10.276 

Maronick  Const, 

Surf,  ,PMS  G Dr. 

2/21/61 

(60  Cal. 

3/24/61 

Comp] eted 

Great  Falls-So. 

$396,664.75 

Days 

8/25/61 

■S-33Q-(1)  U-1 

2,527 

Hilde  Const.  Co. 

Gr. ,Surf . jPMS  G Ur„ 

3/22/61 

130  Cal. 

4/21/61 

Compl eted 

East  Helena-Southwest 

$119,955.70 

Days 

8/25/61 

U-F-FG  395  (4) 

____ 

Robertson  & Cave 

1,125.75’  S G C Br. 

2/17/60 

10/31/6] 

3/15/60 

Good  15 

94 

Great  Falls  Sts, 

Sletten  Const,  Co. 

FI, 139. 281, 67 

Division  320  - Havre 

S 13  (5)  U-1 

5.288 

O'Neil  Const,  Co. 

Gr, , Surf . , PMS  G Dr. 

3/27/61 

200  Cal. 

4/  26/ 61 

Good  18 

73 

Rudyard-Goldstone 

$327,239.94 

Days 

I-IG  15-8  (6)  379  U-1 

4.783 

Baltrusch  Const, 

Gr.  jSurf . ,PlvlS, 

10/28/59 

240  C3l. 

4/ 5/60 

__ 

98 

& S 366  (5),  Sunburst-No 

9 

$760,829. 24 

313.0’  (F,  168,0*  Inter. 

Days 

-*  j J . 
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MONTHLY^  jMSTRUCT ION  REPORT 

Month  Ending  August  31  „ 1961  

D 1 vi s i on  320  -(Con t i nued) 


(6)  370  U 2 

4„235 

Fred  Strandberg 

Fencing  & Cattle  Gds, 

10/28/59 

100  Cal, 

Completed 

Sunburst-North 

$38,746,00 

Days 

8/23/61 

I 15  8 (10)-^ 

4,235 

Fred  Strandberg 

Signing  G Delineation 

10/26/60 

90  Cal, 

Completed  8/24/61 

Pondera  Co.Line-Can^,  Line 

$12,315.80 

Days 

S 179  (4) 

6,315 

Allen  Stuber 

Gr,  ,Surfo  & Dr, 

6/14/61 

200  Cal, 

7/  i 2/ 6 1 

Fair 

12 

27 

Harlem-Hogeland 

$120,348,25 

Days 

F-2e8-fa^ 

0, 866 

Billings  Const, 

Gr, , Surf. ,RM0  & 

7/1/60 

50  Cal, 

Completed 

Babb-Piegan 

$136 , 577, 00 

121,5’  Cone,  Br, 

Days 

8/10/61 

F 220-<7) 

0,492 

Mountain  Const, 

Gr, jSurfo ,RM0  & Dr, 

8/24/60 

100  Cal, 

Completed 

Cutbank-East  and  West 

$68 , 063, 35 

Days 

7/28/61 

242  (1) 

4.367 

O'Neil  Const. 

Gr, , Surf , ,PMS,  Dr, 

6/20/60 

150  Cal, 

Completed 

Box  Elder-vJest 

$193,898,31 

G 75,0*  T,T,  Br, 

Days 

8/24/61 

S 266  1 1-4  - 

9,789 

Billings  Const, 

Gr, jSurf , & Dr, 

6/ 2/ 60 

220  Cai. 

Completed 

Browning-Babb 

$584,286,07 

Days 

8/31/61 

S 290  (12) 

1,688 

N, A, Nelson  Const, 

Gr, , Surf, , PMS,  Dr. , 

7/19/61 

7/31/63 

8/16/61 

SI  ow 

5 

0 

Oer a Id in e-Fort  Benton 

$526, 260,65 

G 708,0“  St,  Bridge 

-5-003-44^ 

5,269 

O’Neil  Const, 

Gr, ,Surf, ,PMS  G Dr, 

2/17/60 

140  Cal, 

Comp] eted 

Chester-South 

$214,688,37 

Days 

7/28/61 

SMP  0399-61,  Chouteau 

Richardson  Const, 

Cr,  G Stockpiling 

5/24/61 

150  Gal, 

6/15/61 

Good 

6 

41 

Blaine,  Hill,  Toole,  Glacier 

$84,967.50 

Days 

AR 302 -006 1-05 -01 2 

Walter  Laas 

Repair  of  Bridge 

8/30/61 

1 1/30/61 

Not  Started 

Repair  F 132  (6) 

$3,440,00 

Chester -Gi  Idf  Old 

DISTRICT  FOUR  - GLENDIVE 

* _ 1 

see  note  at  end  of 

report  concerning  F 315  (15), 

Division  410  - Glendive 

S 32  (11) 

7,406  Haggart  Const, 

Gr, , Surf, PMS,  5;ea J 

7/5/61 

140  CaL, 

7/27/61 

Poor 

32 

!0 

Giendive-R.ichey  Northwest 

$291,557,58 

G f>r. 

Days 

F 246  (9)  U=1 

9,230 

Gus  M,  Albert 

Gr,  t Surf ,, PMS  G Dr, 

5/21/61 

220  Cal, 

6/13/ 61 

Good 

78 

59 

Ci rcJ  e-Giend] ve 

$566,397,56 

Days 

S 258  (3) 

6,723 

O'Neil  Const, 

Gr,  ,Suxf  „ G Dr, 

1/25/61 

200  Cal, 

5/22/61 

Fair 

18 

59 

Rock  Springs -Van  Norman 

$180,511,91 

Days 

S 361  (10)  U-i 

5,409 

Albert  Lalonde  Co, 

Gr, ,Surf, ,PMS  G o » „ 

J.2/2»/60 

.180  cal'. 

4/ L 0/6 I 

Good 

20 

76 

Presserville-Girard-Fairview 

$325,783,80 

Days 

Division  420  - Wolf  Point 

-^O-(  iO)  U 1 

8,976 

Baltrusch  Const, 

Gr, , Surf ,, PMS  G Dr, 

11/22/60 

180  Cal. 

Completed 

Scobey-Opheim 

$334,565,02 

Days 

8/25/61 

S 73  (4)  U-( 

8,444 

Schultz  & Lindsay 

Gr, , Surf,  ,PMS  G Dr, 

7/5/0] 

250  Cal, 

Not  Started 

Reserve-Noo  Dak„  Line 

$314,445,62 

Days 

F 84  429)  U2,F  144  (5) 

27, 561 

Peter  Kiewit 

Seal  Coat  Oiling 

6/14/61 

30  Cal, 

Completed 

U2.  F 189  (4)  U2  & 

$59,620.60 

Days 

8/17/61 

F 232  (4)  U2 

Wolf  Point-North  Dakota  Line 
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MONTHLY#  INSTRUCTION  REPORT 
Month  Ending  August  31,  1961 

Division  420  (Continued) 

F 144  (6)  Ul,  S 368  (13)  6„760 

Richardson  const. 

Gr. jSurf . ,PMS 

5/21/51 

240  Cal. 

6/13/61 

Good 

95 

52 

& S 360  (14),  Glasgow- 
Nashua-Opheitn-Cano  Line 

$849,261. 16 

Days 

.S...180  -(41  7.635 

Hilling  Const. 

Gr.  ,Surf.  ,Dr.  G 

2/21/61 

200  Cal, 

Comp] eted 

Bainvil le-Noo  Dakota  Line 

$196,829.49 

100.0’  TT  Br„ 

Days 

8/3/61 

§--257  (4)  3. 788 

G.E. Marshall 

Gr.  ,Surf.  G Dr. 

1/21/60 

160  Cal. 

Completed 

Tamp i CO “Gl a sqow 

$319,270.74 

Days 

8/3/6i 

Division  430  - Lewistown 
y.  0.325 

Walling  Const. 

Gr. ,Surf„  G PMS 

3/22/61 

120  Cal. 

Cornpl  eted 

- 

Lewistown -Roy 

$52,716.90 

Days 

8/23/61 

F 103  (10)  Ul  G F 333  11.452 

Northwestern  Engr. 

Gr. , Gem. Stab. Base, 

7/5/61 

220  Cai. 

8/17/61 

Good 

__ 

•ri 

(28)  Ul , Lewistown-Roy 

G Grass  Range-Malta 

$688,619.99 

PMS  G Dr. 

Days 

S 187  (8)  U-1  10.619 

Francis  Tindall 

Minor  Gr.  ,Dr.  ,Surf o 

7/5/6] 

100  Cal. 

7/20/61 

Good 

25 

26 

Arrnells  Creek -Hays-Harlem 

$259,485.34 

G PMS 

Days 

F 333  (27)  Ul  G F 26  (6)  11.218 

Peter  Kiewit 

Gr. , C. S.Base,PfiIS 

2/21/61 

220  Cal, 

4/11/61 

F a ( r 

48 

41. 

Ul , Roundup-Grass  Range-Malta 

$723,297.09 

G Dr. 

Days 

F 333  (27)  U-2  --  - 

W.  P.  Roscoe  Co. 

4 Cone.  Brs.  - 346.0’ 

2/21/61 

6/30/61 

3/13/6] 

Fair 

6 

9M 

Grass  Range-Malta 

$105,347.91 

F 333  (29)  U-1  11.832 

R.  4.  Snndlinq 

C.S.Base  G PMS 

3/22/61 

150  Cal. 

4/18/61 

__ 

72 

Grass  Range-Malta 

$545,557.75 

Days 

DISTRICT  FIVE  - BILLINGS 

Division  510  - Billings 

S 50  (4)  7.962 

Albert  Laionde  Co. 

Gr. .Surf.  G Dr, 

6/14/61 

200  Cal. 

6/21/61 

Poor 

15 

78 

Hyshani  East  G south 

$218,704.73 

Days 

I ^>0-8  (7)  304 

W.  R.  Cahoon  Co. 

558.0’  St.  Bridge 

9/28/60 

i 2/31/61 

10/28/(30 

F a i r 

11 

66 

Reed  Point-Colurabus 

$280,204.39 

j[-,.gO  8 (8)-  -43G~0-1  6. 423 

Long  Const.  Co. 

Gr. , Surf PMS,  Dr. 

11/17/56 

300  Cal. 

Completed 

Mo s sma  ? n -Bi 1 1 J ng  s 

$1,556,610.26 

G 153.0’  OP  G Frontage  Road 

0 3 y S 

8/17/61 

I oo^H  (0)  430  u-2  6.423 

McRae  Ls  S.O,  S. 

F encing 

11/17/56 

100  Cal. 

4/5/60 

Fair 

4 

36 

Mo  s sm  a 1 n -B  i 1 1 i n g s 

$33,140.22 

Days 

I 90-8  (10)  45 t 

W.  R.  Cahoon  Co. 

d37. 75’  St,  Bridge 

6/8/ 60 

6/30/62 

6/22/60 

Fair 

16 

63 

Yellowstone  River  Br. 

$808,983.80 

S 136  (2)  U-1  10.539 

Long  Const.  Co. 

Surf.G  PMS 

7/5/61 

120  Gal. 

7/25/61 

Good 

40 

48 

Wyoming  Line -Bel  fry 

$212,473.10 

Days 

S 260  (3)  U-1  11.412 

Albert  Laionde  Co. 

Surf.  G PMS 

7/5/61 

] 00  Oc4  1 o 

8/ 28/ 61 

__ 

21 

2 

Lodge  *^rass-St.  Xavier 

$211,507.28 

Days 

SMF  0599-6],  Big  Horn,  

Empire  Sand  G Grav. 

Cr,  G Stockpiling 

6/ 1 4/61 

130  Gal. 

7/7/61 

Poor 

1 1 

38 

Carbon  G Yellowstone 

$83,600.00 

Days 

SMF  3399-61,  Golden  Valley,  — 

Schultz  G Lindsay 

Cr.  G Jitockpiling 

6/14/ 61 

130  Cal. 

9/1/61 

__ 

8 

0 

Musselshell  G Yellowstone 

$61,470.00 

DIvi.sy  i 520  - Miles  City 
F 86  (1^)  1.H8 

Montana  Ave, -Baker 
I 94-4  (13)1,14  U1  & 6.246 

I 94-4  (9)119  U1 , Hathaway- 


East  6-  Vyest  6-  Hathaway -East 
I Q4-4  (3)  1.14  U-2 
Hath away -East 

I 94-4  (3)114  U3  & 6.246 

I 94-4  (9)119  82, Hathaway- 
East  & West  fr  Hathaway -East 
I 94-4  (5)  127  U-1  & 8.550 

F 135  (17),  Miles  City-West 
I 94-4  (5)  127  U2  8.550 

Miles  City-VJest 

I 94-4  (6)  136  Ui  & 12.442 

F 86  (20)  Ul , Miles  City-East 
I 94-4  (6)  136  U2  11.597 

Miles  City -East 

I 94-4  (0)  120  U-]  7.308 

Hathaway-East 
I 94-4  (8)  120  U-2 
Hathaway-East 

I 94-4  (8)  120  U-3  7.308 

Hatliaway  -East 

F 156  (10)  Ui  F 156  13.187 

(11)  U-i,  Olive-M.  City 
F 156  (11)  U2 
Olive-Miles  City 
-S-  300  ( 1 ) 8.6J5 

Miles  City-Kinsey 


Northern  Improve. 
$165,351.46 
Schultz  Lindsay 
$829,372.47 

F,  L.  Flynn  & Co. 
$56,566.02 
Hout  Fencing  Co. 
$31,598.00 

Peter  Kiewit 

$2,657,498.45 

R.  J.  bundling 

$35,986.25 

Peter  Kiewit 

$2,849,375. 73 

Walter  Mack  In  6-  Son 

$62,799.00 

Schul tz  & Lindsay 

$1,302,922.13 

N.A.Nelson  Const. 

$46,597.10 

Walter  Mack  in  & Son 

$47,215.00 

Albert  & Marshall 

$75^),bOO.  10 

Holm  Construction 

$49,154.09 

Gus  M,  Albert 

$3^5,057.73 


Gr. ,CoSoBase,PMS  & Dr. 

4/1G/6I, 

130  Ca1. 
Days 

5/25/61  Good 

32 

95 

Gr. , Surf o , PMS  & Dr. 

7/19/61 

350  Cal, 
Days 

Not  Started 

81.5'  Conc.Br.  & 

7/19/61 

5/31/62 

8/14/61  Good 

6 

9 

17.25*  Jr.  Gr.  Sep. 
Fencing 

7/19/61 

150  Cal. 
Days 

Not  Started 

Gr.  t Surf . (PMS,  Dr. 

2/16/60 

400  Cal. 

4/1/60  Fair 

25 

95 

6 214.5'  Cone.  Inter. 

Days 

Fencing 

2/16/60 

150  Ca  U 
Days 

5/23/6C 

Db 

Gr. ,Surf. ,Conc.Pave, , 

4/ld/61 

400  Cal. 

6/18/61  Good 

75 

15 

PMS  G 4 StriiC. 

Days 

59 

Fencing 

4/1,9/61 

200  Cal. 
Days 

6/13/61  Good 

8/ 1 7/ 61 

9 

Gr. j Surf 0 , PMS  G Dr, 

7/19/61 

400  Cal. 
Days 

1 

173.0’  Prestressed 
Interchange 

7/19/61 

5/31/ 62 

Not  Started 

Fenci  ng 

8/7/61 

1 50  Cal. 
Days 

Not  Started 

Gr.  tSurf®  G PMS 

7/5/61 

300  Cal., 
Day  s 

8/28/61 

5 

1 

72 

138.0’  Cone.  Br. 

4/1^761 

i 1/30/61 

6/2;' 61  Good 

9 

Gr. , Surf PMS,  Dr. 

7/20/60 

150  Cal. 

Completed 

G 198.0’  Cone.  Br. 

Day  s 

8/23/61 

Note.  The  following  project  inadvertently  omitted  from  Division  410. 


8/30/61 


330  Cal, 
Days 


F 315  (15) 

Van  Norman -G] asgow 


12,052  Wickens  Bros 
$565,457,30 


Gr. , Agg.Surf . & Dr 


Not  Started 


'^<tO  *i.rd 
il  fiK.T/ 

’Iif{3(i!j‘^ 


1 


l> 


Tfr  ,iH . ".  ^swe tf loH  , {0  1 1>^  i 

‘ ^ >«63-V6wWfcJ!  4#?].^  rv^ 


-i)0  JjfltSiVs.'ii  ^tu6H  dK,;^- 

..  i 


®3' V«w«rfraH;  3' 


?=t  vUk  -na  ei- t - 

Sy  ysti  (ijr^'i^TV 


DcJKfc  ,.L  *a'<)eR 

i ! jmT  :i../,i  %j  io  . -| 

• . .T/'.3.f-<>/t)  .;4/£»  ,in  «^v  ^ 

SU  td>  ^^^^ 


' > ! 


!. ; I ,-.  A 


.^...  > 


I '1  0-1  i!.«) 

.1  :•  ‘^W.  1-3 

i j oiii  Tbi  fwIvO 
J';a3-'(Si9ai(4aj|l 
'i  '•-»  f 

' ’"S- 

•^‘.i  T lU  Hli/  OSi'.Tj 
^ -I  ft‘  Mi>^ 

^i'  '11^ 


) 


.» 1 


:B 


■'  ".'  . flT 


Wt-p  fl  i ’0-  ffSiC  ,-f>lrf  {^^:j 


STATE  HIGHv^  COMMISSION 
CONSTRUCTION  DEPARTMENT 


MONTHLY  CONSTRUCTION  REPORT 
Month  Ending  September  30.  1961 
Prdjee.t  and 
Location 

DISTRICT  ONE  - MISSOULA 
Division  110  - Missoula 
I 90-1  (6)  43  U-1 
Superior-East  & west 
I 90-1  (6)  43  U-3 
Superior-East  £■  West 
I 90-1  (15)  43 
Superior-East  & West 
I 90-3  (8)  180  U-1 
& F 184  (14),  Deer  Lodge- 
No, & So,  & Bearmouth-D, Lodge 
I 90-3  (8)  180  U-3  8.603 

Deer  Lodge-No, & So, 

I 90-3  (10)  180  8,603 

Deer  »-odge-No,&  So, 

F 215  (3),  S 218  (4)  2,64^ 

5 218  (5).  S-US  220  (2) 

6 S 298  (2),  Missoula  Sts, 

F-FG  215  (7)  0,252 

Higgins  Ave, -Msla.  Road 

S 221  (1)  4,961 

Thompson  Falls-West 
F 237  (16)  <&  F 267  (11)  29,812 

Bonner -Ovando 

S-SG  272  (2)  1,731 

NW  Frenchtown  Wye-West 
S 291  (4)  6,346 

Avon-Helmville 

S 291  (6)  5,406 

Avon-Helmville 

S 328  (1)  1,215 

Conner -Cutoff 

SMP  3110-22  - US  »10  34.691 

Mont. -Idaho  Line 
SMP  3199-61  — — 

Mineral  & Missoula 


Mileac 

Contractor  and 
le  Bid  Price 

Type 

Contracts 

Awarded 

Date  of 
Completion 

Work 

Beqan 

Pro- 

gress 

Men 

Emp. 

% 

Comp, 

6,686 

Zook  Bros,  Const, 
$1,096,572,11 

Gr, , Agg, Surf,  ,PMS, 

Dr,  & 17,25®  Sep, 

1/21/60 

330  Cal, 
Days 

3/29/60 

Good 

— 

96 

6, 686 

Parker  G Knez 
$67,742,37 

Fencing  G Cattle  Gd, 

1/21/60 

100  Cal, 
Days 

5/25/60 

99 

6,686 

Tschache  Bros, 
$21,306.97 

Signing .Delineation 

G Lighting 

7/5/61 

120  Cal, 
Days 

8/21/60 

Good 

3 

45 

8, 603 

Holland  Const, 

Gr, , Agg, Surf, ,PMS 

5/ 25/ 60 

300  Cal, 

6/13/60 

Fair 

12 

99 

,565,955.46 


& Dr, 


Lo.Fuel  & Iron 
$54,373,04 
Highway  Steel 
$27,357,04 
Asphalt  Const, 
$92,575,56 

Sletten  const, 
$988,381,36 
Bud  King  Const, 
$295,297,38 
S, Arkwright , Inc, 
$984,257,75 
Naranche  & Konda 
$46 , 331 , 95 
F & S Contr. 
$362,8%,  40 
Peter  Kiewit 
$336,918,99 
Bud  King  Const, 
$228,546,43 
Zook  Bros, Const. 
$68,437,00 
Mountain  Const. 
$79,335,00 


,e  Gd 8,5/25/60 
& Delineat,  7/5/61 


Traffic  Signals, Gr. , 4/19/61 
Surf, , PMS,  Seal  & 

Cover 

Gr . , Agg, Surf . ,P. M,  ^/Zl/bl 

Bit. Surf ,, Dr,  & 972,0®  S5C  Struc 


1 1/22/60 
7/1/60 

7/1 


Gr,  and  Agg,  Surf, 

Raise  Grades,  a99» 
Surf,  & PMS 
Agg, Surf, , PMS  & 
Seal  Goat 
Gr,  .Surf,  .<&  PMS 


Gr, ,Cem, Stab, Base , 7/ 

PMS  & Dr, 

Gr. ,Surf. .Road  Mix  4/19/61 
Surf,  , Dr,  6 2 Conc.Str, 

Seal  Coat  Oiling  7/19/61 


4/20/60 


Crushing  & 
Stockpilinc 


6/29/ 61 


Days 

100  Cal, 
Days 
150  Cal, 
Days 
130  Cal, 
Days 

6/30/63 

150  Cal, 
Days 
180  Cal, 
Days 
50  CaJ, 
Days 
160  Cal, 
Days 
150  Gal, 
Days 
200  Cal. 
Days 
9/15/  61 

120  Cal. 
Days 


6/21/60  — — 90 

Q/97ik1  ==  40 

82 


Not  Started 

IZibibQ  Completed 
8/25/61 

7/28/60  Fair  0 93 


Winter  Shutdown 
9/12/61 

5/18/60  — — 99 

Not  Started 

6/29/61  Good  11  31 

8/23/61  Completed 
9/4/61 

1/61  Fair  — 15 
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MONTHLY  Instruction  report  ^ % 

Month  Ending  September  30 „ 1961. 

Division  120  - Kalispell 


S 7 (6)  U=1 

6.54*^  United  Paving  Co, 

Gr, ,Agg,Surf, ,PMS 

3/22/61 

150  Cal, 

4/12/61 

Fair 

32 

70 

Kalispell -Half  Moon 

$457.^)21,94 

& Dr. 

Days 

S 65  (4)  U-1 

4,858 

Zook  Bros,  Const, 

Gr, .Agg.Surf, ,PMS 

11/22/60 

180  Cal, 

11/19/60  Fair 

30 

83 

Clearwater-Big  Fork 

$512,338,14 

& Dr, 

Days 

F 191  (20)  U-1 

7,300 

Curtis  Const, 

Gr, ,Surf, ,PMS 

3/22/61 

150  Cal, 

4/4/61 

Poor 

== 

71 

Pablo-Kalispell 

$281,156,53 

& Dr, 

Days 

F 191  (21)  U-1 

7,247 

United  Paving  Co, 

Widening, Surf,  ,& 

4/19/61 

120  Cal, 

5/17/61 

Compl eted 

Pablo-Kalispell 

$252,742,13 

PMS 

Days 

9/12/61 

SMP  102-1501-02-12-42 

Robert  W,  Ross 

Const, Remodeling 

7/19/61 

11/30/61 

8/8/61 

Good 

2 

50 

Kalispell  DiVoOffice 

$21,675,00 

of  Division  Office 

DISTRICT  TWO  - BUTTE 

Division  210  - Butte 

S 6 (4)  U-1 

7,027 

McLaughlin,  Inc, 

Gr, , Agg, Surf, ,PM 

8/30/61 

240  Cal, 

9/26/61 

9 

0 

Town send -Can yon  Ferry -Cl a soil 

$319,862,15 

Surf,  & Dfo 

Days 

ROW  S 6 (4) 

Victor  Rockwell 

Fencing 

^127/ 61 

60  Cal, 

Not  Started 

Townsend-Canyon  Ferry -Clasoil 

$347,07 

Days 

I 15-1  (11)  37  U-1 

7, 775 

Nil  son “Smith 

Gr, , Agg, Surf,  ,PMS 

3/22/61 

400  Cal, 

6/1/61 

Good 

23 

41 

Idaho  Line-Dillon 

$1,043,487,45 

& Dr, 

Days 

I 15-1  (11)  37  U-2 

Ralph  H'Jckaba 

4 Prestress, Cone, 

3/22/61 

6/30/62 

4/17/61 

Good 

10 

47 

Idaho  Line-Dillon 

$222,558,72 

Beam  Struc, =567, 0" 

I 15-1  (11)  37  U-3 

4,500 

Hildreth  Const, 

Fencing 

4/17/61 

200  Cal, 

6/20/61 

Fair 

2 

5 

Idaho  Line-Dillon 

$29,997,^7 

Days 

I 15-2  (14)  127  U-i 

3,36] 

Bud  King  Const, 

Gr, .AggoSurf,  Cone, 

8/30/61 

400  Cal, 

^/26/6l 

6 

F 207  (8)  & F 279  (4) 

$1 ,726.708,52 

Pav, ,PM  Bit, Surf, , 

Days 

Butte  Streets 

Seal  Coat  & Dr, 

I 15-2  (14)  127  U-2 

2,708 

US  Steel  Corp, 

Fencing 

8/30/61 

200  Cal, 

Not  Started 

Butte  Urban 

$62,087,38 

Days 

F 42  (1)  U-1 

9,226 

S, Arkwright,  Inc, 

Gr, , Agg, Surf , & PMS 

7/ 19/61 

250  Cal, 

8/14/61 

Good 

32 

25 

Idaho  Line-Wisdom 

$699,594,72 

Days 

F 42  (1)  U-2 

=.=== 

Watters  Const, 

214,5°  Conc.Struc, 

7/19/61 

7/31/62 

8/2/6! 

Good 

9 

36 

Idaho  Line-Wisdom 

$69,600,05 

F 43  (15)  U-1 

31,359 

Nilson-Smith 

PMS 

10/26/60 

150  Cal, 

6/22/61 

Poor 

37 

87 

Wisdom -Divide 

$381,402,49 

Days 

F 68  (11) 

6,088 

Elec,  Products 

Sign,  & Delineat, 

7/5/61 

150  Cal, 

8/7/61 

== 

== 

30 

Anaconda-East 

$24,022,18 

Days 

S 167  (6) 

4,978 

Hilde  Const, 

Gr, ,Surf, ,BST  & Dr, 

7/5/61 

220  Cal, 

8/24/61 

Good 

17 

17 

Cardwell -Southeast 

$341,016,40 

Davs 

Division  220  - Bozeman 

ROW  FHP  60 -A 

9,00 

Peter  Kiewit 

Fencing 

8/24/60 

150  Cal, 

9/2«)/60 

92 

Raynolds  Pass-Ennis 

$49,840,95 

Days 

I-IG  90-6  (2)  309  U-1 

5,275 

Goodfellow  Bros, 

Gr, , Agg, Surf, ,PMS, 

5/24/61 

420  Cal, 

6/15/61 

Fair 

162 

28 

Rocky  Canyon  Road 

$4,058,435,93 

Dr,  & 3 Struc, 

Days 

I-IG  90-6  (2)  309  U-2 

5, 275 

Tschache  Bros, 

Fencing 

6/5/61 

150  Cal, 

6/22/61 

=_ 

15 

Rocky  Canyon  Road 

$39,885,60 

Days 

*;f.  \r  . V ^!?''.r>t•f 
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MONTHLY  INSTRUCTION  REPORT 
Month  Ei^nq  September  30,  1961 
Division  220  = Continued 


% 


I 90-7  (4)  330 

W,R, Gaboon  Co, 

Dual  Struc. 

11/18/59 

9/30/61 

12/16/59  Poor 

2 

Q9 

Livingston-East  & West 

$642,857,48 

7320,42’ 

I„IG  90-7  (9)  327  U-1 

12,087 

King  & McLaughlin 

Gr, ,Surf, ,PMS,  Dr, 

12/21/60 

350  Cal, 

1/25/61 

Fair 

107 

53 

& F 185  (6)  U-1 

$3,134,965,16 

& Irr,  Facilities 

Days 

Livingston-Soo -East  & West 

I-IG  90-7  (9)  327  U-2 

Schulte  & Lindsay 

1,486,5’  S&C  OP 

12/21/60 

6/30/62 

1/30/61 

Good 

36 

58 

Livingston -So,  & East 

$505,374,87 

I-IG  90-7  (9)  327  U-3 

12,087 

Lahren  Const,  Co, 

Fencing 

12/21/60 

150  Cal, 

3/14/61 

== 

60 

& F 185  (6)  U-3 

$66 ,21,50 

Days 

Livingston -So, “East  & West 

SMP  1699-61,  Gallatin 

W,  B,  Harding 

Cr.  £■  Stockpiling 

7/19/61 

120  Cal, 

8/14/61 

=,=. 

35 

Madison  & Beaverhead 

$47,415,00 

Davi 

DISTRICT  THREE  - GREAT  FAU.S 

Division  310  - Great  Falls 

I-IG-ING  15-4  (4)  182  U2 

2,  7 ifO 

Hilde  Const, 

Gr, ,Surf, ,PM,  Dr,  G 

9/28/60 

300  Cal, 

10/12/60 

Fair 

12 

74 

& F 214  (3)  Ul , Helena-So 

Ip 

$1,129,813,43 

Daul  260,5’  St,  UP 

Days 

I-IG-ING  15-4  (4)  182  U3 

2,770 

Ken  Larson  exc. 

Fenc,  G Cattle  Gd, 

0/28/60 

100  Cal, 

10/12/60 

80 

Helena-South 

$43,314,43 

Days 

I=IG=ING  15-4  (4)  182  U4 

1,248 

S, Birch,  Inc,  6- 

Gr, ,Surf, ,PMS,  Dr, , 

5/24/61 

300  Cal, 

6/8/61 

Good 

16 

35 

& I 15-4  (5)  185  Ul 

So  Birch  & Sons 

242,5®  Interch,  & 

Days 

Helena-North 

$636,632, 67 

214,5’  Grade  Sept, 

I-IG-ING  15-4  (4)  182  U6 

1,248 

US  Steel  Corp, 

Fenc,  & Cattle  Gd, 

5/24/61 

100  Cal, 

^21/61 

== 

5 

== 

& I 15-4  (5)  182  U2 

Cyclone  Fence  Dept, 

Days 

Helena-North 

$32,110,94 

I 15-4  (9)-  194  Ul 

1 2, 663 

Earl  L„  McNutt  & 

Gr, . Surf , ,PMS,  Dr, 

6/14/61 

400  Cal, 

7/19/6J 

Poor 

14 

2 

Helena  Hill-Sieben 

Frank  Baulne 

& Dual  118,0®  Struc, 

Days 

$3, 788,848, 75 

I 15-4  (9)  194  U2 

1 2, 663 

Tschache  Bros, 

Fenc,  & Cattle  Gd, 

6/14/61 

150  Cal, 

6/28/61 

Poor 

1 

28 

Helena  Hill-Sieben 

$79,149,25 

Days 

I 15-4  (10)  182  & F 214 

3,  469 

Highway  Steel  Con, 

Signing  & Delineat, 

7/5/61 

150  Cal, 

Not  Started 

(4), Lewis  & Clark  Co,  Lin 

e-No, 

$61,237,71 

Days 

I 15-5  (13)  239  Ul 

9,702 

Baitrusch  Const, 

Gr, ,Surf, ,PMS  G Ur, 

3/22/61 

420  Cal, 

4/24i6l 

Fair 

4 

35 

Hardy  Creek -Cascade 

$1,741,788,17 

Days 

I 15-5  (13)  239  U-2 

==.== 

A & B Const, 

3 Interch,  & 

3/22/61 

10/31/61 

4/17/61 

Fair 

ll 

80 

Hardy  Creek -Cascade 

$220,912,08 

82,0®  Cone,  OP 

I 15-5  (13)  239  U-3 

9,703 

Boulet  Const,  Co, 

Fencing 

3/22/61 

200  cal. 

5/2/61 

Shutdown 

36 

Hardy  Creek -Cascade 

$60,050,85 

Days 

8/11/61 

F 65  (8)  U-2 

W,  Mack  in  G Son 

60,0*  Cone,  Br, 

5/24/61 

9/30/61 

7/5/61 

Good 

4 

97 

Sun  River -Choteau 

$32,334,56 

S 121  (3) 

4,334 

Francis  Tindall 

Gr, , Surf,  G or. 

7/5/61 

220  Cal, 

8/3/61 

Fair 

20 

32 

Utica-Hobson 

$113,812,39 

Days 

F 180  (4)  & U 277  (5) 

3.198 

Mont, Sand  G Gravel 

Minor  Gr, ,Surf, ,PMS, 

6/27/61 

70  Cal, 

7/31/61 

Good 

9 

90 

Great  Falls  Sts, 

$239,875.32 

SCO,  New  Med, Curb,  G i>r. 

Days 
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MONTHLY  INSTRUCTION  REPORT  A ^ 

Month  EtTOnq  September  30 „ 1961 


Division  310  - Continued 


F 235  (27)  U==l 

5,113  S.  Birch,  Inc.  & 

Gr, , Surf, ,PMS  & 

3/22/61 

180  Cal. 

4/20/61 

Fair 

32 

75 

Armington -Lewi stown 

S, Birch  & Sons 

3 = 81.5®  Brs. 

Days 

$477,170.89 

U 249  (14)  U=1,U-UG 

0.513  C.B.Laisch  Const, 

Gr.  ,Siirf,  ,Pave,  ,PMS, 

5/24/ bl 

7/31/62 

6/13/61 

Fair 

12 

11 

376  (3)  U-1,  Helena  Sts. 

$300,715.78 

OP  & Dr. 

U=F=FG  395  (4) 

====  Robertson  £•  Cave 

1,125,75®  SGC  Br. 

2/17/60 

10/31/61 

3/15/60 

Good 

20 

95 

Great  Falls  Sts. 

Sletten  const. 

$1J.39,281,67 

Division  320  ■=  Havre 

S 13  (5)  U=1 

5.288  0°Neil  Const. 

Gr. .Surf, ,PMS  & Dr. 

3/27/61 

200  Cal. 

4/26/61 

Fair 

9 

78 

Rudyard-Goldstone 

$327,239,94 

Days 

I-IG  15-8  (6)  379  U-1 

4,783  Baltrusch  Const, 

Gr, , Surf, ,PMS, 

10/28/59 

240  Cal, 

4/5/60 

Completed 

& S 366  (5),  Sunburst-No, 

$760,829,24 

313,0®  OP,  168.0®  Inter. 

Days 

9/21/61 

S 179  (4) 

6.315  Allen  Stuber 

Gr. ,Surf.  & Dr, 

6/14/61 

200  Cal. 

7/12/61 

Fair 

15 

39 

Harlem  “Hogel  and 

$120,348.25 

Days 

S 290  (12) 

1,688  N.A.Nelson  Const. 

Gr. ,Surf, „PMS,  Dr, , 

7/19/61 

7/31/63 

8/16/61 

Slow 

8 

0 

Geraldine=Fort  Benton 

$526,260.65 

& 708.0°  St,  Br. 

SMP  0399=61  jChouteais, 

=====  Richardson  Const, 

Gr.  G Stockpiling 

5/24/61 

150  Cal. 

6/15/61 

Fair 

9 

56 

Blaine,Hiil , Toole jGlacier 

$84,967,50 

Davs 

AR302-0061 =05=012 

=====  Walter  Laas 

Repair  of  Bridge 

6/30/61 

11/30/61. 

9/14/61 

Fair 

2 

0 

Chester-Gildford 

$3,440.00 

(F  132  (6) 

DISTRICT  F0UR=  GLENDIVE 

Division  410  = Glendive 

S 32  (11) 

7.408  Haggart  Const. 

Gr. jSurf, ,PMS,  seal 

7/5/61 

140  Gal, 

7/27/61 

Poor 

30 

22 

Gliendive-Richey  NW 

$291,557.58 

& Dr, 

Days 

F 246  (9)  U=l 

9.230  Gus  M,  Albert 

Gr, ,Surf, ,PMS  & Or. 

5/21/61 

220  Cal, 

6/13/61 

Good 

75 

71 

Circle^Glendive 

$566,397.56 

Days 

S 258  (3) 

6.723  0®Neil  Const. 

Gr,  ,Sur£.  G Dr. 

1/25/61 

200  Cal. 

5/22/61 

Good 

14 

73 

Rock  Springs=Van  Norman 

$180,511,91 

Days 

S 258  (4) 

7.820  O'Neil  Const. 

Gr,  ,Surf,  Dr. 

9/27/61 

240  Cal. 

Not  Started 

Rock  Springs =V an  Norman 

$184,266,53 

Days 

S 361  (10)  U=1 

5,489  Albert  Lalonde 

Gr, „Surf. ,PMS  & Dr, 

12/21/60 

180  Cal. 

4/10/61 

Completed 

Presserville=Girard  Fairview  $325„783.80 

Days 

9/27/61 

Division  420  = Wolf  Point 

S 73  (4)  U-1 

8,444  Schultz  & Lindsay 

Gr. jSurf. ,PMS  & Dr, 

7/5/61 

250  Cal, 

9/11/61 

Good 

25 

6 

Reserve-No. Dak .Line 

$314,445,62 

Days 

F 144  (6)  Ul,  S 368  (13) 

6,760  Richardson  Const, 

Gr. , Surf. ,PMS 

5/21/51 

240  Cal, 

6/13/61 

Good 

65 

62 

& S 368  (14),  Glasgow- 

$849,261.16 

Days 

Nashua-Opheim-Can.Line 

F 315  (15) 

12.052  Wickens  Bros. 

Gr. , Surf.  & Dr, 

8/30/61 

330  Cal. 

Not  Started 

Van  Norman -Glasgow  $565,457.30  Days 
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MONTHLY  INSTRUCTION  COMPANY 


nq  September  30.  1961 
Lewistown 

llo452 


Month  Elf 

Division  430 
F 103  (10)  U1  & F333 
(280  U1 , Lewi stovm  “Roy 
& Grass  Range-Malta 
S 187  (8)  U-1  10,619 

Armells  Creek “Hays-Harlem 
F 333  (27)  U1  & F 26(6)  11.218 

Ul,  Roundup-Grass  Range-Malta 
F 333  (27)  U-2 
Grass  Range-Malta 
F 333  (29)  U-1  11,832 

Grass  Range-Malta 
S 399  (2)  0.991 

Melstone-Mosbv 
DISTRICT  FIVE  - BILLINGS 
Billings 


Northwestern  Engr. 
$688,619,99 

Francis  Tindall 
$259,485.34 
Peter  Kiewit 
$723,297.09 
W.P.Roscoe  Co. 
$105,347.91 
R.  J„  Sundling 
$545,557, 75 
Wickens  Bros. 

$91 ,866.17 


Division  510 
S 50  (4) 

Hysham  East  G South 
I 90-8  (7)  394 
Reed  Point-Colurabus 
I 90-8  (8)  438  U-2 
Mossmain -Billings 
I 90-8  (10)  451 
Yellowstone  Riv,  Br, 

S 136  (2)  U-1 
Wyoming  Line-Belfry 
S 260  (3)  U-1 
Lodge  Grass-St. Xavier 
SMP  0599-61,  Bit  Horn, 

Carbon  & Yellowstone 
SMP  3399-61 , Golden  Valley 
Musselshell  G Yellowstone 
Division  520  - Miles  Cit 
F 86  (19) 

Montana  Ave. - Baker 
I 94-4  (13)114  Ul  G 6.246 

I 94-4  (9)119  Ul, Hathaway- 
East  G West  G Hathaway -East 
I 94-4  (13)114  U2 
Hathaway -East 

I 94-4  (3)114  U3  G 6.246 

I 94-4  (9)119  U2,  Hathaway- 
East  G West  G Hathaway -East 


7.962  Albert  Lalonde  po. 

$218,704.73 
— - W. R.Cahoon  Co. 

$280,204.39 
6.423  McRae's  S.O.S, 
$33,140.22 
----  W, R.Cahoon  Co. 
$808,983.80 
10.539  Long  Const. 
$212,473.10 

11.412  Albert  Lalonde  Co, 
$211,507.28 

— Empire  Sand  G Grav. 
$83,600,00 
Schultz  G Lindsay 
61,470.00 

1.148  Northern  Improve. 
$165,351.46 
Schultz  G Lindsay 
$829,372.47 

F.  L,  Flynn  G Co. 
$56,566.02 
Hout  Fencing  Co. 
$31,598.00 


Gr, ,Cem. Stab.  Base, 

7/5/61 

220  Cal. 

8/17/61 

Poor 

5 

PMS  & Dr. 

Days 

Minor  Gr, ,Dr. ,Surf. 

7/5/61 

100  Cal. 

7/20/61 

Good 

35 

63 

G PMS 

Days 

Gr. ,C, S„ Base, PMS 

2/21/61 

220  Cal. 

4/11/61 

Poor 

59 

58 

G Dr. 

Days 

4 Conc.Brs,  -346,0' 

2/21/61 

9/30/61 

3/13/61 

Completed 

9/28/61 

C,  S.  Base  G PMS 

3/22/61 

150  Gale 
Days 

4/18/61 

Poor 

80 

Gr. ,Surf,  G Dr.  G 

9/27/61 

7/31/62 

Not  Started 

131.5*  Prestress.  Br. 

Gr. ,Surf.  G Dr, 

6/14/61 

220  Cal. 
Days 

6/21/61 

— 

— 

80 

558.0'  St,  Br, 

9/28/60 

12/31/61 

10/28/60  Poor 

4 

96 

Fencing 

11/17/59 

100  Cal. 
Days 

4/5/60 

Good 

7 

57 

937,75'  St.  Br. 

6/8/60 

6/30/62 

6/22/60 

Good 

14 

97 

Surf.  G PMS 

7/5/61 

120  Cal. 
Days 

7/25/61 

Fair 

30 

71 

Surf,  G PMS 

7/5/61 

100  Cal. 
Days 

8/28/61 

Poor 

23 

14 

Cr,  G Stockpiling 

6/14/61 

130  Cal. 
Days 

7/7/61 

Good 

11 

56 

Cr.  G Stockpiling 

6/14/61 

130  Cal. 

9/1/61 

Good 

10 

30 

Gr. ,C. S, Base, PMS  G 

4/19/61 

130  Cal. 

5/25/61 

Completed 

Dr. 

Days 

9/15/61 

Gr. ,Surf. ,PMS  G Dr. 

7/19/61 

350  Cal. 
Days 

9/28/61 

81.5'  Conc.Br.  G 
17,25*  Jr,  Gr.  Sep. 

7/19/61 

5/31/62 

8/14/61 

Fair 

6 

35 

Fencing 

7/19/61 

150  Cal. 

Not  Started 

Days 
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MONTHL’  ^ON  STRUCTION  lEPORT 
Month  ETOinq  September  30,  1961 

Division  430  ° Lewistown 

F 103  (10)  U1  & F333  11„452  Northwestern  Engr, 

(28)  Ul,  Lewistown “Roy  $688,619,99 

& Grass  Range-Malta 

S 187  (8)  U=1  10,619  Francis  Tindall 

Armells  Creek =Hays “Harlem  $259,485,34 

F 333  (27)  U1  G F 26(6)  11,218  Peter  Kiewit 

Ul,  Roundup“Grass  Range^Malta  $723,297,09 
F 333  (27)  U=2  =.====  W.P,Roscoe  Co, 


Grass  Range-Malta 
F 333  (29)  U=1 
Grass  Range^-Malta 
S 399  (2) 


$105,347,91 
11,832  R,  J,  Sundling 
$545,557,75 
0,991  Wickens  Bros, 


DISTRICT  FIVE  = BILLINGS 
Division  510  “ Billings 
S 50  (4) 


7,962 


Hysham  East  & Soiath 

I 90“8  (7)-  394 

Reed  Point“Colurabus 

I 90“8  (8)  438  U“2  6,423 

Mossmain -Billings 

I 90-8  (10)  451  — - 

Yellowstone  Riv,  Br, 

S 236  (2)  U-1  10,539 

Wyoming  Line-Belfry 
S 260  (3)  U-i  11,412 


Albert  Lalonde  po, 

$218,704,73 

W,R, Gaboon  Co, 

$280,204,39 

McRae'*  s S,0,S, 

$33,140,22 

W,R, Gaboon  Co, 

$808,983,80 

Long  Const, 

$212,473,10 

Albert  Lalonde  Co, 


Lodge  Grass-St, Xavier 
SMP  0599-61,  Bit  Horn, 
Carbon  & Yellowstone 
SMP  3399-61 , Golden  Valley 
Musselshell  & Yellowstone 


Division  520  - Miles  City 
F 86  (19)  l'. 

Montana  Ave.-  Baker 
I 94-4  (13)114  U1  & 6. 

I 94-4  (9)119  Ul, Hathaway- 
East  & West  & Hathaway -East 


$211,507,28 
Empire  Sand  & Grav, 
$83,600,00 
Schultz  & Lindsay 
$61,470,00 


148  Northern  Improve, 
$165,351,46 
246  Schultz  & Lindsay 
$829,372,47 


I 94-4  (13)114  U2  — F,  L,  Flynn  & Co, 

Hathaway -East  $56,566,02 

I 94-4  (3)114  U3  G 6,246  Hout  Fencing  Co. 

I 94-4  (9)119  U2,  Hathaway-  $31,598.00 
East  G West  G Hathaway -East 


• ^ 


Gr,  ,Ceni. Stab. Base, 
PMS  G Dr. 

7/5/61 

220  Cal. 
Days 

8/17/61 

Poor 

— 

5 

Minor  Gr, ,Dr, ,Surf, 

G PMS 

liSibl 

100  Cal, 
Days 

7/20/61 

Good 

35 

63 

Gr,  ,Co  S, Base, PMS 

G Dr, 

2/21/61 

220  Cal, 
Days 

4/11/61 

Poor 

59 

58 

4 Cone, Brs. =346,0* 

2/21/61 

9/30/61 

3/13/61 

Completed 

9/28/61 

C,S,Base  & PMS 

3/22/61 

150  C'9l» 
Days 

4/18/61 

Poor 

“•= 

80 

Gr, ,Surf,  G Dr,  G 

9/27/61 

7/31/62 

Not  Started 

131^5”._Xrest_regs^'„Br, 


Gr, ,Surf,  G Dr, 

6/14/61 

220  Cal, 

Days 

6/21/61 

80 

558,0°  St,  Br, 

9/28/60 

12/31/61 

10/28/60  Poor 

4 

96 

Fencing 

11 /I?/ 59 

100  Gal, 
Days 

4/5/60 

Good 

7 

57 

937,75°  St,  Br. 

6/8/60 

6/30/62 

6/22/60 

Good 

14 

97 

Surf,  G PMS 

7/5/61 

120  Cal, 
Days 

7/25/61 

Fair 

30 

71 

Surf,  €-  PMS 

7/5/61 

100  Cal. 
Days 

8/28/61 

Poor 

23 

14 

Cr,  G Stockpiling 

6/14/61 

130  Cal, 
Days 

7/7/61 

Good 

11 

56 

Cr,  G Stockpil  ing 

6/14/61 

130  Cal, 

9/1/61 

Good 

10 

30 

Gr,  ,G,S,Base,PMS  G 

4/19/61 

130  Cal, 

5/25/61 

Completed 

Dr. 

Days 

9/15/61 

Gr, ,Surf . ,PMS  G Dr. 

7/19/61 

350  Cal, 
Days 

9/28/61 

81,5°  ConCcBr.  G 
17,25°  Jr,  Gr,  Sep, 

7/19/61 

5/31/62 

8/14/61 

Fair 

6 

35 

Fencing 

7/19/61 

150  Cal. 

Not  Started 

Days 
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MONTHLY  WNSTSUCTION  REPORT 

Month  Ending  September  30,  1961 

PivAsion  520  - Miles  City  ° Continued 
I 94-4  (5)  127  U1  & 8,550  Peter  Kiewit 

F 135  (17),  Miles  City-West  $2,657,498.45 


I 94-4  (5)  127  U2 
Miles  City-West 
I 94-4  (6)  136  81  & 

F 86  (20)  Ul,  Miles  City 
I 94-4  (6)  136  D2 
Miles  City-East 
I 94-4  (8)  120  Ul 
Hathaway-East 
I 94-4  (8)  120  U-2 
Hathaway-East 
I 94-4  (8)  120  U-3 
Hathaway “East 
F 156  (10)  Ul  & F 156 
(11)  Ul , Olive-M, City 
F 156  (11)  U2 
Olive-Miles  city 


8.550  R.J, Bundling 
$35,986.25 
12.442  Peter  Kiewit 
■East  $2,849,375,73 
11.597  Walter  Maekin  & Son 
$62,799.00 

7.308  Schultss  & Lindsay 
$1,302,922.13 

— > N, A. Nelson  Const, 
$46,597.18 

7.308  Walter  Maekin  & Son 
$47,215.00 

13.187  Albert  & Marshall 
$759,600,10 

— Holm  Const, 
$49,164,09 


Gr. .Surf. .PMS.Dr.  2/16/60 
& 214,5°  Cone, Inter. 

Fencing  2/16/60 

Gr, ,Surf, , Cone, Pave, ,4/19/61 
PMS  & 4 Struc, 

Fencing  4/19/61 

Gr. ,Surf, ,PMS  & Dr,  7/19/61 

173,0°  Pres.  Interch, 7/19/61 

Fencing  8/7/61 

Gr, ,Surf,  & PMS  7/5/61 

Days 

138,0°  Cone.  Br,  4/19/61 


% 


400  Cal. 

4/1/60 

Fair 

20 

96 

Days 

150  Cal. 

5/23/60 

98 

Days 

400  Cal. 

6/18/61 

Good 

100 

22 

Days 

200  Cal. 

6/13/61 

Fair 

5 

70 

Days 

400  Cal, 

8/17/61 

Good 

40 

3 

Days 

5/31/62 

Not  Started 

150  Cal, 

9/21/61 

Good 

7 

7 

Days 

300  Cal. 

8/28/61 

Poor 

9 

2 

11/30/61 

6/2/61 

Fair 

5 

85 
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STATE  HIGHWAY  COMMISSION 
CONSTRUCTION  DEPARTMENT 


MONTHLY  CONSTRUCTION  REPORT  i/-- 

Moiath  Emdimq  October  31.  1961  lAjf' 


Projeet.  and 

Contractor  and 

Contracts 

Date  of 

Work 

Pro-  Men 

% 

L©©ati0jj 

Mileag' 

e Bid  Price 

Type 

Awarded 

Completion 

Began 

Q]r©ss  FiKnOa 

Coinp  o 

DISTRICT  ONE  - MISSOULA 

Division  110  - Missoula 

I 90=1  (6)  43  D-1 

6.686 

Zook  Bros,  Const, 

Gr, ,Agg,Surf, ,PMS, 

1/21/60 

330  Calc 

3/29/60 

Poor  4 

96 

Superior-East  & West 

$1,096,572,11 

Dr.  & 17,25®  Sep, 

Days 

I 90-1  (6)  43  U-3 

6,686 

Parker  & Krae^ 

Fencing  & Cattle  Gd, 

1/21/60 

100  Cal, 

5/25/60 

Completed 

Superior^East  <&  West 

$67,742,37 

Days 

10/5/61 

I 90-1  (15)  43 

6,686 

Tscfeacije  Bros, 

Signing,  Delin.  & 

7/5/61 

120  Cal, 

8/21/60 

Poor 

49 

Siaperior-East  & West 

$21,306,97 

Lighting 

Days 

I 90=3  (8)  180  U=1 

8,603 

Holland  Const, 

Gr. jAgg.Surf, ,PMS 

5/ 25/ 60 

300  Cal, 

6/13/60 

Poor 

99 

& F 184  (141,  Deer  Lodge 

- 

$1,565,955, 46 

G-  Dr, 

Days 

N©„&  So.  & Bearmomtli-D, Lodge 

I 90=3  (8)  180  U-3 

8,603 

Col®, Fuel  & Iron 

Feme,  & Cattle  Gd, 

5/ 25/ 60 

1 00  Cal, 

6/21/60 

Poor 

93 

Deer  Lodge-NooS-  So, 

$54,373,04 

Days 

I 90-3  (10)  180 

8,603 

Higlhwaj  Steel 

Signing  & Delin, 

7/5/61 

150  Cal, 

9/27/61 

Fair  5 

9 

Deer  Lodge-No.^-  So, 

$27,357.04 

Days 

F 215  (3),  S 218  (4), 

2,649 

Asphalt  Gomst, 

Traffic  Signals,  Gr, 

,4/19/61 

130  Gal. 

6/5/61 

Fair 

99 

S 218  (5),  S-OS  220  (2) 

$92,575, 56 

Surf, ,PMS,  Seal  & 

Days 

& S 298  (2),  Mila,  Sts, 

Cover 

F-FG  215  (?) 

0,252 

Slettera  Const, 

Gr,  ,Agg,Siarf,  ,P,  M, 

9/27/61, 

6/30/63 

10/16/61 

Fair  8 

0 

Higgiffli  Ave, -Mila,  R®ad 

$988,381,36 

Bit,  Surf.  , Dr.  <&  972, 

0"  SGC'  St  rue. 

F 237  (16)  G F 267  (11) 

29,812 

S„  Arkwright , Inc, 

Raii(S  Grades,  Agg, 

7/1/60 

180  Cal, 

7/28/60 

Completed 

Bomier-Ovando 

$984,257,75 

Surf,  &■  PMS 

Days 

10/18/61 

S-SG  272  (2) 

1,731 

Naranche  & Konda 

Agg, Surf.  ,Pl!iS  & 

7/19/61 

50  Cal. 

8/16/61 

Winter  Shut, 

,79 

NW  Fren©litowM  Wje-U’est 

$46,331,95 

Seal  Coat 

Days 

9/12/61 

S 291  (4) 

6, 346 

F S-  S Contr, 

Gr,  jSurf,  & PMS 

4/20/60 

160  Cal. 

5/18/60 

Completed 

Avon-Helmville 

$362,896.40 

Days 

10/9/61 

S 291  (6) 

5,406 

Peter  Kiewit 

Gr, ,Gera. Stab.  Base, 

7/19/61 

150  Cal, 

Net  Started 

Avon -Helmville 

$336,918,99 

PMS  & Dr. 

Days 

S 328  (1) 

1.215 

Bud  King  Const, 

Gr, ,Surfo ,R©ad  Mix 

4/19/61 

200  Cal, 

6/29/61 

Good  16 

58 

Conner-Cutoff 

$228,546.43 

Surf,  ,Dr,  & 2 Cone, 

Str, 

Days 

SMP  3199-61 

Mountain  Const, 

Cr.  & Stockpiling 

6/29/61 

1 20  Cal, 

8/4/61 

Fair  6 

18 

Mineral  & Missoula 

$19,335,00 

Davs 

Division  120  - Kalisoell 

S 7 (6)  U-1 

6.549 

United  Paving  Co, 

Gr, , Agg, Surf. ,PMS 

3/22/61 

150  Cal, 

4/12/61 

Fair  23 

88 

Kalispell -Half  Moon 

$457,921.94 

& Dr. 

Days 

S G5  (4)  U-1 

4.858 

Zook  Bros. Const, 

Gr. , Agg. Surf. ,PMS 

11/22/60 

180  Cal, 

11/19/60 

Fair  6 

90 

Clearwater-Big  Fork 

$512,338.14 

& Dr. 

Days 
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MONTHLf  ^}NSTSOCTION  HEPORT 
Mojstli  Endima  Oetober  31  „ 1961 

% 

Di'iirisiom  120  - CdratisiMed 

F 102(2)  & F 270(11) 

Pol Fork -Hairaes  Corner 
& Kalispell-Wfeitefish 

SMP  102-1501=02-12-42  — — 

KalisDell  Di^.Offiee 

Highway  Steel  Contr. 
$12,908.00 

Robert  W.  Ross 
$21,675.00 

Gd.  Rail 

C®fflst.'&  Remodeling 
of  Div.  Office 

10/'25/61 

7/19/61 

40  Cal. 
Days 

11/30/61 

Not  Started 

8/8/61 

Good 

5 

80 

DISTRICT  TWO  - BOTTE 

Division  210  - Butte 

S 6 (4)  U-1 

7„027 

MeLaughliira , line. 

Gr. jAggoSurfo ,PMS 

8/30/61 

240  Cal. 

9/26/61 

Fair 

15 

12 

Town  i ©SI  d -C . Ferrf -Cl  a so  i 1 

$319,862. 15 

& Dr. 

Days 

ROW  S 6 (4) 

Victor  Rockwell 

Fencing 

9/27/61 

60  Cal. 

10/18/61 

Fair 

1 

10 

Townsend-C.Ferrj “Clasoil 

$347.07 

Days 

I 15-1  (11 ) 37  U-1 

7.775 

Nilsom -Smith 

Gr.  ,Agg.Surf.  ,PMS 

3/22/61 

400  Cal. 

6/1/61 

Good 

43 

49 

Idaho  Lisse-Dillon 

$1,043,487.45 

& Dr. 

Days 

I 15-1  (11)  37  U-2 

Ralph  Huekaba 

4 Prestress. Cone. 

3/22/61 

6/30/62 

4/17/61 

Fair 

5 

52 

Idaho  Lime-Dillora 

$222,558.72 

Beam  Struc.  567.0'’ 

I 15-1  (11)  37  U-3 

4.500 

Hildreth  Conit. 

Fencing 

4/17/61 

200  Cal. 

6/20/61 

Fair 

3 

21 

Idaho  Lisie-Dillosi 

$29,997.97 

Days 

I 15-2  (14)  127  D-1 

3. 361 

Bud  King  Const. 

Gr. ,Agg.Surf. ,C®nc. 

8/30/61 

400  Cal. 

9/26/61 

Poor 

17 

__ 

F 207  (8)  & F 279  (4) 

$1,726,708.52 

Pav.  ,PM  Bit. Surf.  , 

Days 

Butte  Streets 

Seal  Coat  & Dr. 

I 15-2  (141  127  U-2 

2.708 

US  Steel  C®rp. 

Fencing 

8/30/61 

200  Cal. 

Not  Started 

Butte  Urbais 

$62,087.38 

Days 

F 42  (1)  U-1 

9.226 

S. Arkwright , In e. 

Gr. , Agg.Surf.  & 

7/19/61 

250  Cal. 

8/14/61 

Good 

45 

42 

Idaho  Liue-Wisdom 

$699,594.72 

PMS 

Days 

F 42  (1)  0-2 

Watters  Conit. 

214.5®  Cora©. Struc. 

7/19/61 

7/31/62 

8/2/61 

Shutdown 

65 

Idaho  Lisie-Wisdom 

$60,600.05 

10/19/61 

F 43  (15)  U— 1 : 

51. 359 

Nilion -Smith 

PMS 

10/26/60 

ISO  Cal. 

6/22/61 

Completed 

Wisdom-Divide 

$381,402.49 

Days 

10/6/61 

F 68  (11) 

6.008 

Elee.Produets 

Sign.G  Delira. 

7/5/61 

150  Cal. 

8/7/61 

Fair 

5 

60 

Assaeosida-East 

$24,022.18 

Days 

S 167  (6) 

4.978 

Hilde  Const. 

Gr. ,Surf. ,BST  & Dr. 

7/5/61 

220  Cal. 

8/24/61 

Good 

17 

45 

Cardwell -Southeast 

$341,016.40 

Davs 

Division  220  - Bozeraass 

S 49  (7)  U-1 

8.979 

S. Birch,  Ime.  & 

Gr. ,Agg. Surf. PMS, 

10/25/61 

200  Cal. 

Not  Started 

Fort  Logan-W.S.Spgs 

S. Birch  & Sons 

Dr.  & 29!  TT  Br.  & 

Days 

$294,071.82 

Widen  Br. 

ROW  FHP  60 -A 

9.00 

Peter  Kiewit 

Fencing 

8/24/60 

150  Cal. 

9/29/60 

__ 

92 

Raynolds  Pass-Ennis 

$49,840.95 

Days 

I-IG  90-6  (2)  309  U-1 

5.275 

Goodfeliow  Bros. 

Gr. , Agg.Surf. ,PMS 

5/24/61 

420  Cal, 

6/15/61 

Fair 

165 

40 

Ro^ky  Canyon  Road 

$4,058,435.93 

Dr.  & 3 Struc, 

Days 

I-IG  90-6  ( 2)  309  U-2 

5.275 

Tschache  Bros. 

Fencing 

6/5/61 

150  Cal. 

6/22/61 

Fair 

3 

25 

Rocky  Canyon  Road 

$39,885.60 

Days 
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MONTHLY  ^]NSTRDCTION  REPORT 
Month  EiuAnq  October  31,  1961 


Di^iiion  220  - continsaed 


I 90=.?  C4)  330 

W.R.Cahoon  Co. 

Dual  Struc. 

11/18/59 

9/30/61 

12/16/59 

Completed 

Livingston-East  & West 

$642,857.48 

7320.42® 

10/17/61 

I-IG  90-7  (9)  327  U=1 

12.087 

King  G McLaughlin 

Gr,  ,Surfo  ,PMS,  Dr. 

12/21/60 

350  Cal, 

1/25/61 

Fair  64 

56 

& F 185  (6)  U-1 

$3,134,965. 16 

& Irr.  Facilities 

Days 

Livingston -So. -East  & West 

I-IG  90-7  (9)  327  0-2 

Schulti  <&  Lindsay 

1,486.5®  SGC  OP 

12/21/60 

6/30/62 

1/30/61 

Good  23 

76 

Livingston-So.  & East 

$505,374,87 

I-IG  90-7  C9)  327  U-3 

12.087 

Lahren  Const.  Co. 

Fencing 

12/21/60 

150  Cal. 

3/14/61 

__ 

61 

& F 185  (6)  U-3 

$66,821.50 

Days 

Livingstora-So, -East  <&  West 

SMP  1699-61,  Gallatin 

W.  B,  Harding 

Cr,  & Stockpiling 

7/19/61 

120  Cal. 

8/14/61 

Poor  3 

38 

Madison  & Beaverhead 

$47,415.00 

Davs 

DISTRICT  THREE  - GREAT  FALLS 

Division  310  - Great 

Falls 

I-IG-ING  15-4  C4)  182 

02  2.770 

Hilde  Const. 

Gr.  ,Surf.  ,PM,Dr.  & 

9/28/60 

300  Cal. 

10/12/60 

Shutdown 

79 

& F 214  (3)  Ul,  Helena 

$1,129,813.43 

Dual  260.5®  St.  DP 

Days 

10/19/61 

I-IG-ING  15-4  (4)  182 

03  2,770 

Ken  Larson  Exc. 

Fenc.  & Cattle  Gd. 

9/28/60 

100  Cal. 

10/12/60 

Completed 

Helena-Sonth 

$43,314.43 

Days 

10/19/61 

I-IG-ING  15-4  (4)  182 

04  1.248 

S.  Birch  Inc.  & 

Gr.  ,Surfc  ,PMS,  Dr. , 

5/24/61 

300  Cal. 

6/6/61 

Good  20 

48 

& I 15-4  (5)  185  U1 

S. Birch  & Sons 

242,5®  Interch,  & 

Days 

Helena-North 

$636,632.67 

214.5®  Grade  Sep. 

I-IG-ING  15-4  (4)  182 

06  1.248 

US  Steel  Corp. 

Fenc.  & Cattle  Gd. 

5/24/61 

100  Cal. 

9/27/61 

Good  5 

28 

& I 15-4  C5)  185  02 

Cyclone  Fence  Dept. 

Days 

Helen  a -North 

$32,110.94 

I 15—4  (9)  194  01 

12.663 

Earl  L.  McNutt  & 

Gr. .Surf, ,PMS,Dr. 

6/14/61 

400  Cal. 

7/19/61 

Fair  40 

4 

Helena  Hill-Sieben 

Frank  Baulne 

& Dual  118.0®  Struc, 

Days 

$3,788,848.75 

I 15-4  (9)  194  02 

12.663 

Tsehache  Bros. 

Fenc.  & Cattle  Gd. 

6/14/61 

150  Cal. 

6/28/61 

Poor 

34 

Helena  Hill-Sieben 

$79,149.25 

Days 

I 15-4  (10)  182  & F 214  3.469 

Highway  Steel  Cont. 

Sign.  & Delin. 

7/5/61 

150  Cal. 

10/3/61 

(4),  L & C Coo  Line-No 

$61,237.71 

Days 

I 15-4  (12)  207  0-1 

3.388 

King  & McLaughlin 

Gr. .Agg.Surf. ,PMS, 

10/25/61 

300  Cal. 

Not  Started 

Sieben-NOc  & So. 

$2,110,638,04 

Fenc.  & Dr. 

Days 

I 15-4  (12)  207  0-2 

Strandberg  Const. 

Dual  113.0*  Struc, 

10/25/61 

7/31/62 

Not  Started 

Sieben-No,  & So. 

$89,445.74 

G 63,1®  Br. 

I 15—5  (13)  239  0-1 

9.702 

Baltrusch  Const. 

Gr.  ,Surf,  ,PMS  & Dr. 

3/22/61 

420  Cal. 

4/24/61 

Good  15 

42 

Hardy  Creek -Cascade 

$1,741,788.17 

Days 

I 15-5  (13)  239  0-2 

A & B Const. 

3 Interch,  G 82,0® 

3/22/61 

200  Cal. 

4/17/61 

Good  9 

92 

Hardy  Creek -Cascade 

$220,912.08 

Con.  OP 

Days 

I 15-5  (13)  239  0-3 

9.703 

Boulet  Const.  Co. 

Fencing 

3/22/61 

200  Cal. 

5/2/61 

Shutdown 

43 

Hardy  Creek -Cascade 

$60,050.85 

Days 

8/11/61 

F 65  (8)  U-2 

W.  Mack  in  & Son 

60,0®  Cone.  Br. 

5/24/61 

9/30/61 

7/5/61 

__ 

99 

Sun  River -Choteau 

$32,334.56 

^’W.  .laiiS,  ,'?i»  <5  Q«|l 

'lie ^-rn ',4  ^ i dJ 


' .1»  ^0i>  .^f^v5  W'SlIfiJ' 

•‘•C 


; «n.3«H  .a  ,w 


'••;•■'  s{>jHL» 
.:J  — X 

i t-  • 4:' 


.(THU  flSKT^JCWT?' 

. i^i  .rg  .^t;^’  .W^ 

n««nr’in:s-wiiiiiw^ 

T60*^I  t-^O  T^€  %d‘?.  3i-X 

..  '-.T  4-3  fd)  et’  %'-^: 

ImW 

^-•-  -^slrj  tise-  <<^) 

^?<i3 

tao^i  e-3  r$e  f?>  t*rei 
e-o  a> 

• .i-jW  'll'  itijrfi 

0Tt7$"  W vBM.- ; ariwS  » 


4 


i(s>  xnz  '.-  * Ib^xSl 


r )s)  \ 


*'  J *'  ./it'  , 

■■-  , .v/.-re-CA  / 


•3'  . e’;'  ;-> 

el 


e ;!  • K ’v*  . w 


or*'  s £0  m (^?  W 

iJ5>r . t*g,  sa*  * i^y  awt-at 4 
m B8s  <a;i  ^ 

^ '\i}>  <^s  ‘ 'i 

Sr  eOf.  '♦'r&rt# 

■ -'i  kii  &Vi 

ffrt  lb  1^-4119  ♦fssf 

^ A 

«»'  ?ivf  u7  ' 

' ' tH 

V m'M  w at 

uifl- eifiJ  D a 4- .,i^C 

.^41  ro4\(Sii  ^a'“ 

„ </i^  ^ . oK  - ' i vi»j 

jj--u  %m  cstJ  t-ei 

, ,oi<*  .■:.'d 

t-i/  '(?£;«  i'!U>  ^ ■ a 

s-  u w /8a>, 

6is$  0 

._  £^a 

^ «a9jfo((D>.'3H>Tl9 


1'  )"  .V 


G0V„9 


l!:i-!':^«..  •.  .-arfL  : 


M0NTHL¥^,9NSIR0CTI0N  REPORT  My  M 

Month  October  31  „ 1961 

Di^iiiogi  310  - Continued 


S 121  (3) 

Utica -Hobson 

4.334 

Francis  Tindall 
$113,812,39 

Gr,  .Surf,  & Dr, 

7/5/61 

220  Cal, 
Days 

8/3/61 

Fair  20 

56 

F 180  (4)  & U 27?  C5) 
Great  Falls  Sts, 

3. 198 

Mont. Sand  & Gravel 
$239,875.32 

Minor  6r, ,Surf, ,PMS, 
SCO,  New  Med, Curb  & Dr, 

6/27/61 

> 

70  Cal, 
Days 

7/31/61 

Shutdown 

10/6/61 

93 

F 235  (27)  U-1 

Arming ton -Lewi stown 

5,113 

S. Birch,  Inc,  & 

S,  Birch  & Sons 
$477,170.89 

Gr,  ,SMrf.  ,PMS  & 

3 - 81,5*  Brs, 

3/22/61 

180  Cal, 
Days 

4/20/61 

Fair  32 

95 

U 249  (14)  01,  U-UG 

376  (3)  U-1, Helena  Sts, 

0,513 

C.B.Lauch  Const, 
$300,715,78 

Gr.  ,Siirfc  ,Pave,  ,PMS, 

OP  & Dr, 

5/24/61 

7/31/62 

6/13/61 

Poor  10 

13 

U-F-FG  395  (4) 

Great  Falls  Sts, 

Robertson  & Cave 
Sletten  Const, 
$1,139,281,67 

1,125,75*  S5C  Br, 

2/17/60 

10/31/61 

3/15/60 

Good  9 

99 

Division  320  - Ha^ge 


S 13  (5)  U-1 

5.288 

O'Neil  Const, 

Gr. ,Surf, .PMS  & Dr, 

3/27/61 

200  Cal, 

4/26/61 

__ 

__ 

77 

Rudyard-Goldstone 

$327,239,94 

Days 

S 179  (4) 

6, 315 

Allen  Stuber 

Gr,  ,Surf,  & Dr. 

6/14/61 

200  Cal, 

7/12/61 

Fair 

22 

62 

Harlem -Hogeland 

$120,348,25 

Days 

S 290  (12) 

1.688 

N.AoNelson  Const, 

Gr,  ,Surfc  ,PMS,  Dr, , 

7/19/61 

7/31/63 

8/16/61 

Fair 

9 

2 

Geraldine-F. Benton 

$526,260,65 

& 708.0*  St.  Br, 

Sliffi*  0399-61,  Chouteau, 

Richardson  Const, 

Cr,  & Stockpiling 

5/24/61 

150  Cal, 

6/15/61 

Fair 

9 

59 

Blaine.Hill ,Toole,Glacier 

$84,967,50 

Days 

AR302 -0061 -05-012 

Walter  Laas 

Repair  of  Bridge 

8/30/61 

11/30/61 

9/14/61 

Completed 

Chester-Gildford 

$3,440.00 

CF  132  (6) 

DISTRICT  FOUR  - GLENDIVE 

Division  410  - Glendive 

S 32  (11) 

7,408 

Haggart  Const, 

Gr.  ,Surf,  ,PBSS,  Se&l 

7/5/61 

140  Cal, 

7/27/61 

Fair 

89 

46 

Glendive-Richey  NW 

$291,557.58 

& Dr, 

Days 

I 94-7  (3)  240 

Otto  J.  Eickhof 

Structures 

10/25/61 

11/10/62 

Not  Started 

Wibaux-East  & west 

$169,195.29 

I 94-7  (4)  233  U-1 

6,169 

Albert  Lalonde  Co, 

Gr, .Agg.Surf.  ,PMS, 

10/25/61 

300  Cal. 

Not  Started 

Wibaux-West 

$1,054,732,96 

Fenc.  & Dr, 

Days 

I 94-7  (4)  233  U-2 

8.105 

Albert  Lalonde  Co, 

Gr. .Agg.Surf, ,PMS, 

10/25/61 

300  Cal, 

Not  Started 

Wibaux -East 

$1,113,399.82 

Fenc.  & Dr. 

Days 

F 246  (9)  U-1 

9,230 

Gus  M.  Albert 

Gr.  ,Surf.  ,PMS  & Dr, 

5/21/61 

220  Cal, 

6/13/61 

Good 

40 

99 

Circle-Glendive 

$566,397,56 

Days 

S 258  (3) 

6.723 

0*Neil  Const, 

Gr,  ,Surf.  & Dr, 

1/25/61 

200  Cal, 

5/22/61 

Good 

20 

86 

Rock  Springs-Van  Norman 

$180,511.91 

Days 

S 258  (4) 

7.820 

O’Neil  Const, 

Gr,  ,Surf.  & Dr, 

9/27/61 

240  Cal. 

10/16/61 

Good 

14 

5 

Rock  Springs-Van  Norman 

$184,266.53 

Days 

Division  420  - Wolf  Point 

S 73  (4)  U-1 

8.444 

Schultz  & Lindsay 

Gr,  ,Surf. , PMS  & Dr. 

7/5/61 

250  Cal, 

9/11/61 

Good 

60 

24 

Reserve-No. Dak.  Line 

$314,445.62 

Days 

.T'1 
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MONTHLI^ONSTRUCTION  REPORT  0)  % 

Momtli  Etrii^g  October  31.  1961 


Division  420  - Contimsied 


F 144  C6)  Ul.  S 368  (135  6.760 

Riehardsoffl  Const. 

Gr. ,Surf. ,PMS 

5/21/51 

240  Cal. 

6/13/61 

Good 

65 

72 

& S 368  (14),  Glasgow^ 

$849,261.16 

Days 

NashiBa-Opheitn-Casi.Line 

F 315  (15)  12.052 

Wiokens  Bros. 

Gr.  ,SMrf.  G Dr. 

8/30/61 

330  Cal. 

10/9/61 

Fair 

14 

3 

Vas!  Nonman -Glasgow 

$565 , 457. 30 

Days 

Di^dgion  430  - Lewistoww 

F l03  (10)  D1  <&  F 333  11.452 

Northwestern  Engr. 

Gr. .Cem. Stab.  Base, 

7/5/61 

220  Cal. 

8/17/61 

Poor 

__ 

5 

(28)  Ul,  Lewis to wra-Roj 

$688,619.99 

PMS  G Dr. 

Days 

& Grass  Raage-Malta 

S' 187  (8)  0=1  10.619 

Franeis  Tindall 

Minor  Gr. ,Drc ,SMrf. 

7/5/61 

100  Cal. 

7/20/61 

Good 

35 

63 

Armells  Creek -Hays-Harletn 

$259,485.34 

G PMS 

Days 

F 333  (27)  U1  & F 26(6)  11.218 

Peter  Kiewit 

Gr. ,C.S.Bas®,  PMS 

2/21/61 

220  Cal. 

4/11/61 

Poor 

28 

82 

01,  RoMudap-Grass  Range-Malta 

$723,297.09 

Days 

F 333  (29)  U=1  11.832 

R.  J.Sundling 

C.S.Base  S PMS 

3/22/61 

150  Cal. 

4/18/61 

Good 

99 

Grass  Range-Malta 

$545,557,75 

Days 

S 399  (2)  0.991 

Wickens  Bros. 

Gr.  ,Surf.  G Dr.  G 

9/27/61 

7/31/62 

Not  Started 

Melstoffse-Mosb? 

$91,866.17 

131.5^  Prestress.  Br. 

DISTRICT  FIVE  - BILLINGS 

Division  510  = Billings 

FLH  9 (l)  U=1  5o200 

S.H. Arkwright 

Gr. ,Agg.Surfc ,PMS 

10/25/61 

180  Cal. 

Not  Started 

St.  Xavler-Hardin 

$330,527.87 

G Dr. 

Days 

S 50  (4)  7.962 

Albert  Lalonde 

Gr.  jSurf.  G Dr. 

6/14/61 

220  Cal. 

6/21/61 

- 

80 

Hysham  East  & South 

$218,704.73 

Days 

I 90-8  (7)  394  =— 

W.R. Gaboon  Co. 

558.0'’  St.  Br. 

9/28/60 

12/31/61 

10/28/60 

Poor 

97 

Reed  Point-Colurabus 

$280,204.39 

I 90-8  (8)  438  U2  6.423 

McRae ®S,0.S. 

Fencing 

11/17/59 

100  Gale 

4/5/60 

Good 

6 

92 

Mossmain -Billings 

$33,140.22 

Days 

I 90-8  (10)  451  — — 

W.R.Cahooffl  Co. 

937.75®  St.  Br. 

6/8/62 

6/mV62 

6/22/60 

Fair 

7 

95 

Yellowstone  Riv.  Br. 

$808,983.80 

S 136  (2)  U-1  10.539 

Long  Const. 

Surf.  G PMS 

7/5/61 

120  Calo 

7/25/61 

Fair 

10 

96 

Wyoo  Line-Belfry 

$212,473. 10 

Days 

S 260  (3)  U-1  11.412 

Albert  Lalonde  Co. 

Surf.  G PMA 

7/5/61 

100  Cal. 

8/28/61 

Fair 

23 

33 

Lodge  Grass-St. Xavier 

$211,507.28 

Days 

SMP  0599-61,  Big  Horn, 

Empire  Sand  G Grav. 

Cr,  G Stockpiling 

6/14/61 

130  Cal. 

7/7/61 

Good 

11 

76 

Carbon  G Yellowstone 

$83,600.00 

Days 

SMP  3399-61,  Golden  Valley,— 

Schultz  G Lindsay 

Cr,  G Stockpiling 

6/14/61 

130  Cal. 

9/1/61 

Good 

10 

65 

Musselshell  G Yellowstone 

$61,470.00 

Division  520  - Miles  Citv 

I 94-4  (3)  114  U1  G 6.246 

Schultz  G Lindsay 

Gr.  ,Surf.  ,PMS  G Dr, 

7/19/61 

350  Cal. 

9/28/61 

Poor 

1 

I 94-4  (9)  119  Ul, Hathaway- 

$829,372.47 

Days 

East  G West 

I 94-4  (13)  114  02 

F.L, Flynn  G Co. 

81.5*  Conc.Br.  G 

7/19/61 

5/31/62 

8/14/61 

Good 

6 

61 

Hathaway -East 

$56,566.02 

17.25*  Jr.  Gr.  Sep, 
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MONTHLYi^^NSTRUCTION  REPOHT  H* 

Month  Ending  October  31,  1961  

DIyrii,Qji.^52Q,  _ -..„Cont.iiiMeci 


I 94-4  (3)  114  U3  & 

6.246 

Hoiit  Fencing  Co, 

Fencing 

7/19/61 

150  Cal. 

Not  Started 

I 94-4  (9)  119  02.  Hathaway 

$31,598.00 

Days 

East  & West 

I 94-4  (5)  127  U1  & 

8.550 

Peter  Kiewit 

Gr.  .Surf,  ,P® , Dr. 

2/16/60 

400  Cal, 

4/1/60 

Fair 

22 

98 

F 135  (17),  M. City-West 

$2.657; 498. 45 

, & 214,5*  Cone,  Inter. 

Days 

I 94-4  (5)  127  02 

8.550 

R, J.Sundling 

Fencing 

2/16/60 

150  Cal, 

5/23/60 

98 

Miles  City-West 

$35,986,25 

Days 

I 94-4  (6)  136  01  & 

12.442 

Peter  Kiewit 

Gr,  .Surf® , Cone, Pave.  , 

4/19/61 

400  Cal, 

6/18/61 

Good 

120 

31 

F 86  (20)  Ol^Miles  City- 

-E. 

$2, 849, 375, 73 

PMS  & 4 Struc. 

Days 

I 94-4  (6)  136  02 

11.597 

W.  Mack  in  & Sons 

Fencing 

4/19/61 

200  Cal, 

6/13/61 

70 

Miles  City-East 

$62,799.00 

Days 

I 94-4  (8)  120  01 

7.308 

Schultz  & Lindsay 

Gro.Surf. ,PMS  & Dr, 

7/19/61 

400  Cal, 

8/17/61 

Good 

90 

2C 

Hathaway -East 

$1,302,922.13 

Days 

I 94-4  (8)  120  02 

___ 

N. A, Nelson  Const. 

173,0*  Pres. Interch, 

7/19/61 

5/31/62 

10/11/61 

Fair 

5 

9 

Hathaway -East 

$46,597,18 

I 94-4  (8)  120  03 

7.308 

W, Mack in  & Son 

Fencing 

8/7/61 

150  Calc 

9/21/61 

Good 

11 

37 

Hath away -East 

$47,215.00 

Days 

F 156  (10)  01  C F 156 

13ol87 

Albert  6 Marshall 

Gr« .Surf,  & PMS 

7/5/61 

300  Calc 

8/28/61 

Fair 

46 

12 

(11)  01.  01ive-M,Clty 

$759,600.10 

Days 

F 156  (11)  02 

___ 

Holm  Const. 

138,0®  Cone,  Br, 

4/19/61 

11/30/61 

6/2/61 

Fair 

93 

Olive-Miles  City  $49.164,09 
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STATE  HIGHWM  COMMISSION 
CONSTRUCTIt"  DEPARTMENT 


MONTHLY  CONSTRUCTION  REPORT  ^ ^ 

OCLd  IJf- 

Project  Number  Contractor  and  Contract 

and  Location  Mileage  Bid  Price  Type  Awarded 

DISTRICT  ONE  - MISSOULA 
Division  llO  - Missoula 


Date  of 


Work 


Pro-  Men 
“ess  Emp 


I 90-1  (6)  43  Unit  1 

6, 686 

Zook  Bros,  Const, 

Gr, ,Agg,  Surf, , PMS, 

1/21/60 

330  Cal, 

3/29/60 

Poor 

Superior-East  and  West 

$1,096,572,11 

Dr,,  G 17,25'  Sep, 

Days 

I 90-1  (15)  43 

6,686 

Tschache  Bros, 

Signing,  Delineation 

7/5/61 

120  Cal, 

8/21/60 

Compl eted 

Superior -East  and  West 

$21,306,97 

and  Lighting 

Days 

11/10/61 

I 90-3  (8)  180  Unit  1 

8,603 

Holland  Const, 

Or, , Agg,  Surf, , PMS, 

5/25/60 

300  Cal, 

6/13/60 

Poor 

& F 184  (14),  Deer  Lodge  - 

$1,565,955,46 

and  Drain 

Days 

No,  G So.  G Bearmouth-Deer 

Lodge 

I 90-3  (8)  180  Unit  3 

8,603 

Colorado  Fuel  G Iron  Fencing  and 

5/25/60 

100  Cal, 

6/21/60 

Poor 

Deer  Lodge-North  G South 

$54,373,04 

Cattle  Guards 

Days 

I 90-3  (10)  180 

8,603 

Highway  Steel 

Signing  G Delineation 

7/5/61 

150  Cal, 

9/27/61 

Fair  4 

Deer  Lodge-North  G South 

$27,357,04 

Days 

F 215-D.  S 218  (4).  S 218 

(5) 

Asphalt  Const, 

Traffic  Signals,  Gr, , 

4/19/61 

130  Cal, 

6/5/61 

Completed 

S-US  220  (2)  G S 298  (2) 

2,649 

$92,575,56 

Surf, , PMS. , Seal  G 

Days 

11/2/61 

Missoula  Streets 

Cover 

F-FG  215  (7) 

0,252 

Sletten  Const, 

Gr, , Agg,  Surf, , PMS, 

9/27/61 

6/30/ 63 

10/16/61 

Fair  14 

Higgins  Ave, -Missoula  Road 

$988,381,36 

Dr,G  972,0'  S G C Str, 

S-SG  272  (2) 

1, 731 

Naranche  G Konda 

Surf, , PMS, , and 

7/19/61 

50  Cal, 

8/16/61 

Shutdown 

NW  Frenchtown  Wye-West 

$46,331,95 

Seal  Coat 

Days 

9/12/61 

S 291  (6) 

5,406 

Peter  Kiewit  Sons 

Gr, , Cem,  Stab,  Base, , 

7/19/61 

150  Cal. 

Not 

Avon-Helmville 

$336,918,99 

P,M,S,  and  Drain 

Days 

Started 

S 328  (1) 

1,215 

Bud  King  Const, 

Gr, , Surf, , Road  Mix 

4/19/61 

200  Cal, 

6/29/61 

Good  16 

Conner -Cutoff 

$228,546,43 

Surf, , Dr, , G 2 Cone, 

Strs, 

Days 

S.M.P,  3199-61 

---- 

Mountain  Cor^  t. 

Cr,  G Stockpiling 

6/29/61 

120  Cal, 

8/4/61 

Fair 

Mineral  & Missoula  Counties  $79.335o00  Days 


Division  120  - Kalispell 


S 7 (6)  Unit  1 

6,549 

United  Paving  Co, 

Gr, , Agg,  Surf, 

. PMS, 

3/22/61 

150  Cal, 

4/12/61 

Shutdown 

Kalispell-Half  Moon 

$457,921,94 

and  Drain 

Days 

11/9/61 

S 65  (4)  Unit  1 

4,858 

Zook  Bros,  Const, 

Gr, , Agg,  Surf, 

, PMS, 

11/22/60 

180  Cal, 

11/19/60 

Shutdown 

Clearwater -Big  Fork 

$512,338.14 

and  Drain 

Days 

10/25/61 

F 102  (2)  G F 270  (11) 

Highway  Steel 

Guard  Rail 

10/25/61 

40  Cal, 

Not 

Poison-Big  Fork -Haines  Corner 

$12,908,00 

Days 

Started 

F 191  (20)  Unit  1 

7,300 

Curtis  Const,  Co, 

Gr, , Surf, , P,M 

.,s. 

3/22/61 

150  Cal, 

4/4/61 

Shutdown 

Pablo-Kalispell 

$281,156,53 

and  Drain 

Days 

11/3/61 

S,M,°,  102-1501-02-12-42 

Robert  W,  Ross 

Const,  G Remodeling 

7/19/61 

11/30/61 

8/8/61 

Completed 

Kalispell  Division  Office 

$21,675,00 

of  Div,  Office 

Bldg^ 

11/30/61 

DISTRICT  TWO  ^ BUTTE 


Division  210  - Butte 

S6  (4)  Unit  1 7,027  McLaughlin.  Inc,  Gr, . Agg,  Surf,,  PMS,  8/30/61  240  Cal,  9/26/61  Fair  20 

Town  send -Canyon  Ferry-Clasoil  $319,862,15  and  Drain  Days 


MONTHLY  AOJSSTRUCTION  REPORT 

Month  Eik  JnQ  November  30, 

1961 

WJ 

Division  210  = Butte  (Continued) 

RoO,W.  S 6 (4) 

Victor  Rockwell 

Fencing  9/27/61 

60  Cal, 

10/18/61 

Completed 

Town send “Canyon  Ferry-Clasoil 

$347,07 

Days 

10/28/61 

I 15=1  (11)  37  Unit  1 

7,775 

Nilson=Smith 

Gr,,  Agg,  Surf,,  P,M,S,  3/22/61 

400  Cal, 

6/1/61 

Good  25 

57 

Idaho  Llne=Dillon 

$1,043,487,45 

and  Drain 

Days 

I 15=1  (11)  37  Unit  2 

==== 

Ralph  Huckaba 

4 Prestressed  Cone,  3/22/51 

6/30/62 

4/17/51 

Fair  4 

55 

Idaho  Line=Dillon 

$222,558,72 

Beam  Str,  = 567,0* 

I 15=1  (11)  37  Unit  3 

4o500 

Hildreth  Const, 

Fencing  4/17/61 

200  Cal, 

6/20/61 

Fair 

24 

Idaho  Line=Dillon 

$29,997,97 

Days 

I 15=2  (14)  127  Unit  1, 

3, 361 

Bud  King  Const, 

Gr, , Surf, , Cone,  0/30/61 

400  Cal, 

9/26/61 

Shutdown 

4 

F 207  (8)  & F 279  (4) 

$1,726,708,52 

Pave,  PMS,  Seal  Coat 

Days 

11/20/61 

Butte  Streets 

and  Drain 

I 15=2  (14)  127  Unit  2 

2,708 

U,S,  Steel  Corp, 

Fencing  8/30/61 

200  Cal, 

Not 

Butte  Urban 

$62,087,38 

Days 

Started 

F 42  (1)  Unit  1 

9,226 

S,  Arkwright,  Inc, 

Gr, , Surf, , and  7/19/61 

250  Cal, 

8/14/61 

Shutdown 

51 

Idaho  Line=Wisdom 

$699,594,72 

P,M,S, 

Days 

11/18/61 

F 42  (1)  Unit  2 

==== 

Watters  Const,  Co, 

214,5“  Cone,  Str,  7/19/61 

7/31/62 

8/2/61 

Shutdown 

65 

Idaho  Line=Wisdoin 

$69,600,05 

10/19/61 

F 68  (11) 

6,088 

Elec,  Products 

Signing  & Delineation  7/5/61 

150  Cal, 

8/7/61 

Compl eted 

Anaconda=East 

$24,022,18 

Days 

11/8/61 

S 167  (6) 

4,978 

Hilde  Const,  Co, 

Gr,,  Surf,,  B,S,T, , 7/5/61 

220  Cal, 

8/24/61 

Shutdown 

57 

Cardwel 1 “Southeast 

$341,016,40 

and  Drain 

Davs 

11/17/61 

Division  220  = Boieman 

S 49  (7)  Unit  1 

8,979 

S,  Birch,  Inc,  & 

Gr, , Surf,,  P,M,S, , 10/25/61 

200  Cal, 

11/6/61 

Shutdown 

8 

Fort  Logan So  Springs 

S,  Birch  & Sons 

Dr, , & 29“  T,T,Br, , & 

Days 

11/20/61 

$294,071,82 

Widen  Bridge 

RoOoWo  FHP  60=A 

9,00 

Peter  Kiewit  Sons 

Fencing  8/24/60 

150  Cal, 

9/29/60 

Comp 1 et  ed 

Raynolds  Pass=Ennis 

$49,840,95 

D.ays 

11/7/61 

I=IG  90=6  ( 2)  .309  Unit  1 

5,275 

Goodfellow  Broio 

Gr,,  Surf,,  P,M,S, . 5/24/61 

420  Cal, 

6/15/61 

Poor  !08 

46 

Rocky  Canyon  Road 

$4,058,435,93 

Dr,  6 3 Structures 

Days 

I=IG  90=6  (2)  309  Unit  2 

5,275 

Tschache  Bros, 

Fencing  6/5/61 

150  C.al, 

6/22/61 

== 

25 

Rocky  Canyon  Road 

$39,885,60 

Days 

I=IG  90=7  (9)  327  Unit  1 

12,087 

King  & McLaughlin 

Gr, , Surf, . PMS, , Dr,  12/21/60 

350  Cal, 

1/25/61 

Fair  59 

58 

6 F 185  (6)  Unit  1 

$3,134,965,16 

and  Irr,  Facilities 

Days 

Llvingston=SOo -East  & West 

I=IG  90=7  (9)  327  Unit  2 

Schultz  & Lindsay 

1,486,5*  S & C OoP,  12/21/60 

6/30/62 

1/30/61 

Fair  10 

80 

Livingston-South  6 East 

$404,374,87 

I-IG  90-7  (9)  327  Unit  3 

12,087 

Lahren  Const,  Co, 

Fencing  12/21/60 

150  Cal, 

3/14/61 

61 

& F 185  (6)  Unit  3 

$66,821,50 

Days 

Livingston-South-East  & West 

SoM,P,  1699=61,  Gallatin, 

W,  B,  Harding 

Crushing  and  7/19/61 

120  Cal, 

8/14/61 

Fair 

54 

Madison  & Beaverhead  Counties 

$47,415,00 

Stock  sailing 

Davs 
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MONTHLY  JfWSTROCTION  REPORT 
Month  Eif^nq  November  30  „ 1961 
DISTRICT  THREE  --  GREAT  FALLS 
Division  310  - Great  Falls 
I-IG-ING  15-4  (4)  182  U-2  2„770  Hilde  Consto  Co. 
& F 214  (3)  U-1,  Helena-So 


I-IG=ING  15-4  (4)  182  U-4 
& 1 15-4  (5)  185  U-1 
Helena-North 

I-IG=ING  15-4  (4)  182  U-6 
& I 15-4  (5)  185  U-2 
Helen a -North 
I 15-4  (9)  194  Unit  1 
Helena  Hill-Sieben 

I 15-4  (9)  194  Unit  2 
Helena  Hill=Sieben 
I 15-4  (10)  182  G F 214 
(4)  L G C Co,  Line  North 
I 15-4  (12)  207  Unit  1 
Sieben -North  and  South 
I 15-4  (12)  207  Unit  2 
Sieben -North  and  South 
I 15=5  as)  239  Unit  1 
Hardy  Creek -Cascade 
I 15=5  (13)  239  Unit  2 
Hardy  Creek -Cascade 
I 15-5  (13)  239  Unit  3 
Hardy  Creek -Cascade 
F 65  (8)  Unit  2 
Sun  River -Choteau 
S 121  (3) 

Utica-Hobson 
F 180  (4)  G U 277  (5) 
Great  Falls  Sts, 

F 235  (27)  U-1 
Armington-Lewistown 
U 249  (14)  Ul.  U-UG 
376  (3)  Ul.  Helena  Sts, 

U 249  (14)  U2.  U-UG 
376  (3)  U2,  Helena  Sts, 
U-F-FG  395  (4) 

Great  Falls  Sts, 


$1,129,813,43 

1,248  S,  Birch,  Inc,  G 
S,  Birch  G Sons 
$636,632,67 

1,248  U,  S,  Steel  Corp, 
Cyclone  Fence  Dept 
$32,110,94 

12,663  Earl  L,  McNutt  G 
Frank  Baulne 
$3,788,848,75 
12,663  Tschache  Bros, 
$79,149,25 

3,469  Highway  Steel 
$61,237,71 

3,388  King  G McLaughlin 
$2,110,638,04 

---=  Strandberg  Const, 
$89,445,74 

9.702  Baltrusch  Const, 
$1,741,788,17 

A G B Const,  Co, 
$220,912,08 

9.703  Boulet  Const,  Co, 
$60,050,85 

-=—  W,  Mackin  G Son 

$32,334,56 

4,334  Francis  Tindall 

$113,812,39 

3,198  Mont, Sand  G Grav, 
$239,875,32 

5,113  S, Birch,  Inc,  G 

S,  Birch  G Sons 

0,513  C,B,Lauch  Const, 

$300,715,78 

-=-  Allen  Electric 

$15,540,92 

---  Robertson  G Cave 

Sletten  Const, 
$1.139,281,67 


Gr, , Surf, , PMS, , Dr, 

9/28/60 

300  Cal, 

10/12/60 

Shutdown 

79 

G Dual  260,5'  St,  U,P. 

> 

Days 

10/19/61 

Gr, , Surf, , PMS, , Dr, 

5/24/61 

300  Cal, 

6/8/61 

Good  20 

60 

242,5'  Interchange  and 

Days 

214,5'  Grade  Sep, 
Fencing  and 

5/24/61 

100  Cal, 

9/27/61 

Fair 

74 

Cattle  Guards 

Days 

Gr, , Surf, , PMS,  Dr, 

6/14/61 

400  Cal, 

7/19/61 

Fair  58 

10 

G Dual  118,0'  Str, 

Days 

Fencing  and 

6/14/61 

150  Cal, 

6/28/61 

Fair  5 

43 

Cattle  Guards 

Days 

Signing  and 

7/5/61 

150  Cal, 

10/3/61 

Fair  6 

58 

Delineation 

Days 

Gr, , Surf, , PMS, , 

10/25/61 

300  Cal, 

11/6/61 

20 

3 

Fencing  G Drain 

Days 

Diral  113,0'  Str,. 

10/25/61 

7/31/62 

Not 

G 63,1'  Br, 

Started 

Gr, , Surf, , PMS, 

3/22/61 

420  Cal, 

4/24/61 

Poor  14 

46 

and  Drain 

Days 

3 Interchanges,  G 

3/22/61 

10/31/61 

4/17/61 

Completed 

82,0'  Cone,  0,P, 

3/22/61 

10/31/61 

Fencing 

200  Cal, 

5/2/61 

Shutdown 

53 

Days 

8/11/61 

60,0'  Cone,  Br, 

5/24/61 

9/30/61 

7/5/61 

Completed 

11/9/61 

Gr,  .«Surf,  G Dr, 

7/5/61 

220  Cal, 
Days 

8/3/61 

Fair  13 

87 

Minor  Gr, ,Surf, ,PMS, 

6/27/61 

70  Cal, 

7/31/61 

Shutdown 

93 

SCO,  NewMed,Curb  G Dr, 

Days 

10/6/61 

Gr, .Surf, .PMS  G 

3/22/61 

180  Cal, 

4/20/61 

Completed 

3 81,5'  Brs, 

Days 

11/3/61 

Gr, .Surf, ,Pave, ,PMS, 
OP  G Dr, 

5/24/61 

7/31/62 

6/13/61 

Poor  7 

14 

Traffic  Signals 

11/29/61 

45  Cal, 

Not  Started 

Days 

1,125,75'  SGC  Br, 

2/17/60 

10/31/61 

3/15/60 

Poor  3 

99 
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MONTHLY  ||']NSTRUCTION  REPORT 
Month  Enuinq  November  30,  1961 


•J 


Division  320.  Havre 
S 13  (5)  U1  5,288 

Rudy ard -Golds tone 
S 179  (4)  6,315 

Harlera-Hogeland 

S 290  (12)  1»688 

Ger al din e-P a Benton 
SMP  0399-61 .Chouteau, 

Blaine.  Hill,  Toole,  Glacier 


DISTRICT  FOUR.  GLENDIVE" 

Division  410,  Glendive 
S 32  (11)  7,408 

Glendive-Richey  NW 
I 94-7  (3)  230 
Wibaux-East  & west 
I 94-7  (4)  233  U1  6,169 

Wibaux-West 

I 94-7  (4)  233  U2  8,105 

Wibaux-East 

F 246  (9)  U1  9,230 

Circle-Gl endive 

S 258  (3)  6,723 

Rock  Spring s-V an  Norman 
S 258  (4)  7,820 

Rock  Sprinas-Van  Norman 


O'Neil  Const, 

Gr,  .Surf, .PMS  6 DR, 

3/27/61 

200  Cal, 

4/26/61 

Fair 

93 

$327,239,94 

Days 

Allen  Stuber 

Gr, .Surf.  & Dr, 

6/14/61 

200  Cal. 

7/12/61 

Fair  15 

93 

$120,348,25 

Days 

N, A, Nelson  Const, 

Gr, ,Surf, ,PMS,  Dr, , 

7/19/61 

7/31/63 

8/16/61 

Fair  11 

5 

$526,260,65 

& 708,0'  St,  Br, 

Richardson  Const, 

Cr,  G Stockpiling 

5/24/bl 

150  Cal, 

6/15/61 

Fair  12 

77 

$84,967,50 

Days 

Haggart  Const, 

Gr. ,Surf, .PMS.  Seal 

7/5/61 

140  Cal, 

7/27/61 

Shutdown 

62 

$291,557,58 

& Dr, 

Days 

11/13/61 

Otto  J,  Fickhof 

Structures 

10/25/61 

11/10/62 

Not  Started 

$169,195,29 
Albert  Lalonde  Co. 
$1,054,732,96 
Albert  Lalonde  Co< 
$1,113,399,82 
Gus  M„  Albert 
$566,397,56 
O'Neil  Const, 
$180,511,91 
O'Neil  Const, 


Gr, .Agg, Surf , ,PMS,  10/25/61 

Fenc,  & Dr, 

Gr, , Agg, Surf , ,PMS.  10/25/61 

Fenc,  & Dr, 

Gr, .Surf, .PMS  & Dr,  5/21/61 

Gr,.Surf,  & Dr,  1/25/61 

Gr, .Surf,  & Dr,  9/27/61 


300  Cal, 
Days 
300  Cal. 
Days 
220  Cal. 
Days 
200  Cal. 
Days 
240  Cal. 


11/14/61 
11/14/61  Good 


22 


6/13/61  Completed 
10/30/61 
5/22/61  Shutdown 
11/20/61 
10/16/61  Shutdown 
11/22/61 


Division  420.  Wolf  Point 

5 73  (4)  U1 

Re  serve -No, Dak , Line 

F 84  (30)  U1 

W,  of  W, Point-No, Dak, 

F 144  (6)  Ul,  S 368  (13) 

6 S 368  (14),  Glasgow- 
Nashua-Opheim-Can.Line 
F 315  (15) 

Van  Norman-Glasgow 

Division  430.  Lewistown 

F 103  (10)  Ul  & F 333 
(28)  Ul , Lewistown -Roy 
& Grass  Range-Malta 
S 187  (8)  Ul 

Armells  Creek -Hays-Harlem 
F 333  (27)  Ul  & F 26  (6) 

Ul , Roundup-G, Range-Malta 


0 

1 

99 

20 


8,444 

Schultz  & Lindsay 

Gr, .Surf, ,PMS  & Dr, 

7/5/61 

250  Cal, 

9/11/61 

Shutdown 

49 

$314,455,62 

Days 

i i/22/ 61 

10,851 

Schultz  & Lindsay 

Agg,  Surf,  G PM 

11/29/61 

90  Cal, 

Not  Started 

$234,300,24 

Bit,  Surf, 

Days 

6.760 

Richardson  Const, 

Gr, .Surf, ,PMS 

5/21/61 

240  Cal, 

6/13/61 

Good  18 

78 

$849,261,16 

Days 

12,052 

Wickens  Bros. 

Gr , , Surf.  G Dr, 

8/30/61 

330  Cal, 

10/9/61 

Fair  20 

13 

$565,457.30 

Days 

11,452 

NW  Engr.  Co. 

Gr, ,Cem, Stab. Base, 

7/5/61 

220  Cal, 

8/17/61 

Poor 

13 

$688,619.99 

PMS  G Dr. 

Days 

10.619 

Francis  Tindall 

Minor  Gr, ,Dr, .Surf, 

7/5/61 

100  Cal, 

7/20/61 

Completed 

$259,485.34 

G PMS 

Days 

11/2/61 

11.218 

Peter  Kiewit 

Gr, ,C,S. Base, PMS 

2/21/61 

220  Cal, 

4/11/61 

Shutdown 

89 

$723,297.09 

Days 

11/10/61 
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MONTHLY  JpNSTRUCTION  REPORT 

Month  En^_ha  Novomber  30.  1961 

• 

Diviginn  430  (Cnntinupd) 

F 333  (29)  D1 

Grass  Range-Malta 

11,832 

R,  J,  Sundling 
$545,557,75 

C,S,Base  & PMS 

3/22/61 

150  Cal, 
Days 

4/18/61  Completed 
10/20/61 

S 399  (2) 

Melstone-Mosbv 

0,991 

Wickens  Bros, 
$91,866,17 

Gr, , Surf,  & Dr,  G 
131,5'  Prestress,  Br, 

9/27/61 

7/31/62 

10/24/61  Good 

34 

DISTRICT  FIVE.  BILLINGS 

Division  510,  Billings 

FLH  9 (1)  U1 

St.  Xavier -Hardin 

5,200 

S,H, Arkwright 
$330,527,87 

Gr, ,Agg, Surf, ,PMS 
& Dr, 

10/25/61 

180  Cal, 
Days 

Not  Started 

S 50  (4) 

Hysham  East  & South 

7,962 

Albert  Lalonde 
$218,704,73 

Gr, , Surf,  & Dr, 

6/14/61 

220  Cal, 
Days 

6/21/61  Poor 

86 

I 90-8  (7)  394 

Reed  Point-Columbus 

W,R, Gaboon  Co, 
$280,204,39 

558,0’  St,  Br, 

9/28/60 

12/31/61 

10/28/60  Poor  3 

98 

I 90-8  (8)  438  U2 

Mossraain -Billings 

6,423 

McRae's  S,0,S, 
$33,140,22 

Fencing 

11/17/59 

100  CAL, 
Days 

4/5/60  Completed 

11/24/61 

I 90-8  (10)  451 

Yellowstone  Riv,  Br, 

W,R, Gaboon  Co, 
$808,983,80 

937,75’  St,  Br, 

6/8/62 

6/30/62 

6/22/60  Fair  6 

95 

S 136  (2)  U1 

Wyo,  Line-Belfry 

10,539 

Long  Const, 
$212,473,10 

Surf,  & PMS 

7/5/61 

120  Cal, 
Days 

7/25/61  Completed 
11/13/61 

U-FG  228  (16) 
Laurel-Billings 

1,466 

Schultz  & Lindsay 
$1,043,348,05 

Gr, ,Agg,Surf,  ,C,  S, 
Base, Cone, Pave, PM  Bit, 

11/29/61 
.Surf,  G Dr 

11/30/63 

Not  Started 

S 260  (3)  U1 

Lodge  Grass-St, Xavier 

11,412 

Albert  Lalonde 
$211,507,28 

Surf,  & PMS 

7/5/61 

100  Cal, 
Days 

8/28/61  Fair  14 

40 

S 333  (2) 

Sayle  East 

5,260 

Hilling  Const, 
$185,758,38 

Gr, ,Agg,  Surf,  & Dr, 

11/29/61 

200  Cal, 
Days 

Not  Started 

SMP  0599-61, Big  Horn, 
Carbon  & Yellowstone 

Empire  Sand  & Grav. 
$83,600,00 

, Cr,  G Stockpiling 

6/14/61 

130  Cal, 
Days 

7/7/61  Good  12 

96 

SMP  3399-61.  G, Valley, 
Musselshell  & Yellowstone 

Schultz  & Lindsay 
$61,470,00 

Cr,  G Stockpiling 

6/14/61 

130  Cal, 

9/1/61  Completed 

Division  520,  Miles  City 

I 94-4  (3)  114  U1  & 6,246 

I 94-4  (9)  119  U1 , Hathaway 

Schultz  & Lindsay 
$829,372,47 

Gr, ,Surf, ,PMS  G Dr, 

7/19/61 

350  Cal, 
Days 

9/28/61  Shutdown 
11/29/61 

11 

East  & West 

I 94-4  (13)  114  U2 

Hathaway  East 

F,L, Flynn  & Co, 
$56,566,02 

81,5’  Conc.BR,  G 
17,25’  Jr,Gr,Sep, 

7/19/61 

5/31/62 

8/14/61  Fair  4 

70 

I 94-4  (3)  114  U3  & 

1 94-4  (9)  119  U2, Hathaway 

6,246 

Hout  Fencing  Co, 
$31,598,00 

Fencing 

7/19/61 

150  Cal, 
Days 

Not  Started 

East  & West 

I 94-4  (5)  127  U1  & 

F 135  (17) ,M, City-West 

8,550 

Peter  Kiewit 
$2,657,498,45 

Gr, , Surf ,, PMS,  Dr, 

G 214,5’  Cone,  Inter, 

2/16/60 

400  Cal, 
Days 

4/1/60  Completed 

11/21/61 

I 94-4  (5)  127  U2 

Miles  City-West 

8,550 

R,  J, Sundiing 
$35,986,25 

Fencing 

2/16/60 

150  Cal, 
Days 

5/23/60  Completed 
11/21/61 
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MONTHLY  Instruction  report 

Month  Enaing  November  30.  1961 

Division  520  (Continued) 


I 94-4  (6)  136  U1  & 

12.442 

Peter  Kiewit 

Gr, ,Surf. , Cone. Pave. , 

4/19/61 

400  Cal, 

6/18/61 

Fair  140 

39 

F 86  (20)  Ul,M,City-E, 

$2,849,375.73 

PMS  & 4 Struc. 

Days 

I 94-4  (6)  136  U2 

11.597 

W.Mackin  & Sons 

Fencing 

4/19/61 

200  Cal, 

6/13/61 

Fair  9 

76 

Miles  City-East 

$62,799,00 

Days 

I 94-4  (8)  120  U1 

7.308 

Schultz  6 Lindsay  Gr, ,Surf. ,PMS  & Dr. 

7/19/61 

400  Cal. 

8/17/61 

Fair  38 

33 

Hathaway-East 

$1,302,922.13 

Days 

I 94-4  (8)  120  U2 

___ 

N. A, Nelson 

173.0'  Pres. Interch. 

7/19/61 

5/31/62 

10/11/61 

Fair 

23 

Hathaway -East 

$46,597,18 

I 94-4  (8)  120  U3 

7.308 

W.Mackin  & Son 

Fencing 

8/7/61 

1-50  Cal. 

9/21/61 

Shutdown 

59 

Hathaway-East 

$47,215.00 

Days 

11/21/61 

F 156  (10)  D1  8 F 156 

13.187 

Albert-Marshall 

Gr. ,Surf.  & PMS 

7/5/61 

300  Cal. 

8/28/61 

Fair  32 

22 

(11)  U1 ,01ive-M,City 

$759,600.10 

Days 

F 156  (11)  U2 

==_ 

Holm  Const, 

138.0'  Cone,  Br. 

4/19/61 

11/30/61 

6/2/61 

Fair  4 

95 

Olive-Miles  City 

$49,164.09 

F 156  (16)  U2 

Otto  Eickhof 

101.5'  Prest.C.Br, 

11/29/61 

7/31/62 

Not  Started 

M„Citv-Jordan 

$34.756.77 

NOTES  The  following  project  was 

inadvertently  omitted  from  the  Division 

120,  Kalispell,  reports 

S 325  (1)  U2 

= = = 

C.B.Lauch 

121,5'  Prest.C.Br, 

11/29/61 

8/31/62 

Not  Started 

Libbv-Fish  Hatchery 

$46,020.42 
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Ui^ 


DEPARTMENT 


MONTHLY  CONSTRUCTION  REPORT 


axd-  luF 


Project  Number 

Contractor  and 

Contract 

Date  of 

Work 

Pro-  Men 

% 

and  Location 

Mileage 

Bid  Pri oe 

Tvoe 

Awarded 

ComDletian  ._Beaan  JLrejts _EmD^Cjiii 

DISTRICT  ONE  = MISSOULA 

Division  110  - Missoula 

I 90=1  (6)  43  Unit  1 

6.686 

Zook  Bros.  Const. 

Gr. , Agg,  Surf.,  P.M.  S. 

1/21/60 

330  Cal. 

3/29/60 

Suspend. 

97 

Superior  = East  and  West 

$1,096,572.11 

Dr. , & 17.25*  Sep. 

Days 

^/16/61 

I 90=3  (8)  180  Unit  1 

8.603 

Holland  Const,  Co. 

(5r. , Agg.  Surf.,  P.M,  S. 

5/25/60 

300  Cal, 

6/13/60 

Suspend. 

99 

& F 184  (14),  Deer-Lodge- 

$1,565,955.46 

and  Drain 

Days 

9/28/61 

No.  & So,  & Bearmouth-Deer  Lodge 

I 90=3  (8)  180  Unit  3 

8.603 

Colorado  Fuel  & Iron  Fencing  and 

5/25/60 

100  Cal. 

6/21/60 

Suspend, 

93 

Deer  Lodge-North  and  South 

$54,373.04 

Cattle  Guards 

Days 

7/20/61 

I 90-3  (10)  180 

8.603 

Highway  Steel 

Signing  and 

7/5/61 

150  Cal. 

9/27/61 

87 

Deer  Lodge-North  and  South 

$27,357.04 

Delineation 

Days 

12/8/61 

F-FG  215  (7) 

0.252 

Sletten  Const, 

Gr, , Agg,  Surf, , PMS, 

9/27/61 

6/30/63 

10/16/61 

Shutdown 

4 

Higgins  Ave; -Missoula  Road 

$988,381.36 

Dr.  & 972.0*  S G C Str. 

12/8/61 

S-SG  272  (2) 

1.731 

Naranche  G Konda 

Surf.,  P.M.  S, , and 

7/19/61 

50  Cal, 

8/16/61 

Shutdown 

79 

N.W.  Frenchtown  Wye-West 

$46,331.95 

Seal  Coat 

Days 

9/12/61 

S 291  (6) 

5.406 

Peter  Kiewit  Sons 

Gr. , Cem.  Stab.  Base, 

7/19/61 

150  Cal. 

Not 

Avon -Helmville 

$336,918.99 

P.M, S,  and  Drain 

Days 

Started 

S 328  (1) 

1.215 

Bud  King  Const. 

Gr. , Surf.,  R.M.O. , Dr. 

, 4/19/61 

200  Cal. 

6/29/61 

Shutdown 

80 

Conner -Cutoff 

$228,546.43 

and  2 Cone,  Struct, 

Days 

11/28/61 

S.M.P.  3199-61 

Mountain  Const, 

Crushing  and 

6/29/61 

120  Cal. 

8/4/61 

Suspend. 

61 

Mineral  & Missoula  Counties 

$79,335.00 

Stoekoilinq 

Days 

12/21/61 

Division  120  = Kalisoell 

S 7 (6)  Unit  1 

6.549 

United  Paving  Co. 

Gr. , Agg.  Surf.,  P.M.S, 

3/22/61 

150  Cal. 

4/12/61  Shutdown 

94 

Kalispell-Half  Moon 

$457,921,94 

and  Drain 

Days 

11/9/61 

S 65  (4)  Unit  1 

4,858 

Zook  Bros.  Const. 

Gr. , Agg,  Surf,,  P.M.S. 

, 11/22/60 

180  Cal. 

11/9/60 

Shutdown 

9i 

Clearwater-Big  Fork 

$512,338.14 

and  Drain 

Days 

10/25/61 

F 102  (2)  & F 270  (11) 

Highway  Steel 

Guard  Rail 

10/25/61 

40  Cal. 

Not 

Poison-Big  Fork -Haines  Corner 

$12,908.00 

Days 

Started 

F 191  (20)  Unit  1 

7.300 

Curtis  Const,  Co, 

Gr, , Surf,,  P.M.S. 

3/22/61 

150  Cal. 

4/4/61 

Shutdown 

83 

Pablo-Kalispell 

$281,156.53 

and  Drain 

Days 

11/3/61 

S 325  (1)  Unit  2 

C,  B,  Lauch  Const. 

121.5*  Prestressed 

11/29/61 

8/31/62 

Not 

Libbv-Fish  Hatchery 

$46,020.42 

CosiG#  Br* 

Started 

DISTRICT  TWO  - BUTTE 

Division  210  - Butte 

S 6 (4)  Unit  1 

7.027 

McLaughlin,  Inc, 

Gr. , Agg.  Surf,,  P.M.S, 

8/30/61 

240  Cal, 

9/26/61 

Shutdown 

29 

Townsend-Canyon  Ferry-Clasoil 

$319,862.15 

and  Drain 

Days 

12/8/61 

I 15-1  (11)  37  U-1 

7.775 

Nilson-Sraith 

Gr.  ,Agg.  Surf. , P.M.S. 

3/22/61 

400  Cal. 

6/16/1 

Fair  12 

59 

Idaho  Line-Dillon 

$1,043,487.45 

and  Drain 

Days 

MONTHLY  WNSTHOCTION  REPOHT 
Month  Fnding  December  3'i.  196.1 

'Division  210  (Continued) 


I 15-1  (11)  37  0-2 

Ralph  Huckaba 

4 Prestressed  Cone. 

3/22/51 

6/30/62 

4/17/51 

Poor  4 

58 

Idaho  Line-Diilon 

$222,558.72 

Beam  Str.  - 567,0* 

I 15-1  (11)  37  0-3 

4.500 

Hildreth  Const. 

Fencing 

4/17/61 

200  Cal. 

6/20/61 

Shutdown 

26 

Idaho  Line-Dillon 

$29,997.97 

Days 

12/5/61 

I 15-2  (14)  127  D-1 

3.361 

Bud  King  Const. 

Gr.  ,Surf.  .Conc.Pave. 

8/30/61 

400  Cal. 

9/26/61 

Shutdown 

7 

F 207  (8)  & F 279  (4) 

$1,726,708.52 

PMS,  Seal  Coat 

Days 

12/6/61 

Butte  Streets 

and  Drain 

I 15-2  (14)  127  0-2 

2.708 

U.S,  Steel  Corp, 

Fencing 

8/30/61 

200  Cal. 

Not  Started 

Butte  Orban 

$62,087.38 

Days 

F 42  (1)  U-1 

9.226 

S. Arkwright,  Inc, 

Gr.  ,Surf,  & P.M.S. 

7/19/61 

250  Cal. 

8/14/61 

Shutdown 

51 

Idaho  Line-Wisdom 

$699,594,72 

Days 

11/18/61 

F 42  (1)  U-2 

Watters  Const. 

214,5*  cone.  Str, 

7/19/61 

7/31/62 

8/2/61 

Shutdown 

65 

Idaho  Line-Wisdom 

$69,600.05 

10/19/61 

S 167  (6) 

4.978 

Hilde  Const, 

Gr, .Surf, ,B. S.T, 

7/5/61 

220  Cal. 

8/24/61 

Shutdown 

57 

Cardwell -Southeast 

$341,016.40 

and  Drain 

Days 

11/17/61 

Division  220  - Bozeman 

S 49  (7)  U-1 

8.979 

S. Birch,  Inc.  & 

Gr.  .Surf,  ,P,M. S.  ,Dr. 

10/25/61 

200  Cal, 

11/6/61 

Shutdown 

8 

Fort  L(ogan-W.S.  Springs 

S. Birch  & Sons 

& 29*  T.T.  Br.  & 

Days 

10/20/61 

$294,071.82 

Widen  Bridge 

I-IG  90-6  (2)  309  U-1 

5.275 

Gbodfellow  Bros, 

Gr.  ,Surf,  ,P.M,  S.  ,Dr. 

5/24/61 

420  Cal. 

6/15/61 

Shutdown 

48 

Rocky  Canyon  Road 

$4,058,435.93 

& 3 Structures 

Days 

11/22/61 

I-IG  90-6  (2)  309  0-2 

5.275 

Tschache  Bros. 

Fencing 

6/5/61 

150  Cal. 

6/22/61 

Suspended 

25 

Rocky  Canyon  Road 

$39,885,60 

Days 

10/24/61 

I-IG  90-7  (9)  327  U-1 

12.087 

King  & McLaughlin 

Gr.  ,Surf. , P.M.S,  ,Dr. 

12/21/60 

350  Cal. 

1/25/61 

Suspended 

61 

& ¥ 185  (6)  U-1 

$3,134,965.16 

& Irr,  Facilities 

Days 

11/14/61 

Livingston -So, -East  & West 

I-IG  90-7  (9)  327  0-2 

Schultz  & Lindsay 

1,486.5*  SfiC  O.P. 

12/21/60 

6/30/62 

1/30/61 

Good  3 

83 

Livingston-South  & East 

$404,374,87 

I-IG  90-7  (9)  327  U-3 

12.087 

Lahren  Const. 

Fencing 

12/21/60 

150  Cal. 

3/14/61 

61 

& F 185  (6)  0-3 

$66,821.50 

Days 

Livingston-So, -East  & West 

SMP  1699-61,  Gallatin, 

W.  B.  Harding 

Cr,  & Stockpiling 

7/19/61 

120  Cal. 

8/14/61 

Fair  3 

60 

Madison  & Beaverhead  Counties 

$47,415.00 

Days 

DISTRICT  THREE  - GREAT  FALLS 

Division  310  - Great  Falls 

I-IG-ING  15-4  (4)  182  0-2 

2.770 

Hilde  Const. 

Gr.  ,Surf.  ,P.M.S.  ,Dr. 

9/28/60 

300  Cal, 

10/12/60 

Shutdown 

81 

& F 214  (3)  U-1,  Helena-So 

• 

$1,129,813.43 

& Dual  260.5*  St.  O.P. 

Days 

10/19/61 

I-IG-ING  15-4  (4)  182  0-4 

1.248 

S. Birch,  Inc.  & 

Gr.  ,Surf. , P.M.S.  ,Dr. 

5/24/61 

300  Cal. 

6/8/61 

Shutdown 

61 

& I 15-4  (5)  185  U-1 

S, Birch  & Sons 

242.5*  Interchange  & 

Days 

11/30/61 

Helena-North 

$636,632.67 

214,5*  Grade  Sep, 
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'MONTHLY  ^STRUCTION  REPORT 
Month  Ending  December  31,  1961 

Division  310  - Continued 


I-IG-ING  15-4  (4)  182  D-6 

1.248 

U.S. Steel  Corp. 

& 1 15-4  (5)  185  D-2 

Cyclone  Fence  Dept, 

Helena-North 

$32,110.94 

I 15-4  (6)  186  D-3 

Mont.Engr.G  Const. 

Helena-No, 

$130,183.48 

I 15-4  (9)  194  U-1 

12.663 

Earl  L.  McNutt  G 

Helena  Hill-Sieben 

Frank  Baulne 

$3,788,848.75 

I 15-4  (9)  194  U-2 

12.663 

Tschaehe  Bros. 

Helena  Hill-Sieben 

$79,149.25 

I 15-4  (10)  182  & F 214 

3,469 

Highway  Steel 

(4)  L & C Co.  Line  No. 

$61,237.71 

I 15-4  (12_  207  U-1 

3.388 

King  & McLaughlin 

Sieben -North  & South 

$2,110,638.04 

I 15-4  (12)  207  U-2 

Strandberg  Const, 

Sieben -North  and  South 

$89,445.74 

I 15-5  (13)  239  U-1 

9.702 

Baltrusch  Const. 

Hardy  Creek -Cascade 

$1,741,788.17 

I 15-5  (13)  239  U-3 

9.703 

Boulet  Const. 

Hardy  Creek -Cascade 

$60,050.85 

F 65  (8)  U-1 

1.232 

Robertson  & Cave 

Sun  River-Choteau 

$58,463.87 

S 121  (3) 

4.334 

F.  Tindall 

Utica-Hobson 

$113,812.39 

F 180  (4)  & U 277  (5) 

3.198 

Mont. Sand  & Grav. 

Great  Falls  Sts. 

$239,875.32 

F 238  (8)  U-1 

8.476 

Nil son -Smith 

Wolf  Creek -Augusta 

$637,044.20 

F 238  (8)  U-2 

Watters  Const. 

Wolf  Creek -Augusta 

$133,734.30 

U 249  (14)  U-1,  U-UG  376 

0.513 

C.B.Lauch  Const. 

(3)  U-1,  Helena  Sts. 

$300,715.78 

U 249  (14)  U-2.  U-UG  376 

Allen  Electric 

(3)  U-2,  Helena  Sts, 

$15,540.92 

U-F-FG  395  (4) 

Robertson  & Cave 

Great  Falls  Sts. 

$1,139,281.67 

Division  320  - Havre 

S 13  (5)  U-1 

5.288 

0*Neil  Const. 

Rudyard-Goldstone 

$327,239.94 

S 179  (4) 

6.315 

Allen  Stuber 

Harlem -Hogeland 

$120,348.25 

S 290  (12) 

1.688 

N.A.Nelson  Const. 

Geraldine-F. Benton 

$526,260.65 

• 

Fencing  & Cattle  Gds. 

5/24/61 

100  Cal. 

9/27/61 

Suspended 

74 

Days 

11/9/61 

Dual  118.0*  Conc.O.P. 

12/20/61 

8/31/62 

Not  Starter 

& 204.5*  Cone. Inter. 

Gr.  ,Surf.  ,P.M.  S.  ,Dr. 

6/14/61 

400  Cal. 

7/19/61 

Poor  51 

13 

& Dual  118.0*  Str. 

Days 

Fencing  & Cattle  Gds. 

6/14/61 

150  Cal. 

6/28/61 

Poor  5 

52 

Cays 

Signing  & Delineation 

7/5/61 

150  Cal. 

10/3/61 

Shutdown 

63 

Days 

12/8/61 

Gr.  ,Sur£.  ,P.M.S. , 

10/25/61 

300  Cal. 

11/6/61 

Fair  61 

6 

Fencing  & Dr. 

Days 

Dual  113.0*  Str, , 

10/25/61 

7/31/62 

Not  Started 

& 63.1*  Br. 

Gr.  ,Surf,  ,P,M,  S,  & Dr. 

3/22/61 

420  Cal, 

4/24/61 

Poor  11 

47 

Days 

Fencing 

3/22/61 

200  Cal. 

5/2/61 

Shutdown 

53 

Days 

11/14/61 

Gr.  ,Agg.Surf.  ,B.S,T. 

12/20/61 

100  Cal. 

Not  Started 

& Dr. 

Days 

Gr.  ,Surf,  & Dr. 

7/5/61 

220  Cal. 

8/3/61 

Completed 

Days 

12/29/61 

Minor  Gr. ,Surf. ,P,M,S. 

6/27/61 

70  Cal. 

7/31/61 

Shutdown 

93 

S(X),  New  Med.  Curb  & Dr. 

Days 

10/6/61 

Gr.  ,Agg,Surf.  ,P.M. 

Subj , to 

200  Cal, 

Bit, Surf,  & Dr. 

BPR  Cone. 

Days 

294.0*  Steel  Br. 

Subj . to 

10/31/62 

BPR  Cone. 

Gr,  ,Sur£.  ,Pave.  ,P,M,S. 

,5/24/61 

7/31/62 

6/13/61 

Shutdown 

94 

OP  & Dr. 

11/30/61 

Tra££lc  Signals 

11/29/61 

45  Cal. 

Not  Started 

Days 

1,125.75*  SSC  Br. 

2/17/60 

10/31/61 

3/15/60 

Shutdown 

99 

UlMki 

Gr.  ,Sur£,  ,P.M.S.  & Dr. 

3/27/61 

200  Cal. 

4/26/61 

Shutdown 

93 

Days 

11/13/61 

Gr.  ,Sur£.  & Dr. 

6/14/61 

200  Cal. 

7/12/61 

Shutdown 

95 

Days 

12/2/61 

Gr.  ,Sur£.  ,P.M.S.  ,Dr. , 

7/19/61 

7/31/63 

8/16/61 

Poor  5 

5 

& 708.0*  St.  Br. 
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MONTHLY  INSTRUCTION  REPORT 
Month  Ending  December  31,  1961 


Division  320  - Continued 

S 366  (6)  4.073 

Sunburst -Sweetgrass 

SMP  0399-61,  Chouteau 

Blaine„  Hill.  Toole,  Glacier 

O’Neil  Const. 
$126,200.71 
Richardson  Const. 
$84,967.50 

Gr.  .Agg.Surf.  G Dr. 

Cr,  G Stockpiling 

12/20/61 

5/24/61 

200  Cal. 
Days 

150  Cal. 
Days 

Not  Started 

6/15/61  Fair 

86 

DISTRICT  FOUR  - GLENDIVE 

Division  410  - Glendive 

S 32  (11) 

7.408 

Haggart  Const. 

Gr, ,Surf. ,P,M. S. .Seal 

7/5/61 

140  Cal. 

7/27/61  Shutdown 

62 

Glendive-Richey  NW 

I 94-7  (3)  240 

$291,557.58 

Otto  J.  Eickhof 

G Dr. 

Structures 

10/25/61 

Days 

11/10/62 

11/13/61 

Not  Started 

Wibaux-East  & West 

I 94=7  (4)  233  U-1 

6.169 

$169,195.29 

Albert  Lalonde 

Gr.  .Agg.Surf.  ,P,M.S. , 

10/25/61 

300  Cal. 

11/14/61  Shutdown 

0 

Wibaux-West 

I 94-7  (4)  233  U-2 

8.105 

$1,054,732.96 
Albert  Lalonde 

Fenc.  G Dr, 

Gr.  .Agg.Surf.  ,P.M. S. , 

10/25/61 

Days 

300  Cal. 

12/6/61 

11/14/61  Shutdown 

3 

Wibaux-East 

S 238  (1)  U-2 

$1,113,399.82 

Otto  J. Eickhof 

Fenc,  G Dr, 

Structures 

12/20/61 

Days 

10/31/62 

12/7/61 

Not  Started 

Circle-South  & East 

S 258  (3) 

6.723 

$68,834.04 

O’Neil  Const, 

Gr.  ,Surf.  G Dr. 

1/25/61 

200  Cal, 

5/22/61  Shutdown 

99 

Rock  Springs-Van  Norman 

S 258  (4) 

7.820 

$180,511.91 

O’Neil  Const. 

Gr, .Surf,  G Dr, 

9/27/61 

Days 

240  Cal. 

11/20/61 
10/16/61  Shutdown 

20 

Rock  Sprinqs-Van  Norman 

$184,266.53 

Days 

11/22/61 

Division  420  - Wolf  Point 

S 73  (4)  U-1  8.444 

Schultz  G Lindsay 

Gr,  ,Surf.  ,P,M,  S.  G Dr, 

7/5/61 

250  Cal. 

9/11/61  Shutdown 

50 

Reserve “No. Dak. Line 

F 84  (30)  U-1 

10.851 

$314,455.62 

Schultz  G Lindsay 

Agg.Surf.  G P, M.Bit, 

11/29/61 

Days 

90  Cal. 

11/22/61 

Not  Started 

W.of  W, Point-No, Dak. 

F 144  (6)  U-l,  S 368 

6.760 

$234,300.24 
Richardson  Const. 

Surf, 

Gr.  .Surf.  .P.M. S,  .Dr. 

5/21/61 

Days 

240  Cal. 

6/13/61  Shutdown 

78 

(13)  & S 368  (14),  Glasgow 

$849,261.16 

G T.T.Br. 

Days 

11/17/61 

Nashua-Opheim-Can.Line 

F 144  (6)  U-1 

Watters  Const. 

Traffic  Signals 

12/20/61 

45  Cal. 

Not  Started 

First  Ave. No. -Glasgow 

F 315  (15) 

12.052 

$14,881.22 

Wickens  Bros, 

Gr.  ,Surf.  G Dr. 

8/30/61 

Days 

330  Cal. 

10/9/61  Shutdown 

17 

Van  Norman -Glasqow 

$565,457.30 

Days 

12/5/61 

Division  430  - Lewistown 

F 103  (10)  U-1  & F 333 

11.452 

NW  Engr.  Co, 

Gr. ,Cem. Stab,  Base, 

7/5/61 

220  Cal. 

8/17/61  Shutdown 

28 

(28)  U 1,  Lewistown  Roy 

$688,619.99 

P.M.S.  G Dr. 

Days 

11/14/61 

G Grass  Range  Malta 

F 333  (27)  U 1 G F 26  (6) 

11.218 

Peter  Kiewit 

Gr.  .C.S.Base,  P.M.S, 

2/21/61 

220  Cal. 

4/11/61  Shutdown 

89 

U 1 ,Roundup-G.Range-Malta 

S 399  (2) 

0.991 

$723,297.09 

Wickens  Bros. 

Gr. .Surf, ,Dr.  G 

9/27/61 

Days 

7/31/62 

11/10/61 
10/24/61  Shutdown 

56 

Melstone-Mosbv 

$91,866.17 

131,5*  Prestress,  Br, 

12/8/61 
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mONTHLY  ^STRDCTION  REPORT 

Month  Endina  December  31.  1961 

• 

• 

DISTRICT  FIVE  BILLINGS 

Division  510.  Billings 

FLH  9 (1)  U 1 

5.200 

S.H. Arkwright 

Gr.  ,Agg.Surf.  ,P,M.  S, 

10/25/61 

180  Cal. 

Not  Started 

St.  Xavier -Hardin 

$330,527.87 

& Dr. 

Days 

S 50  (4) 

7,962 

Albert  Lalonde 

Gr.  ,Surf.  & Dr. 

6/14/61 

220  Cal. 

6/21/61 

Suspended 

94 

Hysham  East  & South 

$218,704.73 

Days 

12/20/61 

S 71  (4) 

0.512 

Walter  Mackin  & Son-141,5’  Conc.Br, , Gr. , 

12/20/61 

8/31/62 

Not  Started 

Ryegate-South 

$72,786.12 

Agg.Surf,  & Dr, 

I 90  8 (7)  394 

W.R, Gaboon  Co, 

558.0®  St.  Br, 

9/28/60 

12/31/61 

10/28/60 

Completed 

Reed  Point  Columbus 

$280,204.39 

12/30/61 

I 90  8 (10)  451 



W.R. Gaboon  Co, 

937.75®  St,  Br. 

5/23/60 

6/30/62 

6/22/60 

Fair  4 

98 

Yellowstone  Riv,  Br. 

$808,983.80 

I 94  1 (5)  51 



Husman  Bros. 

580.25®  St,  Br. 

12/20/61 

7/31/63 

Not  Started 

Yellowstone  Co.  Interstate 

$294,401.62 

U FG  228  (16) 

1.466 

Schultz  & Lindsay 

Gr. , Agg.Surf,  ,C.S, 

11/29/61 

11/30/63 

Not  Started 

Laurel  Billings 

$1,043,348.05 

Base,Conc. Pave.P,  M,  Bit. 

Surf,  & Dr. 

S 260  (3)  U 1 

11.412 

Albert  Lalonde 

Surf,  & P.M.  S. 

7/5/61 

100  Cal, 

8/28/61 

Suspended 

52 

Lodge  Grass  St, Xavier 

$211,507.28 

Days 

10/27/61 

SMP  0599  61.  Big  Horn 



Empire  Sand  & Grav, 

.Cr.  & Stockpilings 

6/14/61 

130  Cal. 

7/7/61 

Completed 

Carbon  & Yellowstone 

$83,600,00 

Days 

12/7/61 

Division  520.  Miles  City 

I 94  3 (3)  114  LI  1 & 

6.246 

Schultz  &■  Lindsay 

Gr. . Surf,  ,P,M.So  & Dr. 

7/19/61 

350  Cal. 

9/28/61 

Shutdown 

15 

I 94  4 (9)  119  U 1. Hathaway  E.GW, 

$829,372.47 

Days 

12/18/61 

I' 94  4 (13)  114  U 2 



F.L.Flynn  & Co. 

Structures 

7/19/61 

5/31/62 

8/14/61 

Suspended 

74 

Hathaway  E, 

$56,566,02 

12/5/61 

I 94-3(3)  114  U3  & I 94-4 

6.246 

Hout  Fencing 

Fencing 

7/19/61 

150  Cal, 

Not  Started 

(9)il9U2, Hathaway -E,  & W. 

$31,598,00 

Days 

I 94-4  (6)136  U1  & F 86 

12.442 

Peter  Kiewit 

Gr. ,Surf. , Cone. Pave. , 

4/19/61 

400  Cal, 

6/18/61 

Shutdown 

39 

(20)  Ul, Miles  City-E. 

$2,849,375.73 

P.M.S.  & 4 Struc, 

Days 

12/11/61 

I 94-4  (6)  136  U2 

11.597 

W.Maekin  & Sons 

Fencing 

4/19/61 

200  Cal. 

6/13/61 

Shutdown 

76 

Miles  City-E, 

$62,799.00 

Days 

12/4/61 

I 94-4  (8)  120  Ul 

7.308 

Schultz  & Lindsay 

Gr, , Surf ,, P.M.S.  & Or. 

7/19/61 

400  Cal. 

8/17/61 

Shutdown 

33 

Hathaway -E. 

$1,302,922.13 

Days 

12/22/61 

I 94-4  (8)  120  U2 

N. A, Nelson 

173,0®  Pres, Interch. 

7/19/61 

5/31/62 

10/11/61 

Shutdown 

23 

Hathaway  E. 

$46,597.18 

11/20/61 

I 94  4 (8)  120  U3 

7.308 

W.Maekin  & Son 

Fencing 

8/7/61 

150  Cal, 

9/21/61 

Shutdown 

59 

Hathaway  East 

$47,215.00 

Days 

11/20/61 

F 156  (lO)Ul  & F 156  (11) 

13.187 

Albert -Marshall 

Gr.  ,Surf.  & PMA 

7/5/61 

300  Cal, 

8/28/61 

Shutdown 

24 

Ul , Olive-M.City 

$759,600.10 

Days 

12/6/61 

F 156  (11)  U2 

„ 

Holm  Const. 

138.0®  Cone.  Br, 

4/19/61 

11/30/61 

6/2/61 

Shutdown 

99 

Olive  M, City 

$49,164.09 

12/26/61 

F 157  (16)  U2 

Otto  Eickhof 

101.5®  Pres,  Cone.  Br, 

11/29/61 

7/31/62 

Not  Started 

M. Citv-Jordan 

$34,756,77 

i>  fsiiaiifWi  ;^-3riulA 

m ^>flnr 

■ ■»  ‘ *,  .{’^J^•  W4iit  * irtsiaMk 


■ ■'  ■ • 


rVJtX-afVJUCum  \ 

*'  * je2#‘  ‘ lA&lliilL*  • ' 


, ' • >-a*j  iCA5\ipr 

r >."■  wiiSk  .jil 
a*^ 

• • T! ..jruiaj4 
. v,-t:  FhO 


<•* 


>>  , 


vj.^.? 
• . ■<, .% 


'*  .T,'.'  .-■ 


..■M 

••  :■?  t,>j6 


fl)  . ♦? 

f/’  : 

4 aS' 

'p 

' ' A^^infi 

T9_HaS,,i2 

. — :‘^Mi  tiff  ;j[<5'' 

-,i— . 

^ 2 
L.'l.  : 0 ^Xt  >9%l 

' i Hi  tciw 

*..a  h ; ; «?  lu  If 

, ^,4- 

. .a-vKlJ  ^ 

■ - . ■' 

T ■ U5  oPi  tsf 

yswiriJaii , 

- -.t  oif  1/ 

3’ 

: €Q  OUi  ce)  - 

ftftff  4;a«i4Ufa.t 

rrn.aj  (u>:^i  n ^ 

£0  coii.dejri 

-‘  dw.i.i/) 

...  " £0  (Oi>  vs 


